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June  15,  1964 


Mr.  Charles  J«  Horaa 

Regional  Director  o;f  Orbaa  HoiKn^al 

Region  I  ■'■ 

iDousing  azid  Hoooa  Finance  Agency 

346  BroadsTay 

New  York  13,  Ne»  Vosrk 

SS»    PKOJDCT  KO.  M\SS.  R-35 

Transaittal  oi"  I..oan  r«nd  Grant  Application  Part  IX 
Local  Approval  Data  -  Governsiesit  Center 

Dear  Mr»  HorAXii 

||\;  Co  May  25,  1964,  the  Dos  ton  City  Council  approved  the 

^       Urban  Renewal  Plan  :for  the  Covornnient  Center  Project,  and 
•  made  the  findings  required  by  Fcclcral  law.  On  r=Jay  26 »  tlie 
Plan  was  approved  \3>y  the  rvaj-or.  These  approvals  as  ^cll  as 
the  approval  by  the  BRA  on  Jime  5,  1063,  were  given  after 
public  bearings  following  duly  acZvertlsed  notice.  Certified 
copies  of  all  approving  resolutions  are  here  attached  as  violl 
as  all  other  required  Part  II  loaterials. 

Since  no  forzaal  revicvi  of  our  Part  I  was  ever  received, 
we  have  included,  as  a  part  of  Code  No.  R-309,  cscplanations 
and  additional  docuzaentation  as  requested  by  the  following 
HllFA  internal  staff  reviev.s: 

!•  Engineering  revievr 

2.  Planning  review 

3.  Land  acquisition  review 

4.  Land  disposition  review 
5*  Legal  review 

&•  Legal  Rex>ort  on  Part  X  Application* 

b.  Legal  Ppinioo  en  Plan.  \ 


,  ? 


I 


Tot  Mr*  C«  J«  HoraD 


•  3  • 


6-15-64 


Stato  Division  of  Urbaz)  and  Industrial 


Tha  approval  by  tho 
Renewal  of  tho  Coxmaonx^^alth  of  Missachusotts  and  tho  opinion 
of  LPA  Counsel  concerning  Pls^n  approvals  will  bo  forwarded 
to  your  office  upon  receipt  of  Division  ax^roval*  As   soon 
as  they  are  available,  ise  shall  furnish  you  lerlth  stonographio 
transcripts  of  the  public  hoarii^^  hold  by  the  Division  on 
Jnne  12 »  1964 


Xn  our  opinion,  the  above  ctAtcrlal  does  not  require  any 
fimdamental  change  in  the  cstiisatcd  xuaount  of  the  total 
Federal  Capital  Goran t*  . 

Sincerely, 


Edward  J*  Logue      \ 
Development  Administrator 

I 

/ 


Enclosures 


SRMitao 


( 


o 


/-  -/ 
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Jane  26,  1964 

Mr.  Charles  J.  Eoran 
Director  of  Urban  Renewal 
Housing  and  Some  Finance  Agency 
346  BroadM'ay 
New  York  13,  New  York 

Dear  Mr*  Eoran  s 

One  June  24,  1964,  the  State  Division  of  Urban  and 
Industrial  Renewal  of  the  Ccicraonwsalth  of  Ilassachusotts 
approved  the  Urban  Renewal  Plan  for  the  Govenment  Center 
Project. 

We  are  enclosing  the  following  material  to  be  added 
to  the  Part  IZ  Local  Project  ^.pproval  Data  forwarded  to  your 
office  on  June  15,  1964s 

^      1.  Five  copies  of  the  approval  letter  from  the 
Division  of  Urbcin  cmd  Industrial  Renewal, 
Comnionwealth  of  Massachusetts,  (R«303). 

2.  Five  copies  of  an  Opinion  of  LPA  Counsel  (R-304)  . 

3»  One  copy  of  a  stenographic  transcript  of  the 
public  hearing  held  on  Jxine  12,  19S4,  by  the 
Division  of  Urban  and  Industrieil  Renewal, 
Commonwealth  of  Itossachusetts  (R-308)% 

4,  Five  copies  of  a  letter,  dated  June  11,  1964, 

from  James  W.  Htiley,  Coiimissioner  of  Public  Worhs, 
City  of  Boston,  (to  be  attached  to  F'='ction  R-30o) . 

We  trust  that  this  will  complete  the  re<iuired  material  for  the 
Part  II  submission* 

Sincerely, 

EJL/hrc  Edward  J,  Logue 
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URBAN  RENEWAL  PLAN  CODE  NO.  R-301 

The  Urban  Renewal  Plan,  as  approved  by  the  governing  body  of 
The  Boston  Redevelopment  Authority  and  the  City  of  Boston, 
is  attached  herewith. 
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GOVERNMENT  CENTER 
URBAN  RENEWAL  FLAN 
April  3,  1963 
(Revised  May  29,  1963) 
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Boston  8,  Mass. 
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CHAPTER  I 


URBAN  RENEWAL  AREA  DEFINED 


SECTION  101 


PROJECT  BOUNDARY  MAP 


See  Property  Map,  Map  A, 


SECTION  102 


LEGAL  BOUNDARY  DESCRIPTION 


Government  Center  Urban  Renewal 
Project,  No.  Mass.  R-35,  is 
bounded  and  described  as  follows: 


page  1 


Beginning  at  the  intersection  of  the  extended  center  line  of 
Staniford  Street  with  the  extended  northerly  sideline  of  Merrimac 
Street; 

Thence  running  in  a  southerly  direction  along  the  center  line  of 
Staniford  Street  to  the  intersection  of  the  extended  center  line  of 
Staniford  Street  extended  to  intersect  with  the  southerly  sideline 
of  Cambridge  Street; 

Thence  turning  and  running  in  an  easterly  direction  along  the  southerly 
.•ideline  of  Cambridge  Street  to  the  intersection  with  the  westerly  sideline 
of  Somerset  Street; 

Thence  turning  and  running  in  a  southerly  direction  along  the  westerly 
sideline  of  Semerset  Street  to  the  intersection  with  the  extended 
nc  ."therly  property  line  of  the  property  identified  on  the  Property  Map 
(Map  a)  as  the  County  Court  House  Annex; 

Thence  turning  and  running  in  an  easterly  direction  by  various  courses 
and  distances  along  the  extended  northerly  property  line  and  the  northerly 
property  line  of  the  said  County  Court  House  Annex  to  a  point  which  is  the 
northeast  corner  of  said  property; 

Thence  turning  and  running  in  a  southerly  direction  by  various  courses 
and  distances  along  the  easterly  property  line  of  the  said  County  Court 
House  Annex  to  the  intersection  with  the  northerly  sideline  of  Pemberton 
Square; 

Thence  turning  and  running  in  a  westerly  and  a  southerly  direction  by 
various  courses  and  distances  along  the  norther3.y  and  westerly  sidelines 
of  Pemberton  Square  to  the  intersection  with  the  extended  northerly 
property  line  of  the  property  identified  on  the  Property  Map  (Map  A)  as 
34  Pemberton  Square -39  Tremont  Street; 

Thence  turning  and  ruiining  in  an  easterly  and  a  southerly  direction 
by  various  courses  and  distances  along  the  extended  northerly  property  line 
and  the  northerly  property  line  of  said  3U  Pemberton  Square-39  Tremont  Street 
across  Tremont  Street  along  said  northerly  property  line  extended  to  an 
rntersection  with  the  easterly  sideline  of  Tremont  Street; 

Thence  turning  and  running  in  a  northerly  direction  along  the  easterly 
sideline  of  Tremont  Street  to  the  southwesterly  corner  of  the  property 
identified  on  the  Property  ivtep  (Map  A)  as  10  Tremont  Street; 

Thence  turning  and  running  in  an  easterly  direction  along  the  southern 
property  line  of  said  10  Tremont  Street  to  the  southeasterly  corner  of 
saiti  property; 

Thence  turning  and  running  in  a  northerly  direction  along  the  eastei'ly 
property  line  of  said  10  Tremont  Street  to  the  intersection  with  the 
southerly  sideline  of  Court  Street; 

Thence  turning  and  running  in  an  easterly  direction  along  the  southerly 
sideline  of  Court  Street  to  a  point  of  intersection  of  sai-l   sideline 
extended  with  the  northerly  property  line  of  the  property  identified  on  the 
Property  Map  (Map  a)  as  the  Old  State  House  to  the  northeast  corner  of 
said  property; 
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Thence  turning  and  running  in  a  southerly  direction  along  the  easterly- 
property  line  of  said  Old  State  House  to  the  southeast  corner  of  said 
property; 

Thence  turning  and  running  in  an  easterly  direction  along  the  extended 
southerly  property  line  of  said  Old  State  House  to  the  northerly  property 
line  of  the  property  identified  on  the  Property  Map  (Map  A)  as  31-33 
State  Street,  which  is  also  the  southerly  sideline  of  State  Street,  and 
continuing  along  the  southerly  sideline  of  State  Street  to  an  intersection 
with  the  extended  easterly  sideline  of  Change  Avenue; 

■Thence  turning  and  running  in  a  northerly  direction  along  the  extended 
easterly  sideline  and  the  easterly  sideline  of  Change  Avenue  to  an 
intersection  with  the  northerly  property  line  of  the  property  identified 
on  the  Property  Map  (Map  A)  as  60  State  Street; 

Thence  turning  and  running  in  an  easterly  direction  by  various  courses 
and  distances  along  the  northerly  property  line  of  said  60  State  Street 
and  continuing  in  an  easterly  direction  along  the  northerly  property  line 
of  the  property  identified  on  the  Property  Map  (Map  A)  as  80  State  Street 
and  the  last  said  property  line  extended  in  an  easterly  direction  to  an 
intersection  with  the  easterly  sideline  of  Merchants  Row; 

Thence  turning  and  running  in  a  northerly  direction  along  the  extended 
easterly  sideline  of  Merchants  Row  to  an  intersection  with  the  southerly 
property  line  of  the  property  identified  on  the  Property  Map  (Map  A) 
as  1-3  South  Market  Street^  which  is  also  the  northerly  sideline  of 
Chatham  Street; 

Thence  turning  and  running  in  a  westerly  direction  along  the  southerly 
property  line  cf  said  1-3  South  Market  Street  to  an  intersection  with 
ohe  easterly  sideline  of  Merchants  Row; 

Thence  turning  and  running  in  a  northerly  direction  along  the  westerly 
property  line  of  said  1-3  South  Market  Street,  which  is  also  the 
easterly  sideline  and  extended  easterly  sideline  of  Merchants  Row,  to 
an  intersection  with  the  extended  southerly  property  line  of  the 
property  identified  on  the  Property  Map  (Map  A)  as  Faneuil  Hall; 

Thence  turning  and  running  in  a  westerly  direction  along  the  extended 
southerly  property  .line  and  the  southerly  property  line  of  said  Faneuil 
Hall  to  an  intersection  with  the  westerly  property  line  of  saisi  building; 

Thence  turning  and  running  in  a  northerly  direction  along  the  westerly 
property  line  and  extended  property  line  of  said  Faneuil  Hall  extended 
to  an  intersection  with  the  northwesterly  sideline  of  North  Street; 

Thence  turning  and  running  in  a  southwesterly  direction  along  the 
northerly  sideline  of  North  Street  to  an  intersection  with  the  easterly 
sideline  of  Union  Street; 

Thence  turning  and  running  in  a  northerly  direction  along  the  easterly 
sideline  of  Union  Street  to  an  intersection  with  the  southerly  sideline 
cf  Hanover  Street; 

pege  3 


Thence  turning  and  running  in  a  northeasterly  direction  along  the 
southerly  sideline  of  Hanover  Street  to  an  intersection  with 
the  westerly  sideline  of  Blackstone  Street; 

Thence  turning  and  running  in  a  northwesterly  direction  along 
the  extended  westerly  sideline  and  the  westerly  sideline  of 
Blackstone  Street,  which  is  also  a  State  Highway  location  layout 
line,  to  the  end  of  Blackstone  Street  at  Haymarket  Square. 

Thence  turning  and  running  in  a  northeasterly  and  northwesterly 
direction  by  various  courses  and  distances  along  the  State  High- 
way location  layout  line  to  the  southeasterly  corner  of  the 
Ijroperty  of  the  City  of  Boston  identified  on  the  Property  Map 
(Map  a)  as  the  Haymai-ket  Relief  Station; 

Thence  running  in  a  northwesterly  direction  by  various  coui'ses 
and  distances  along  the  northeasterly  property  line  of  said 
Haymarket  Relief  Station  to  an  intersection  with  the  easterly 
sideline  of  Canal  Street,  which  is  also  the  westerly  property 
line  of  said  Haymarket  Relief  Station; 

Thence  turning  and  running  in  a  southeasterly  direction  along 
the  easterly  sideline  of  Canal  Street  to  an  intersection  with 
vhe  extended  northerly  sideline  of  Market  Street; 

Thence  turning  and  running  along  the  extended  northerly  sideline 
and  the  northerly  sideline  of  Market  Street  to  an  intersection 
wiih  the  northeasterly  sideline  of  Merrimac  Street; 

Thence  turning  and  running  in  a  northwesterly  direction  along 

the  northerly  sideline  of  Merrimac  Street  to  the  point  of  beginning 
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m&PI2R  II:   PROPOSED  RENEWAL  ACTIONS  MD   DSSIGK  OBJECTIVES 

SECTION  201:   GENERAL  RENEWAL  ACTIONS 

The  Government  Center  Project  vill  be  undertaken  and  carried  out  by  the 
Boston  Redevelopment  Authority  (herein,  with  its  successors  and  assigns, 
also  called  the  "Authority.")  The  principal  activity  will  be  clearance 
and  redevelopment  to  remove  a  decadent  and  blighted  area  in  the  heart  of 
the  city. 

The  principal  reuse  of  project  land  wiQ.l  be  public  and  private  office 
rpace,  supported  by  accessory  uses  and  public  open  space.   Public  improve- 
ments will  include  an  improved  street  system,  off-street  parking,  adjust- 
ment and  improvement  of  utilities  and  mass  transit,  as  well  as  public 
open  area.  These  actions  are  summai-ized  in  Sections  202-204,  below. 

SECTION  202:   CLEARAI^ICE  AI^'D  RE5EVEL0P^ffiNT 

The  major  activity  in  the  Project  Area  will  be  clearance  and  redevelopment. 
It  is  proposed  that  six  existing  properties  will  not  be  acquired  (subject 
to  the  provisions  of  Section  303  hereof)  since  they  are  or  can  be  made 
compatible  with  the  Plan  and  its  design  objectives.   Disposition  parcels 
will  be  made  available  for  redevelopment  as  stipulated  in  Chapter  III, 
Land  Use  and  Building  Controls. 

SECTION  203:   PUBLIC  BLPROVEMENTS 

A.  Streets 

A  completely  new  major  street  system  will  be  constructed  in  e 
logical  and  orderly  manner;  paving,  curbs  and  sidewalks  in 
abandoned  streets  will  be  removed;  and  existing  streets  to 
remain  will  be  reconstructed  or  widened,  all  as  shown  on  Map  B, 
Proposed  Land  Use  Map.   In  additioii,  an  access  street  from  Hawkins 
Sti'eet  to  serve  buildings  on  Parcel  2,  and  an  underground  service 
roadway  from  New  Congress  Street  to  serve  buildings  on  Parcels  6 
and  9  shall  be  constructed.  Should  engineering  and  traffic 
studies  prove  its  feasibility,  an  ingress  road  from  New  Chardon 
Street  to  Canal  Street  will  be  provided. 

B.  Utilities 

Project  activities  include  the  placing  of  underground  utility 
lines  within  the  new  street  system  as  necessary  to  serve  the 
Project  Area  in  an  adequate  manner;  and  the  abandonment,  re- 
moval, relocation,  or  improvement  of  all  existing  utilities 
wherever  necessary.  Whenever  such  utilities  are  adequate  and 
in  accordance  with  the  Urban  Renewal  Flan,  they  shall  be  retained. 
All  private  and  public  utilities  will  be  placed  underground. 


page  5 


.C.  Landscaping 

Attractive  landscaping  of  all  open  areas  and^  wherever 
appropriate,  areas  within  public  street  rights-of-way, 
will  be  provided. 

i).  Street  Lighting 

The  replacement  and  modernization  of  the  present  street 
lighting  system  to  conform  to  the  new  street  plan  and 
to  meet  the  general  and  special  needs  of  the  renewal 
area  are  proposed. 

E.  Public  Open  Space 

Public  open  space,  including  a  Government  Center  Plaza, 
end  other  attractively  developed  open  spaces  end  walkways, 
will  be  publicly  provided  and  maintained. 

F.  Rapid  Transit 

Rapid  transit  facilities  will  be  reconstructed  as 
necessary  to  serve  the  Project  adequately  and  efficiently. 
The  northbound  tunnel  of  the  Tremont  Street  Subway  line 
will  be  relocated  between  Scollay  Square  and  Haymarket 
Square  and  a  turnaround  loop  will  be  constructed  at  Scollay 
Square  Station,  both  as  indicated  on  Map  B,  Proposed  Land 
Use. 

SECTION  204:   REHABILITATION 

One  acquired  structure  with  historic  and  architectural  significance 
will  be  so3.d  for  rehabilitation,  and  three  non-acquired  structures  are 
designated  for  rehabilitation,  all  in  accordance  with  Sections  hok   and 
^05  hereof. 

SECTION  205:   PLANNING  AND  DESIGN  OBJECTIVES 

A.   Introduction 


The  general  planning  and  design  objectives  of  the  Government 
Center  Urban  Renewal  Plan  are: 

1.  Revitalization  of  a  key  portion  of  downtown  Boston 
through  clearance,  redevelopment  and  rehabilitation, 
thereby  eliminating  a  decadent  and  sub -standard  area; 

2.  Functional  integration  of  new  governmental  facilities, 
supported  by  new  private  office  facilities  and  an- 
cillary consumer  and  business  service  facilities; 
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3.  Introdi'Ction  cJ:  new  economic  strengt.b  in  the- 
Governmant  Center  Project  Arcea,  thereby 
creating  an  effective  center  cf  activ'ity 
functionally  linked  to  the  Retail  Core,  the 
Financial  District,  the  VJaterfront,  the 
North  Station,  the  Beacon  Hill  Governmental 
District,  and  the  nearby  residential  areas  of 
Beacon  Hill  and  the  West  and  North  Ends; 

4.  Provision  of  adequate  vehicular  access  to 
Government  Center  in  order  to  emphasize 
the  importance  of  Government  Center  to 
the  entire  Boston  Peninsula,  while  at  the 

same  time  improving  mass  transit  and  pedestrian 
access  into  and  movement  within  the  Project  Area; 

5.  Creation  ox  design  continuity  between  the  public 
and  private  parcels  in  order  to  heighten  an  aware- 
ness of  th3  essential  inter-relation  of  all  the 
Government  Center  buildings,  open  spaces,  and 
pedestrian  and  vehicular  ways; 

6.  Creation  of  a  symbol  of  democratic  government 
and  its  related  institutions  in  the  physical 
context  of  the  surrounding  historical  districts, 
thereby  continuing  and  improving  the  import amt 
role  this  area  has  played  in  the  political, 
social  and  cultural  history  of  Boston  and  America. 

Implementation 

These  general  planning  and  design  objectives  v;ill  be 
implemented  byj 

1.  The  planning  and  design  of  public  facilities; 
circulation  systems  (pedestrian,  vehicular,  and 
mass  transit);  open  spaces;  public  buildings  and 
other  public  facilities;  and 

2.  Use  and  design  controls  on  the  disposition 
parcels,  the  rehabilitation  parcels,  and 
the  buildings  in  the  Project  Area  which  are 
not  proposed  to  be  acquired. 

Moreover,  these  general  planning  and  design  objectives  are 

supplemented  by  the  specific  planning  and  design  objectives 

set  forth  below.   The  developer  of  each  disposition  parcel 

and  the  owner,  of  each  rehabilitation  parcel,  v;ill  be  required 

not  only  to  adhere  to  the  particular  controls  and  restrictions 

imposed  upon  bis  parcel  (  see  Chapter  III,  Section  302 

and  Chapter  IV,  Section  404  and  405  ),  but  also  to 
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give  adequate  consideration  to  t'le  spirit  of  the 
objectives  and  princ]p?es  of  the  Urban  Renewal 
Plan  in  respect  to  land  ur,e,  design,  and  building 
controls. 

C.  Circulation  System  Objectives 

1.  Pedestrian  Movement 

a.  Provide  a  system  of  pedestrian  paths  linking 
open  spaces,  private  and  public  buildings, 
mass  transit  and  other  public  facilities 
within  Government  Center; 

b.  Provide  a  system  of  pedestrian  paths  linking 
Government  Center  and  the  adjacent  districts 
of  North  Station,  Quincy  Market  and  the 
Waterfront,  the  North  End,  Beacon  Hill  and 
the  State  House,  the  Retail  Core,  and  the 
new  West  End  Redevelopment  Area; 

c.  Provide  a  system  of  pedestrian  paths  which 
can  be  incorporated  into  an  improved  system 
for  Boston's  historic  Freedom  Trail; 

d.  Proviae  a  system  of  pedestrian  paths,  the 
principal  elements  of  wnich  are; 

(1)  paralleling  systems  of  building  arcades, 
walkways  and  open  spaces  starting  at 
Pemberton  Square,  linking  the  intersec- 
tions of  Cambridge,  Tremont  and  Court 
Streets,  the  Scollay  Square  MTA  Station, 
Government  Center  Plaza,  the  Sears 
Crescent,  new  City  Hall,  Tock  Square,  and 
Faneuil  Hall  (this  varied  system  of  open 
and  sheltered  walks  will  eventually  tie 
into  the  historic  Market  and  Blackstone- 
Union  Streets  area  and  thence  the  Water- 
front on  the  east,  and  the  North  End 
Freedom  Trail  elements  on  the  north), 

(2)  mid-block  open  walkway  at  Washington  and 
State  Streets  linking  new  City  Hall  to 
the  Retail  Core  and  the  Financial  District 
via  Washington  Street, 

(3)  systems  of  arcaded  walkways  within  the 
building  lines  of  parcels  facing  Govern- 
ment Center  Plaza,  east  of  New  Congress 

and  west  of  Cambridge -Tremont,  thus  creating 
protected  pedestrian  paths  serving  these 
parcels  while  protecting  and  defining  pedes- 
trian movement  where  adjacent  to  important 
streets,  and  maximum  flexibility 
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for  pedestrian  deaires  and  to  give  adequate  access  to  all 
parcels. 

2.  Vehicular  Circulation 

a.  Provide  a  rational  vehicular  circulation  pattern  which: 

(1)  iraximizes  re-use  of  existing  rights-of-way, 

(2)  eliminates  awkward  and  dangerous  intersections, 

(3)  separates  different  types  of  vehicular  movement 
according  to  function,  speed,  and  destination, 

{h)     creates  super-blocks  free  of  vehicular  traffic, 

(5)  makes  disposition  sites  more  practical  in  terms 

of  construction,  including  off-street  parking,  and 
other  service  standards,  and 

(6)  creates  open  spaces  free  of  vehicular  traffic; 

b.  Simplify  and  increase  the  total  carrying  capacity  of 
routes  by  creating  a  hierarchy  of  vehicular  movement 
which: 

(1)  discourages  through -traffic  from  using  streets 
within  Government  Center  designed  for  Government 
Center  private  vehicular  movement  alone,  and 

(2)  encourages  such  movement  on  the  Central  Artery 
and  other  appropriate  through -traffic  arteries; 

c.  Increase  the  efficiency  of  the  vehicular  connections 
serving  Government  Center  so  as  to  provide  a  greater 
access  to  the  Project  Area  by: 

(1)  creating  at  grade  level  the  one-way  connector  street- 
pair  formed  by  New  Sudbury  and  New  Cberdon  Streets,  and 
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(2)   Inproving  and  widening  the  existing  State 
and  Court  Streets  as  secondary  jjtreets; 

d.  Dssign  street  width,  capacity,  prvvement  and  related 
street  equipment,  in  order  to 

(1)  enhance  access  to  disposition  parcels,  and 

(2)  relate  such  designs  to  the  height,  massing,  facade, 
treatment,  and  use  of  disposition  parcels; 

e.  Minimize  disposition  parcel  access  from  Cambridge- 
Tremont,  Nev;  Congress-Merrinac,  New  Sudbury,  New  Chazdci- 
State  and  Court  Streets.   (In  the  execution  of  the 
Urban  Renewal  Plan,  further  improvement  of  private 
vehicular  access  and  service  systems  within  the  purviev; 
cf  Plan  controls  will  be  accomplish'3d  by  consultations 
between  the  Boston  Redevelopment  Authority  and  the 
disposition  parcel  developers, 

3.  Mass  Transit 

Increase  the  capacity  of  the  Scollay  Square  Station  to 
meet  the  increased  numbers  of  employees  in,  and  visitors 
to,  Government  Center  by  the  construction  of  a  loop 
designed  to  allow  more  cars  to  enter  and  leave  Government 
Center  within  any  period  of  time,  and  design  surface 
entrances  to  meet  the  following  three  criteria: 

a.  that  their  design  harmonize  with  the  design  of  the 
immediate  area  in  which  they  are  located, 

b.  that  they  be  so  located  as  to  maximize  access  to 
the  station  they  serve,  and 

c.  that  their  design  reflect  the  capacity  of  the  station 
they  serve. 

Objectives  for  Public  Improvements,  Open  Spaces  and  Easements 
for  Public  Use 

1,   Provide  high  standards  for  the  pedestrian's  safety, 
comfort,  and  access  to  service  elements  contained  in 
public  spaces  and  rights-of-way,  giving  consideration  to: 

a.   plant  materials,  paving  and  curb  treatments, 
lighting,  signs,  and  other  street  and  open 
space  equipment  and  furnishings; 
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b.  safety  at  pedestrian  crossings  and  within  open  spaces; 

c.  street  and  open  space  sanitation;  and 

d.  climatic  comfort  in  all  seasons  to  the  degree  feasible. 

2,  Provide  a  functional  and  attractive  system  of  well-defined 
open  spaces  knitted  into  an  integrated  whole  by  equally 
well -organized  streets,  walkways,  and  open  spaces,  giving 
consideration  to: 

a.  The  circulation  and/or  non-circulation  function  for 
which  they  were  designed,  and 

b.  The  unification  and  functional  articulation  of  the 
space  sequences  of  the  circulation  system. 

3,  Encourage  developers  of  disposition  pair  eels  to  give 
consideration  to: 

a.  avoidance  of  setbacks  or  breaks  in  building  lines  which 
detract  from  the  definition  of  enclosure  of  public  open 
space  and  street  space, 

b.  exploitation  of  building  mass,  screen  walls,  overhangs 
or  landscaping  as  elements  contributing  to  the  defini- 
tion of  public  open  space  and  street  space, 

c.  enhancement  of  climatic  shelter  objectives  as  they 
relate  to  public  open  space  and  street  space, 

d.  provision  of  safe  pedestrian  and  auto  visibility 
minimizing  curb  cuts  in  public  open  space  and  street 
space  areas, 

©.  maximum  display  of  lighted  or  active  portions  of  build- 
ings tovjard  public  open  space  and  street  space  areas  in 
order  to  improve  night-time  safety, 

f ,   placement  of  primary  building  entrances  and  approaches 
and  arrangement  of  internal  functions  generating  public 
activity  in  such  a  way  as  to  generate  and  augment  the 
purposes  of  public  open  space  and  street  space,  whether 
intended  for  active  or  passive  uses,  and 
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g,   use  of  architectural  materials  and  scalar  treatment 
of  facade  and  roof  lines  in  modes  contributing  to 
unity  across  and  around  all  sides  of  the  public  open 
space  and  street  space  areas. 

E,   Land  Use  and  Building  Controls  Objectives 

1.  Provide  a  high  standard  of  convenience  and  mutual  inter- 
dependence between  local,  State  and  Federal  government 
facilities  and  services,  on  the  one  hand,  and  private 
offices  and  business  services  on  the  other  hand,  maximizing 
convenient  pedestrian  access  between  all  parcels  and 
emphasizing  private  office  space  that  meets  tbe  needs  of 
enterprises  requiring  Government  Center  proicimity; 

2.  Provide  a  high  degree  of  convenience,  and  self-sufficiency 
in  Government  Center  in  respect  to  local  retail,  personal 
service,  and  visitor  accommodation  facilities,  maximising 
the  vertical  and  horizontal  accessibility  of  such  services 
from  the  principal  public  pedestrian  walks  and  open  spaces; 

3.  Control  vehicular  traffic  generation  at  a  level  reasonably 
related  to  the  presence  of  mass  transportation  alternatives, 
the  intense  degree  of  pedestrian  movement  required  in  this 
area,  and  the  limited  availability  of  private  vehicular 
movement  channels  in  the  area; 

4.  Provide  an  adequate  standard  of  light,  air,  and  open 
space,  and  create  a  total  pattern  of  buildings  which  is 
both  expressive  of  contemporary  real  estate  development 
and  a  harmonious  part  of  historic  Boston.   (Land  use  and 
building  controls  and  restrictions  emphasise  the  potential 
for  buildings  of  moderate  height  and  great  horizontal 
continuity,  both  to  ensure  accessibility  to  light  and  air 
and  to  affirm  the  continuity  of  enclosure  of  streets  and 
open  spaces  by  long  buildings  which  is  characteristic  of 
this  part  of  Boston.   The  rationale  directing  the  location 
of  tall  buildings  is  based  upon  an  overall  area  effect 
rather  than  upon  similarities  or  dissimilarities  of 
locational  conditions  betxveen  adjacent  parcels.   The 
objective  as  it  relates  to  Parcel  8  is  creation  of  a  "true 
tower",  with  approximate  dimensions  of  100'  by  170'.   In 
the  ov  rail  plan  as  it  relates  to  tall  buildings,  principal 
considerations  will  be  minimizing  shadoiving  of  lower  build- 
ings, major  open  spaces  and  transit  interchanges,  and 
utilization  of  the  building  as  an  attractive  distant 
landmark  for  the  location  and  internal  structure  of 
Government  Center . ) 
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F.  Buildings  Objectives 

1.  The  Urban  Renewal  Plan  makes  possible  and 
depends  upon  the  highest  possible  level 
of  contemporary  architectural  design.  The 
Individual  developer's  proposal  will  be 
reviewed  in  terms  of  its  contribution  to  a 
suitable  present-day  city  environment,  its 
care  for  the  assets  and  community  values  of 
historical  Boston,  and  the  permanence  of 
renewal  objectives  in  terms  of  aesthetic 
expression,  utilitarian  arrangement,  and 
structural  soundness.  This  objective  will 
require  the  developer  to  conform  to  the 
principles  of  the  overall  Project  Area  design 
through  careful  attention  to  the  potentials 
of  the  disposition  parcel  (see  especially 
paragraphs  D  and  E  above),  and  to  the  following 
standards : 

a.  The  best  modem  architectural  standards  for 
natural  and  artificial  lighting  acoustics, 
and  mechanical  plant  should  be  utilized,  as 
well  as  sensitive  external  expression  of  these 
factors  in  order  to  avoid  premature  obsolescense. 

b.  Experimentation  in  the  arrangement  of  uses  in  a 
single  architectural  complex  should  be  undertaken 
in  order  to  improve  on  current  architectural 
solutions  in  respect  to  mixed  land-use  sites 

and  in  respect  to  preserving  the  spatial  integrity 
of  the  street  and  defined  public  open  spaces,  at 
least  for  lower  floors  facing  the  space. 

c.  New  and  rehabilitated  buildings,  as  well  as 
buildings  proposed  to  be  retained,  should 
harmonize,  not  only  with  others  sharing  the 

same  streets  or  open  spaces,  but  with  surrounding 
older  parts  of  downtown  Boston.   Particular  note 
should  be  taken  of  the  use  of  curtain  walling 
materials  and  architectural  rhythm  and  detail 
pf  wall  openings,  relating  to  dominant  local 
architectural  traditions  of  masonry  materials 
and  complex  and  careful  scales  of  wall  openings 
and  details. 

d.  All  parapets  and  roof-top  structures  should  be 
well  organized  so  as  to  present  an  attractive 
appearance  from  all  points  of  view,  including 
view  from  higher  buildings. 
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e.  New  end  rehabilitated  buildings  as  well  as  buildings 
proposed  to  be  retained  should  be  treated  with 
architectural  values  on  all  facades,  leaving  no 
facades  of  inferior  material. 

Two  special  and  fundamental  principles  of  the  Urban 
Renewal  Plan  with  respect  to  individual  architectural 
considerations  are  as  follows ; 

a.  Maintenance  around  Government  Center  Plaza  of  a 
dignified  building  enclosure  of  simple  roof -line, 
similar  or  harmonious  materials,  and  similar 
scale  of  facade  treatment,  providing  an  unobtrusive 
common  setting  over  wxiich  the  new  City  Hall  will 

be  visually  dominant  and  artistically  unique;  and 

b.  Maintenance  and  strengthening  of  a  clear  visual 
channel  and  sequence  of  related  architectural 
appearances  extending  from  Government  Center  Plaza 
to  the  Waterfront  (the  latter  outside  Project 
Area)  expressing  the  functional  ties  between  these 
points  of  tourist  interest  and  the  intei'vening 
open  spaces  as  well.  It  is  to  be  noted  that  long 
moderately-low  existing  buildings,  making  heavy 
use  of  concrete  or  granite  materials,  are  fre- 
quently found  along  this  line. 
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CHi.PTER  III:  LAND  USE  AMD  BUILDING  CONTROLS 

SECTION  301:  LAND  USE  MAP 

The  proposed  land  uses  are  shown  on  Map  B,  Proposed  Land  Use. 

SECTION  302:  LAND  USE  PROVISIONS  AND  BUILDING  REQUIREMEI'fTS 

A.   General  Requirements 

1.  Applicability;   The  provisions  of  sub- Section  302: 
(A)   shall  apply  to  all  property  within  the  Project 
Area,  and  shall  be  implemented  by  appropriate 
covenants  in  disposition  or  other  documents. 

2.  Duration  of  Controls,  Effective  Date  and  Renewal 
Provisions; 

The  provisions  and  requirements  established  in  this 
Plan  shall  be  maintained  and  in  effect  for  a  period 
of  40  years  from  the  date  of  the  original  approval 
of  the  Urban  Renewal  Plan  by  the  City  Council,  except 
for  Sections  302:   (A)   3  and  4  below,  which  shall 
remain  in  effect  for  a  period  of  100  years  from  said 
date. 

3..  Restrictive  Covenants:   No  covenant,  agreement,  lease 
conveyance  or  other  instrument  shall  be  effected  cr 
executed  by  the  Boston  Redevelopment  Authority  or  by 
any  purchaser  or  leasee  from  it  (or  any  successors  in 
interest  of  such  purchasers  or  leasees)  by  which  lar e 
in  the  Project  Area  or  any  improvements,  facilities 
or  appurtenances  constructed  on  such  land,  is 
restricted  either  by  the  Boston  Redevelopment 
Authority  or  by  such  purchasers,  leasees  or  successor, 
in  interest,  upon  the  basis  of  race,  creed,  color,  or 
national  origin,  in  the  occupancy  thereof. 

4,   Compliance  vjxth   Anti-Discrimination  Laws: 

Redevelopers  shall  comply  with  all  state  and  local 
laws  in  effect  from  time  to  time  prohibiting  discrimi- 
nation or  segregation  by  reason  of  race,  religion, 
color,  or  national  origin  in  the  sale,  lease  or 
occupancy  of  property  in  the  Project  Area,  provided 
that  this  section  shall  not  apply  to  the  United 
States  of  America 
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5.  Interim  Uses.  The  Boston  Redevelopment  Authority  may  devote 
properties  acquired  by  it  in  the  Project  Area,  prior  to  the 
time  such  properties  are  needed  for  redevelopment  purposes, 
to  temporary  uses  for  parking,  relocation,  or  recreation,  in 
accordance  with  such  standards,  controls,  and  regulations  as 
the  Authority  may  deem  appropriate. 

6.  Definitions  Applicable  in  the  Interpretation  of  Building  Requirements 
and  Restrictions: 

a.  Floor  Area  Ratio:  the  direct  ratio  of  the  total,  above  grade, 
gross  floor  area  of  a  building  to  the  total  area  of  the  dis- 
position parcel. 

b.  Building  Coverage:  the  percentage  of  the  disposition  parcel 
covered  by  the  ground  floor  of  the  building. 

c.  Height:  the  height  of  a  building  shall  be  measured  from  the 
mean  grade  of  the  sidewalk  or  a  given  grade  elevation  to  the  top 
of  the  parapet  of  the  building  facade.  Grade  elevations  are 
measured  from  Boston  Base. 

d.  Setback:  the  distance  between  the  disposition  parcel  line  and 
a  line  beyond  which  no  part  of  the  building  may  protrude. 

e.  Building  Envelope:   a  building  envelope  is  the  geometric  figure 
defined  by  the  application  of  height,  setback  and  similar  con- 
trols for  a  disposition  parcel. 

f.  Arcade:  an  area  of  a  building  which  is  open  to  public  access 
along  its  entire  length. 

7.  Landscaping:  All  open  areas  must  be  suitably  landscaped  so  as  to 
provide  a  visually  attractive  environment. 

3.  Sign  Control:  Signs  within  the  Project  Area  shall  be  restricted 
to  the  non-animated  and  non-flashing  type.  Identifying  only  the 
establishment  and  nature  of  its  products.  All  signs  must  be  suit- 
ably integrated  with  the  architectural  design  of  the  structure 
which  they  identify.  No  sign  shall  project  above  roof  of  the 
structure  on  which  it  is  mounted.  No  sign  shall  project  beyond  the 
face  of  the  building  more  than  2^*".  The  size,  design,  location  and 
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number  of  signs  shall  be  approved  by  the  Authority.   No 
signs  or  advertising  shall  be  placed  on  the  exterior 
facade  on  or  above  the  floor  level  of  the  third  floor  of 
any  structure.   Any  exceptions  to  the  above  controls,  or 
the  placement  or  replacement  of  any  sign  during  the  40- 
year  duration  of  this  Plan,  must  be  approved  by  the 
Boston  Redevelopment  Authority. 

9.   Exterior  Lighting;   Exterior  lighting  may  be  used  to 
light  doors,  entrances,  show  windows,  plazas,  and  open 
spaces.   It  shall  be  located  and  shielded  so  as  to  prevent 
glare  on  adjacent  properties.   No  flood  lighting  of 
buildings  or  streets  will  be  permitted  except  by  special 
approval  of  the  Boston  Redevelopment  Authority. 

10.   Off-street  Loading:   Servicing  6f  all  buildings  shall  be 
off-street,  except  that  not-to-be-acquired  parcels  and 
parcels  designated  for  rehabilitation  may  be  exempted  in 
writing,  by  the  Boston  Redevelopment  Authority,  where 
existing  conditions  make  compliance  with  this  requirement 
impossible.   Developers  shall  provide  access  to  such 
servicing  areas  only  where  permitted  under  Section  302(B) 
below. 

The  following  are  the  off-street  loading  bay  requirements  for 
each  parcel,  unless  otherwise  provided  under  Section  302(B): 

Number  of  Bays  Required  for  Nev;  Structures  by 
Gross  Floor  Area  of  Structures 
(in  thousands  of  square  feet) 


Gross  Floor  Area 
(rn  ; housands  of 
;  quare  feet) 


i dumber   of 

Bays 
Required 


Under 
15 

15- 
100 

100- 
150 

150- 
300 

300 
and 

over 

0 

1 

2 

3 

4, 

plus  1  for 
each  addition 
al  150,000  sq 
ft. 
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Off-street  loading  bay  requirements  do  not  apply  to  any  of  the 
following  uses: 

Fire  Station 
Police  Station 
Telephone  Exchange 
Drive-in  Restaurants 
Outdoor  Recreation  Places 
Parking  Garage 

11.   Open  Parking  Areas.   Open  parking  areas  must  be  paved  and 

landscaped  and  effectively  screened  to  provide  an  attractive 
visual  appearance.   The  number  of  parking  spaces  provided  must 
be  consented  to  in  writing  by  the  Boston  Redevelopment 
Authority, 

12. .  Storage.   The  open  air  storage  of  materials,  equipment  or 

merchandise  other  than  automobiles  shall  not  be  permitted  in 
any  section  of  the  Project  Area. 

1-.   Uses.   The  Project  Area  shall  generally  be  devoted  to  office 
and  business  uses,  and  landscaped  open  areas.   Specific  uses 
for  each  parcel  are  set  forth  in  Section  302(B).   In  each 
case,  and  unless  specifically  otherwise  provided,  designation 
of  a  particular  use  includes  all  accessory  and  ancillary  uses, 
customarily  or  reasonably,  incident  to  the  use  specified,  or 
the  use  on  an  adjoining  parcel.   Retail  businesses  are  permit-c 
ted  on  all  private  parcels  except  those  devoted  to  open  space. 
Restaurants  are  permitted  on  all  parcels  except  those  devoted 
to  open  space.   Landscaped  open  space  is  permitted  as  an 
accessory  use  on  any  parcel.   Within  the  purview  of  this 
Section,  the  Authority  may  permit  on  any  parcel  such  uses  as 
are  consistent  with  the  objectives  of  the  Project. 

14.  Utility  Easement.   Easements  for  utilities  shall  be  provided  in 
accordance  with  Proposed  Land  Use  Map,  and  Section  302(B) 
hereof.   Additional  utility  easements,  as  needed,  may  be 
granted  by  the  Authority. 

15.  Subway  Facilities.   Provision  shall  be  made  for  subway  tunnels, 
stations,  and  access  facilities  in  accordance  with  the  Proposed 
Land  Use  Map,  and  disposition  parcels  shall  be  subject  to 
easements  and  other  rights  as  appropriate  in  accordance  there- 
with.  In  addition,  developers  on  each  parcel  may  construct  or 
arrange  to  have  constructed  such  additional  facilities  as  they 
deem  desirable. 

16.  Arcaded  Pedestrian  Ways.   Arcaded  pedestrian  ways  are  permittee 
on  all  disposition  parcels. 

17.  Subway  Easements.   Easements  for  existing  subway  tunnels  must 
be  maintained,  and  construction  shall  proceed  so  as  not  to 
damage  or  threaten  damage  to  or  cacee  leakage  in  or  impair  the 
s+   •♦ure  or  support  of  or  interfere  in  any  way  with  the  use. 
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of  Metropolitan  Transit  Authority  facilities,  and  any  existing 
above  ground  facilities  must  be  restored  or  replaced  in  a 
manner  acceptable  to  the  Metropolitan  Transit  Authority. 

18.   Automobile.  Passenger  Discharge  Area.  Buildings  in  public  use 
shall  provide  automobile  passenger  discharge  areas,  in  such 
a  way  as  not  to  impede  traffic  flow. 

1  \   Provisions  for  Handicapped  People.   All  new  buildings  in  the 
Project  Area  shall  be  so  designed  that  persons  in  wheelchairs 
can  enter  and  leave  and  travel  about  the  building  in  a 
reasonable  manner  without  undue  obstruction.   Appropriate 
entrances  and  exits  for  such  persons  shall  be  constructed  on 
all  major  frontages. 
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B.   Land  Use  Provisions  and  Building  Requirements  for 
Specific  Re-Use  Parcels  (For  Parcc-T  numbers,  see 
Proposed  Land  Use  Map) 

Parcel  1: 

A.   Permitted  Uses 

This  parcel  shall  be  devoted  to  public  office  and 
institution. 

3.   Building  Requirements 

1.  Floor  Area  Ratio:   not  to  exceed  eight. 

2.  Building  Coverage:   not  applicable. 

3.  Height:   unless  otherwise  specified  and 
approved  by  the  Boston  Redevelopment 
Authority,  no  portion  of  this  Parcel 

is  to  exceed  420*  above  elevation  34.0. 

4.  Setback:  where  possible,  a  minirriurn  set- 
back should  be  applied  to  clearly  define 
the  circumferential  streets. 

5.  Building  Envelope:   not  applicable. 

6.  Parking:   a  maximum  of  50  open  spaces  in  a 
suitably  screened  and  landscaped  area  may 
be  provided.   A  minimum  of  100  spaces  of 
enclosed  parking  must  be  provided.   Auto- 
mobile servicing  for  official  vehicles  is 
permitted  provided  such  servicing  is 
entirely  within  an  enclosed  structure. 

7.  Access:   for  parking  and  loading,  access 

not  permitted  within  200*  of  the  intersection 
of  New  Chardon  and  Merrimac  Streets,  Merrimac 
and  Staniford  Streets,  Staniford  and  Cambridge 
Streets,  and  Cambridge  and  Mew  Chardon  Streets. 
No  more  than  three  vehicular  access  points  are 
permitted  along  the  perimeter  of  this  Parcel. 

8.  Loading  Bays:   at  least  9  loading  bays  shall 
be  provided. 
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Parcel  2: 

A.  Perriltted  Uses 

Parcsl  2  may  be  subdivided  by  the  Authority,  and  for  each 
sub-parcel,  the  principal  use  may  be  office,  public  or 
private  institution,  utility,  parking  or  open  space  or 
transient  housing. 

B.  Building  Requirements 

1.  Floor  Area  Ratio:   not  to  exceed  six,  except  for  additions 
to  adjacent  existing  buildings  where  the  Floor  Area  Ratio 
shall  not  exceed  ten. 

2.  Building  Coverage:  not  applicable. 

3.  Height: 

(a;  Additions  to  adjacent  existing  buildings  of  the  New 
England  Telephone  &  Telegraph  Company  shall  be  no 
higher  -than  the  .existing  building.-. 

(b)  Religious  buildings:  restrictions  not  applicable. 

(c)  All  other  buildings:  not  to  be  less  than  65'  nor  more 
than  8j'   above  elevation  3^«0'« 

k.     Setback:  controls  not  applicable. 

5.  Other  Requirements:  no  building  or  parking  shall  be  permitted 
in  the  area  defined  by  the  southwesterly  facade  of  the  existing 
New  England  Telephone  and  Telegraph  Company  building,  the 
northwesterly  building  line  of  said  Building  extended  to 
Cambridge  Street,  and  the  northeasterly  sideline  of  Cambridge 
Street  which  shall  be  public  open  space,  and  through  which 
adequate  pedestrian  and  vehicular  access  to  the  front,  including 
an  automobile  passenger  discharge  area  shall  be  provided  for  the 
existing  Ilew  Eriglaud  Telephone  and  Telegraph  Company  building. 

6.  Parking:  the  number  of  surface  parking  spaces  for  each  sub- 
parcel  must  be  consented  to  in  writing  by  the  Boston  RedeveJ.opment 
Authority.  Automobile  servicing  for  official  vehicles  in  con- 
nection with  a  public  institution  shall  be  peirmltted  provided 
such  services  are  entirely  within  an  enclosed  structure. 

7.  Access:  shall  be  in  conformity  with  good  traffic  engineering 
practices. 

6.   Loading  Bays:   not  applicable  to  buildings  of  a  religious  nature 
built  on  this  parcel 
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Parcel  3a  and  3b: 

A.  Permitted  Uses 

These  parcels  shall  be  devoted  to  surface  parking  or  open 
space. 

B.  Requirements  and  Controls 

Access:   for  Parcel  3a  from  Hawkins  Street;  for  Parcel  3b 
from  Bowker  Street 
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Parcel  4: 

A*   Permitted  Uses 

1,  This  parcel  shall  be  devoted  to  private,  public 

or  semi -public  uses.   Principal  uses  may  be  public 
parking  and  bus  terminal  facilities.   In  the  event 
that  bus  terminal  facilities  are  provided,  such 
use  shall  be  confined  to  that  portion  of  the 
parcel  which  is  east  of  New  Congress  Street, 

2,  Accessory  uses  permitted  include: 

a.  Transportation  facilities. 

b.  Retail  and  service  establishments. 

c.  Eating  places  and  entertainment. 

d.  Exhibition  space. 

e.  Tourist  information  facilities 

B.   Building  Requirements 

1.  Floor  Area  Ratio:   not  to  exceed  six. 

2.  Building  Coverage:   not  applicable. 

3.  Height:   not  more  than  65*  nor  less  than  35' 
above  elevation  34.0. 

4.  Setback:   on  New  Sudbury  Street,  Blackstone  Street 
and  New  Congress  Street  a  minimum  setback  should 
be  applied  to  clearly  define  these  streets. 

5.  Building  Envelope:   provision  for  New  Congress 
Street  to  pass  through  the  building  with  a 
vertical  clearance  of  not  less  than  14* 6"  must 
be  provided, 

6.  Parking:   no  open  automobile  parking  permitted. 

7.  Access:   shall  be  in  conformity  with  good  traffic 
engineering  practices. 
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Parcel  ^; 

A.  Permitted  Uses 

This  parcel  shall  be  devoted  to  public -office 

and  institution. 

B.  Building  Requirements 

1.  Floor  Area  Ratio:  not  to  exceed  six. 

2.  Building  Coverage:  restrictions  not  applicable. 

3.  Height:  not  to  be  less  than  65',  or  more  than 
85'  above  elevation  3if.O'  in  that  portion  of 
the  parcel  lying  within  500'  of  New  Congress 
Street,  not  to  exceed  UOO'  above  elevation  3^.0'  for 
the  remainder  of  the  parcel. 

k.     Setback:  controls  not  applicable. 

5.  Building  Envelope:  not  applicable. 

6.  Parking;  no  open  parking  permitted.  Automobile 
servicing  for  official  vehicles  permitted 
provided  such  services  are  entirely  within  an 
enclosed  structure. 

7.  Access:  may  be  provided  from  New  Sudbury  Street 
and  from  New  Congress  Street  by  right  turn  only, 
but  not  within  100'  of  the  southerly  sideline  of 
New  Sudbury  Street. 

8.  Loading  Bays:  at  least  3  loading  bays  shall  be 
provided. 
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Parcel  6t 

A.  Permitted  Uses 

This  parcel  shall  be  devoted  to  public  office  and 
institution, 

B,  Building  Requirements 

1,  Floor  Area  Ratio:   not  to  exceed  eight. 

2,  Building  Coverage:   not  applicable. 

3,  Height:   not  to  exceed  140'  or  to  be  less 
than  100'  above  elevation  34.0' 

4,  Setback:   not  applicable. 

5,  Building  Envelope:   east  facade  of  building 
must  form  an  effective  visual  enclosure  to 
Dock  Square. 

6,  Parking:   no  open  parking  permitted.   Enclosed 
parking  permitted  below  elevation  of  Government 
Center  Plaza  as  it  abuts  upon  Parcel  6.  Auto- 
mobile servicing  for  official  vehicles  permitted 
provided  such  services  are  entirely  within  an 
enclosed  structure. 

7,  Access:   for  parking  and  loading  by  right  turn 
only  from  New  Congress  Street, 

8,  Loading  Bays:   at  least  5  loading  bays  shall  be 
provided. 
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Parcel  7; 

A.  Permitted  Uses 

Parcel  7  may  be  subdivided  by  the  Authority,  and  for  each 
sub-parcel  the  principal  use  may  be  transient  housing  and/or 
office . 

B.  Building  Requirements 

1.  Floor  Area  Ratio:   not  to  exceed  eight. 

2.  Building  Coverage:   not  applicable. 

3.  Height:   not  to  be  less  than  65'  or  more  than  85' 
above  elevation  34.0'  for  that  portion  of  the  parcel 
lying  south  of  the  southerly  sideline  of  West  Hanover 
Street;  not  more  than  200  ft.  above  elevation  34.0' 
for  remainder  of  parcel. 

4.  Setback:   no  setbacks  allowed  on  New  Congress  Street 
and  Dock  Square. 

5.  Building  Envelope:  Entire  frontage  on  New  Congress 
Street  must  be  arcaded  for  pedestrian  traffic.  An 
easement  on  grade,  with  a  vertical  clearance  of  not 
less  than  14 '6"  must  be  provided  for  West  Hanover 
Street.  Appropriate  provision  shall  be  made  for  the 
passage  of  pedestrians  through  the  building  from 
Union  Street  to  New  Congress  Street. 

6.  Parking:   not  less  than  three  enclosed  parking  spaces 
for  every  four  guest  rooms  of  any  transient  housing 
facility  must  be  provided.   Not  more  than  50  open 
parking  spaces  may  be  provided.   Open  parking  not 
permitted  along  New  Congress  or  New  Sudbury  Street 
frontages.   Automobile  servicing  permitted  provided 
such  services  are  entirely  within  an  enclosed  structure. 

7.  Access;   for  parking  and  loading,  from  West  Hanover 
Street  and  Union  Street  only. 
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Parcel   8t 

A,  Permitted  Uses 

This  parcel  shall  be  devoted  to  general  office  uses. 

B,  Building  Requirements 

1.  Floor  Area  Ratio:   not  to  exceed  25. 

2.  Building  Coverage:   not  applicable. 

3.  Height:   not  to  be  less  than  360'  or  more  than  500' 
above  elevation  34.0'. 

4.  Setback:   no  setback  permitted  on  Parcel  11  frontage. 
Setback  of  at  least  50'  from  State  Street  must  be 

provided,  which  setback  area  must  be  attractively  , 

planted  with  large-scale  trees  of  at  least  8-10"  I 

caliper  and  which  must  be  open  to  the  public. 

5.  Building  Envelope:   not  applicable.  i 

6.  Parking:   no  open  parking.   Enclosed  parking  permitted 

below  Government  Center  Plaza  level  as  it  abuts  upon  i 

Parcel  8.  j 

7.  Access:   for  loading  and  parking,  from  New  Congress 

Street.   Must  be  more  than  60'  frcsn  the  northerly  j 

sideline  of  State  Street.   In  addition,  an  off-street  ' 

passenger  discharge  area  on  the  State  Street  frontage, 
no  closer  than  60'  from  the  westerly  sideline  of  New 
Congress  Street,  must  be  provided. 
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Parcel   9; 

A,  Permitted  Uses 

1.  Parcel  9  may  be  subdivided  by  the  Authority  and  for 
each  sub-parcel,  the  principal  use  shall  be  general 
office, 

B.  Building  Requirements 

1,  Floor  Area  Ratio:  not  to  exceed  eight. 

2,  Building  Coverage:   no  building  having  a  height  of  more 
than  12'  shall  be  constructed  on  that  portion  of  Parcel 

9  which  is  west  of  a  line  created  by  ejctending  a  straight 
line  from  the  northwest  corner  of  Parcel  9  to  the  south- 
west corner  of  Parcel  9, 

3,  Height:   that  portion  within  50 »  of  the  northerly  parcel 
line  must  be  built  to  elevation  to  match  the  existing 
cornice  line  of  the  Sears  Crescent  (65'  above  elevation 
34.0'). 

4,  Setback:  no  setback  permitted  along  full  frontage  on 
Government  Center  Plaza. 


5.  Building  Envelope:  must  be  built  to  uniform  height  i 
along  full  length  of  northern  parcel  frontage  on  ! 
Government  Center  Plaza.  If  required  by  the  Authority,  ! 
an  easement  through  Parcel  9  shall  be  provided  to 

accommodate  loading  access  to  1  Court  Street.  I 

6.  Parking:   no  open  parking.   Enclosed  parking  permitted 
below  Government  Center  Plaza  level  as  it  abuts  upon 
the  Parcel, 

7.  Access:   for  parking  and  loading,  from  New  Congress  Street 
under  Government  Center  Plaza  level. 
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Parcel   10 

A,  Permitted  Uses 

Parcel  10  may  be  subdivided  by  the  Authority  and  for  each 
sub-parcel  the  principal  use  shall  be  general  office.   See 
Chapter  IV,  Section  404,  for  standards  and  controls  on 
that  portion  of  Parcel  10  which  may  be  rehabilitated, 

B.  Building  Requirements 

1.  Floor  Area  Ratio:   not  to  exceed  eight. 

2.  Building  Coverage:   restrictions  not  applicable. 

3.  Height:   to  match  existing  cornice  line  of  Sears 
Crescent  (65*  above  elevation  34.0'). 

4.  Setback:   no  setback  permitted  on  full  frontage  on 
Court  Street  for  first  two  floors.   No  setback  permitted 
for  entire  frontage  on  Government  Center  Plaza. 

5.  Building  Envelope:   controls  not  applicable. 

6.  Parking:   no  open  parking.   Enclosed  parking  permitted 
below  the  Government  Center  Plaza  level  as  it  abuts 
upon  the  Parcel. 

7.  Access:  for  loading  and  parking,  from  Franklin 
Avenue  or  New  Congress  Street  under  Government  Center 
Plaza  level. 

8.  Storage:  no  open  air  storage,  temporary  or  permanent, 
of  materials  for  use  in  or  refuse  from  Parcel  10  shall 
be  permitted  on  Franklin  Avenue  or  Franklin  Avenue 
frontage, 

9.  An  easement  with  a  diameter  of  at  least  60'  and  a 
vertical  clearance  of  at  least  14 •6"  shall  be  provided 
as  a  vehicular  turn-around  for  vehicles  entering 
Franklin  Avenue,  unless  alternate  means  of  access 

are  provided  for  Parcel  10  and  17  Court  Street,  which 
means  of  access  are  satisfactory  to  the  Federal 
Government  (if  it  then  ovirns  17  Court  Street)  and  to 
the  Authority. 
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Parcel  11 


A.  Permitted  Uses 

This  parcel  shall  be  devoted  to  public  open  space. 

B.  Requirements 

1.  No  structures  or  landscaping,  which  might  block  access, 
light,  or  air  shall  be  placed  within  75'  of  Parcel  5, 
except  with  the  consent  of  the  owners  of  Parcel  5. 

2.  Easement  for  New  Congress  Street  beneath  the  Plaza 
\d.th  a  minimum  vertical  clearance  of  lk'6"  must  be 
provided . 

3.  The  following  easements  shall  be  provided  if  required 
by  the  Authority: 

a.  For  underground  loading  for  Parcels  6,  8,  9, 
10,  1  Court  Street,  and  17  Court  Street. 

b.  For  basement  for  Parcel  6. 

c.  For  utilities. 

d.  For  parking  beneath  the  Plaza. 
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Parcel   12 

A,  Permitted  Uses 

Parcel  12  may  be  subdivided  by  the  Authority,  and  for  each 
subparcel  the  principal  use  shall  be  general  office, 

B.  Building  Requirements 

1,  Floor  Area  Ratio:   not  to  exceed  eight. 

2,  Building  Coverage:   maximum  coverage  of  parcel  will 
1   be  encouraged. 

3,  Height:   not  to  be  less  than  75'  or  more  than  125* 
above  elevation  34.0'. 

4,  Setback:   no  setback  permitted  along  full  frontage 
of  Cambridge  Street. 

5,  Building  Envelope:   must  be  built  at  uniform  height 
along  parcel  frontage  on  Cambridge  Street.   A  pedestrian 
way  with  a  minimum  vertical  clearance  of  12'  and  minimum 
width  of  45'  from  Cambridge  Street  level  (43.0')  to 
Pemberton  Square  level  (63,0')  must  be  provided  with 
Parcel  12.   Ground  floor  on  Cambridge  Street  level  must 
be  arcaded  for  pedestrian  use  for  full  length  of 
Cambridge  Street  frontage, 

6,  Parking:   no  open  parking  permitted.   No  parking  permitted 
above  Cambridge  Street  elevation  on  Cambridge  Street 
frontage, 

7,  Access:   for  parking  and  loading,  from  Cambridge  Street, 
but  not  within  600'  of  the  intersection  of  the  easterly 
sideline  of  Somerset  Street  and  the  southerly  sideline 
of  Cambridge  Street,  and/or  from  Somerset  Street,  but 
not  within  65'  of  the  southerly  sideline  of  Cambridge 
Street. 
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Parcel  13 

A.  Permitted  Uses 

Parcel  13  may  be  subdivided  by  the  Authority 
and  for  each  subparcel  the  principal  use  shall 
be  general  office. 

B.  Building  Requirements 

1.  Floor  Area  Ratio:  not  to  exceed  ten. 

2.  Building  Coverage:  not  applicable. 

3.  Height:  not  to  be  less  than  65'  nor 
more  than  85'  above  elevation  3^«0' 
within  75  feet  of  Faneuil  Hall  Square 
frontage.  Not  more  than  13O'  above 
elevation  34.0'  for  remainder  of  parcel. 

h.     Setback:   no  setback  permitted. 

5.  Building  Envelope:  appropriate  pedestrian 
arcades  shall  be  provided. 

6.  Parking:  no  open  parking.  Enclosed 
parking  permitted  below  Government  Center 
Plaza  level  as  it  abuts  upon  Parcel  I3. 

7 .  Access :  for  parking  and  loading  from 
^  Faneuil  Hall  Square  only. 
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Parcel  14 

A,  Permitted  Uses 

This  parcel  may  be  subdivided  by  the  Authority,  and  for 
each  subparcel  the  principal  use  shall  be  general  business < 

B.  Building  Requirements 

1.  Floor  Area  Ratio:   not  to  exceed  6. 

2.  Building  Coverage:   restrictions  not  applicable  but 
maximum  coverage  of  parcel  will  be  encouraged. 

3.  Height:   not  to  be  less  than  40'  nor  more  than  70* 
from  pavement  to  cornice  line. 

4.  Setback:   no  setback  on  Faneuil  Hall  Square  frontage. 

5.  Building  Envelope:   not  applicable. 

6.  Parking:   no  open  parking.  Closed  parking  permitted 
<j       below?  grade, 

7.  Access:   for  parking  or  loading  from  Corn  Court  only. 
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Parcel   15 

A,  Permitted  Uses 

This  parcel  shall  be  devoted  to  general  business  uses.  The 
principal  use  may  be  a  service  establishment. 

B,  Building  Requirements 

1.  Floor  Area  Ratio:   not  to  exceed  six. 

2.  Building  Coverage:   not  applicable. 

3.  Height:   not  to  be  less  than  45'  or  more  than  75'  above 
elevation  34.0'  for  that  portion  fronting  on  New  Chardon 
and  Market  Streets;  balance  of  parcel  may  be  not  less 
than  12'  or  more  than  75'  above  elevation  34.0*. 

4.  Setback:   no  setback  permitted  along  full  frontage  of 
New  Chardon  Street . 

5.  Building  Envelc^ie:   must  be  built  at  uniform  height 
along  all  frontages. 

6.  Parking:   not  less  than  4  enclosed  parking  spaces  must 
be  provided. 

7.  Access:   for  parking  and  loading  from  Canal  and  Marli^t 
Streets  only. 
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SECTION  303:   NOT  TO  BE  ACQUIRED  PROPERTIES 


The  six  (6)  buildings  which  are  designated  not  to  be 
acquired  are  in  good  structural  condition,  are  not 
needed  for  public  improvements,  and  are  or  can  be  made 
compatible  with  the  Plan  and  its  design  objectives. 
To  the  extent  that  a  building  is  not  presently  compatible 
with  the  Plan,  agreements  will  be  entered  into  between 
the  Authority  and  the  owner ,  providing  for  whatever  work 
is  needed  to  make  it  so  ccxnpatible  and  subjecting  the 
property  to  the  continuing  controls  of  the  Plan.   Where 
the  owner  of  such  a  structure  refuses  to  enter  into  such 
an  agreement  or  fails  to  carry  out  the  required  improve- 
ments within  the  time  provided  in  the  agreement,  the 
property  will  be  subject  to  the  eminent  domain  powers  of 
the  Authority,  The  objectives  set  forth  in  Chapter  II, 
the  General  Requirements  in  Chapter  III,  Section  302A, 
and  the  General  Standards  for  Rehabilitation  in  Chapter 
IV,  Section  404  (insofar  as  appropriate)  shall  apply  to 
these  properties,  as  well  as  the  more  specific  controls 
and  restrictions  set  forth  belov/. 
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A,   10  Tremont  Street  (Block  289  -  Parcel  1) 

1,  For  the  existing  building: 

a.  Permitted  Uses 

This  parcel  shall  be  devoted  to  general  office  uses. 

b.  Building  Requirements 

(1)  All  visible  facades  of  the  building  shall  be 
treated  and  maintained  in  such  a  manner  as  to 
conform  to  the  controls  and  objectives  of  the 
Plan. 

(2)  The  height  of  this  building  shall  not  be  greater 
than  that  which  exists  on  the  date  the  Urban 
Renewal  Plan  is  approved  by  the  City  Council, 

2.  If  the  existing  structure  should  be  destroyed  or  demolished, 
the  following  controls  shall  apply: 

a.  Permitted  Uses 

This  parcel  shall  be  devoted  to  general  office  uses. 

b.  Building  Requirements 


(1 
(2 
(3 

(4 

(5 

(6 
(7 


Floor  Area  Ratio:   not  to  exceed  10. 

Building  Coverage:   not  applicable. 

Height:   not  to  be  less  than  75'  or  more  than 
120 »  above  elevation  34.0'. 

Setback:   no  setback  on  Tremont  or  Court  Street 
frontages. 

Building  Envelope:   must  be  built  at  uniform 
height  along  full  lengths  of  street  frontages. 

Parking:   no  parking  permitted. 

Access:   not  applicable. 
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B.   17  Court  Street  (Block  140,  Parcel  7),  Veterans  Administration 

Building 

1.  This  property  is  presently  owned  by  the  Federal  Government 
and  used  for  Governmental  purposes.   All  controls  to  be 
imposed  upon  the  property  while  it  is  in  Federal  ownership 
and  use  shall  be  mutually  agreed  upon  between  the  Authority 
suid  the  Federal  Government . 

a.  Permitted  Uses;  This  parcel  shall  be  devoted  to  public 
office  or  institution. 

b.  Building  Requirements: 

(1)  The  height  of  this  building  shall  not  be  greater 
than  that  which  exists  on  the  date  the  Urban 
Renewal  Plan  is  approved  by  the  City  Council, 

(2)  Access  for  loading  and  unloading  shall  be  from 
Franklin  Avenue  or  New  Congress  Street  under 
Government  Center  Plaza  level. 

2.  If  the  existing  structure  should  be  destroyed  or  demolished, 
the  following  controls  shall  apply: 

a.  Permitted  Uses;  This  parcel  shall  be  devoted  to  public 
or  private  office  uses. 

b,  Btiilding  Requirements; 

(1)  Floor  Area  Ratio;   not  to  exceed  eight. 

(2)  Building  Coverage:   not  applicable. 

(3)  Height:  must  be  built  to  an  elevation  to  match 
the  existing  cornice  line  of  the  Sears  Crescent 
(65«  above  elevation  34.0'). 

(4)  Setback:   no  setback  permitted  on  Court  Street 
or  Government  Center  Plaza  frontages. 

(5)  Building  Envelope:   must  be  built  at  a  uniform 
height  along  full  lengths  of  all  frontages. 

(6)  Parking;   no  open  parking  permitted.   Enclosed 
parking  permitted  below  the  level  of  Government 
Center  Plaza  as  it  abuts  upon  the  Parcel. 

(7)  Access:   for  parking  and  loading,  from  Franklin 
Avenue  or  New  Congress  Street  under  Government 
Center  Plaza  level, 
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C.  1  Court  Street  (Ames  Building)  (Block  l40.  Parcel  6) 

1.  For  the  existing  building: 

a.  Permitted  Uses 

This  parcel  shall  be  devoted  to  general  office  uses. 

b.  Building  Requirements 

(1)  All  visible  facades  of  the  building  shall  be 
treated  and  maintained  in  such  a  manner  as  to 
conform  to  the  controls  and  objectives  of  the 
Plan. 

(2)  The  height  of  this  building  shall  not  exceed 
that  which  exists  on  the  date  the  Urban  Renewal 
Plan  is  approved  by  the  City  Council. 

2.  If  the  existing  structure  should  be  destroyed  or  demolished, 
the  following  controls  shall  apply: 

a.  Permitted  Uses 

This  parcel  shall  be  devoted  to  general  office  uses. 

b.  Building  Requirements 

(1)  Floor  Area  Ratio:  not  to  exceed  10 

(2)  Building  Coverage:  not  applicable 

(3)  Height:  to  match  the  existing  cornice  line  of 
the  Sears  Crescent  (65'  above  elevation  3^«0)« 
But  if  a  structure  on  Parcel  9  tias  been  con- 
structed prior  to  the  demolition  of  the  Ames 
Building,  any  building  constructed  thereafter 
on  this  site  may  be  built  to  the  same  height 
as  that  portion  of  Parcel  9  which  abuts  upon 
the  site. 

(k)     Setback:  no  setback  on  Court  Street  frontage. 

(5)  Building  Envelope:  must  be  built  within  regu- 
lated height  along  full  length  of  street 
frontages . 

(6)  Parking:  no  parking  facilities  permitted. 

(7)  Access:  for  loading,  may  be  shared  with  other 
parcels. 
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D.   6  Bowdoin  Square   (New  England  Telephone  &  Telegraph  Co.) 

(Block  146,  Parcel  14)  (A  portion  of  the 
land  area  only  will  be  acquired.) 

1.  For  the  existing  building: 

a.  Permitted  Uses; 

This  parcel  shall  be  devoted  to  public  utility  uses. 

b.  Building  Requirements 

(1)  The  existing  building  shall  be  rehabilitated  to 
conform  with  the  design  objectives  of  the  Urban 
Renewal  Plan  in  the  following  manner : 

The  southeast  facade  of  the  building  shall  be 
refaced  to  make  it  harmonious  with  the  rest  of 
the  building. 

(2)  The  height  of  this  building  shall  not  be  greater 
than  that  which  exists  on  the  date  of  the  approval 
of  the  Urban  Renewal  Plan  by  the  City  Council. 

(3)  Access:   for  parking  and  loading,  from  Hawkins 
Street  only. 

2.  In  the  event  that  the  New  England  Telephone  and  Telegraph 
Company  vacates  this  parcel  or  the  building  or  buildings 
are  destroyed  or  demolished  by  any  means,  the  use  and 
building  requirements  on  this  parcel  shall  be  as  permitted 
in  Parcel  2,  Section  302,  above,  provided  that  if,  in 

the  event  of  such  destruction  or  d^nolition,  the  New 
England  Telephone  and  Telegraph  Company  chooses  to  replace 
such  building  or  buildings,  it  may  build  such  building 
or  buildings  to  the  same  heights  and  floor  area  ratios  as 
exist  at  the  time  of  such  destruction  or  demolition. 
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E,   Bowkex  Street  (Boston  Edison  Co.)  (Block  131,  Parcel  5) 

1.  For  the  existing  buildings: 

a.  Permitted  Uses 

This  parcel  shall  be  devoted  to  public  utility  uses. 

b.  Building  Requirements 

(1)  All  visible  facades  of  the  building  shall  be 
treated  and  maintained  in  such  a  manner  as  to 
conform  to  the  controls  and  objectives  of  the 
Plan. 

(2)  No  structure  on  this  parcel  shall  exceed  65.0' 
in  height  above  elevation  34.0' » 

(3)  Access  for  loading  and  parking  shall  be  from 
Hawkins  Street  and  Bov/ker  Street  only. 

2.  In  the  event  that  the  Boston  Edison  Company  vacates  the 
existing  buildings,  or  if  they  are  destroyed  or  demolished 
by  any  means,  the  use  and  building  requirements  on  this 
parcel  shall  be  as  permitted  in  Parcel  2,  Section  302, 
above . 
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F.   43  Hawkins  Street  (City  of  Boston  VJelfare  Building  and 

Chardon  Street  Home)  (Block  131,  Parcel  16) 

1,  For  the  existing  buildings: 

a.  Permitted  Uses 

This  parcel  shall  be  devoted  to  public  institutional 
uses. 

b.  Building  Requirements 

(1)  The  height  of  these  buildings  shall  not  be 
greater  than  that  which  exists  on  the  date 
of  the  approval  by  City  Council  of  the  Urban 
Renewal  Plan. 

(2)  Access  for  loading  and  parking  shall  be  from 
Bowker  and  Hawkins  Street  only. 

2,  In  the  event  the  City  vacates  these  structures,  or  they 
are  destroyed  or  demolished  by  any  means,  or  proposed 
to  be  altered  in  any  way,  the  use  and  building  require- 
ments on  this  parcel  shall  be  as  permitted  in  Parcel  2, 
Section  302,  above. 
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C".\PrER  IV:   LAND  ACQUISITION 

SECTION  401:   LAND  ACQUIRED  OR  TO  BE  ACQUIREB 

A.  The  Boston  Redevelopment  Authority  has  acquired  or  will  acquire 
all  properties  as  shown  on  Map  A,    Property  Map. 

B.  In  addition,  street  rights-of-way  will  be  acquired  as  necessary 
to  carry  out  the  Urban  Renewal  Plan  Proposals. 

SECTION  402:   SPECIAL  CONDITIONS  UNLER  WHICH  PROPERTIES  DESIGNATED  FOR 
ACQUISITION  MAY  NOT  BE  ACQUIRED 

A.  50  State  Street,  (Block  97,  Parcel  3)  and  25  Faneuil  Hall  Square 
(Block  97>  Parcel  2),  presently  designated  for  acquisition  and 
integration  into  Disposition  Parcel  13,  may  not  be  acquired  if 
within  18  months  from  the  date  the  Urban  Renewal  Plan  is  approved 
by  the  City  Council,  a  feasible  proposal  for  the  development  of 
the  remainder  of  Parcel  13,  which  does  not  require  the  acquisition 
of  said  parcels,  is  accepted  by  the  Authority  and  if  within  6 
months  thereafter  an  agreement  for  the  disposition  of  said  remain- 
der is  executed. 

In  such  event  the  existing  building  shall  be  rehabilitated  to 
conform  to  both  the  design  objectives  and  the  General  Standards 
for  Rehabilitation  of  the  Urban  Renewal  Plan  (Section  kOk) .     All 
facades,  fence^,  and  exposed  pipes  remaining  after  construction 
is  completed  on  Parcel  13  shall  be  rehabilitated  or  brought  up  to 
a  standard  acceptable  to  the  Boston  Redevelopment  Authority  which 
is  compatible  with  the  architecture  of  Government  Center. 

B.  10  Faneuil  Hall  Square  (Block  98,  Parcel  2)  end  6  Faneuil  Hall 
Square  (Block  98,  Parcel  k)   are  presently  designated  for  acquisi- 
tion and  integration  into  disposition  Parcel  Ik.     However,  if, 
within  18  months  from  the  date  the  Urban  Renewal  Plan  is  approved 
by  the  City  Council,  a  feasible  proposal  for  the  development  of 
Parcel  l4  is  accepted  by  the  Authority  which  does  not  require 

the  acquisition  of  one  or  both  of  these  parcels,  and  a  disposition 
agreement  with  respect  to  Parcel  Ik   is  executed,  then  the  parcel 
or  parcels  not  so  required  will  not  be  acquired. 

In  such  event,  then,  with  respect  to  each  such  parcel  not  to  be 
acquired,  the  existing  building  may  be  retained  for  rehabilitation 
in  accordance  with  the  design  objectives  and  the  general  standards 
for  rehabilitation  of  this  plan.  However,  if  within  three  months 
after  the  disposition  agreement  referred  to  above  is  executed  the 
owner  of  said  parcel  does  not  present  a  feasible  proposal  for  the 
rehabilitation  of  his  property  which  is  approved  by  the  Authority; 
or  if  within  two  months  thereafter  an  agreement  is  not  executed 
providing  for  such  rehabilitation;  or  if  the  rehabilitation  does  not 
proceed  in  accordance  with  such 
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agreement  and  within  the  time  periods  specified  therefor  in 
the  agreement;  then  the  parcel  will  be  acquired  by  the 
Authority.   Upon  such  acquisition,  the  Authority  will  seek  to 
dispose  of  it  to  a  purchaser  willing  to  undertake  such  re- 
habilitation; however,  if  within  four  months  of  such  acquisi-. 
tion  by  the  Authority  a  feasible  proposal  for  such  rehabilita- 
tion is  not  presented  to  and  approved  by  the  Authority,  or  if 
within  two  months  thereafter  a  disposition  agreement  providing 
for  such  rehabilitation  is  not  executed,  the  parcel  will  be 
cleared  by  the  Authority  and  made  available  for  use  as  provided 
for  Parcel  14  under  Section  302B  hereof. 

SECTION  403:   SPECIAL  CONDITIONS  UM)ER  WHICH  PROPERTIES  NOT  DESIG 
NATED  FOR  ACQUISITION  MAY  BE  ACQUIRED 

A,  The  xolT owing  properties  though  not  proposed  now  to  be  acquired 
may  be  acquired  if  necessary  to  achieve  the  objectives  of  the 
Urban  Renewal  Plan  (see  Section  303  hereof). 

1.  10  Tremont  Street  (Block  289,  Parcel  1). 

2.  17  Court  Street  (Veterans  Administration)  (Block  140, 
Parcel  7) . 

3.  1  Court  Street  (Ames  Building)  (Block  140,  Parcel  6). 

4.  6  Bov^doin  Square  (New  England  Telephone  and  Telegraph 
Company)  (Block  146,  Parcel  14).   A  portion  of  Block  146, 
Parcel  14,  in  any  event,  will  be  acquired.  (See  Property 
Map.) 

5.  Bowker  Street  (Boston  Edison  Company)  (Block  131,  Parcel  5). 

6.  43  Hawkins  Street  (City  of  Boston)  (Block  131,  Parcel  6). 

B.  The  following  properties,  though  not  proposed  now  to  be 
acquired,  will  be  acquired  if  they  are  not  rehabilitated  in 
accordance  with  Standards  and  Procedures  set  forth  in 
Sections  404  and  405  hereof: 

Block  98,  Parcels  1,  5  and  6. 
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SECTION  kOk:      GENERAL  STANDARDS  FOR  REH^^-BILITATIOH 

A.  Purpose 

The  purpose  of  these  standards  is  to  assure  that  the 
following  objectives  are  achieved: 

1.  That  the  property  will  be  rehabilitated  to  its  highest 
and  best  use  consistent  with  its  location. 

2.  That  the  interior  of  the  building  will  be  modern  and 
useful,  will  attract  desirable  tenants,  and  that  all  work 
and  facilities  will  comply  with  applicable  City  of  Boston 
Building  Codes  and  regulations. 

3.  That  the  exterior  of  the  building  will  reflect  such 
historic  and  architectural  values  as  are  appropriate  to  the 
building  and  its  environment. 

B.  Consideration  of  Rehabilitation  Proposals 

There  is  no  intent  to  use  the  controls  and  restrictions  which 
follow  to  limit  or  discourage  unduly  an  imaginative  and  sen- 
sitive plan  of  alterations  adequately  satisfying  the  objec- 
tives of  the  Urban  Renewal  Plan.   (See  Chapter  II,  Section 
205).  Rehabilitation  proposals  consistent  with  the  objectives 
of  these  controls  and  restrictions  will  be  acceptable  if 
adequately  documented  with  complete  architectural  renderings 
of  all  aspects  of  the  building,  outline  specifications  for  all 
new  construction,  drawings  of  typical  external  details, 
analyses  showing  the  relationship  between  proposals  and  the 
various  historical  epochs  of  the  building,  and  material  giving 
assurances  as  to  the  nature  and  terms  of  years  of  building 
occupancies  and  uses  proposed.  Rehabilitation  proposals  will 
be  reviewed  by  the  Boston  Redevelopment  Authority,  with  the 
aid  of  competent  historical  advice,  where  applicable,  against 
the  criteria  in  this  section  of  the  Urban  Renewal  Plan  as 
well  as  such  criteria  as  may  be  derived  from  additional  back- 
ground architectural  and  historical  tlocjmentation  available 
to  the  Authority.  - 

C.  Permitted  Uses 

The  parcels  shall  be  devoted  to  general  business  or  general 
office  uses,  as  specified  in  Section  kO^   hereof.  Establishments 
having  a  relation  to  the  historical  and  architectural  traditions 
of  the  area  will  be  given  preference. 
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D.  Interior  Remodeling  and  Spatial  Arrangement 

The  interior  floors,  walls,  ceilings,  doors  and  door 
frcUTies,  window  frames,  stairs  and  other  interior 
details  shall  be  rearranged  as  required  and  rehabili- 
tated to  a  safe  and  useable  condition,  suitable  and 
desirable  for  the  use  intended. 

E.  Structural  Standards 

The  foundations,  exterior  and  interior  bearing  v^alls, 
party  and/or  fire  walls,  colvonns,  floor  and  roof 
framing  members  shall  be  rehabilitated  as  necessary 
so  as  to  be  structurally  sound  and  fulfill  the  struc- 
tural requirements  for  the  permitted  uses. 

F.  Mechanical  Equipment  and  Facilities 

All  mechanical  and  sanitary  equipment  and  facilities 
including  but  not  necessarily  restricted  to  lighting 
and  electrical  service,  heating,  venting  and  air- 
conditioning,  plumbing,  toilets  and  elevators,  shall 
be  rehabilitated  to  a  safe  and  useable  condition, 
unless  existing  equipment  and  facilities  are  of  such 
condition  that  they  are  not  repairable,  in  which  instance 
they  shall  be  replaced  or  installed  as  appropriate. 

G.  Protection  from  Elements 

1.  The  roof,  walls,  foundations,  gutter^,  drains,  and 

:£  details  around  all  wall  openings  shall  be  rehabilitated 
as  appropriate  so  that  all  interior  spaces  will  be 
free  of  leaks  and  dampness . 

2.  Contemporary  flashing  and  damp-proofing  shall  be 
installed  at  all  critical  points  for  the  protection 
of  exterior  walls  and  roofs;  and 

3.  Weather  proof ings  shall  be  accomplished  in  a  manner 
consistent  with  the  architectural  and  historical 
motif  of  the  structure. 

H.   Exterior  Facades  and  Roofs 

1,   All  appropriate  facades  of  the  building  shall  be 

rehabilitated  or  brought  up  to  a  standard  acceptable 
to  the  Boston  Redevelopment  Authority  which  is  com- 
patible with  the  architecture  of  the  Government  Center 
area. 
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2.  In  general,  exterior  facades  are  to  be  rehabilitated  in  a 
manner  consistent  with  the  architectural  tradition  and 
stylistic  motif  of  the  area  without  detracting  from  the 
contemporary  and  future  usefulness  and  soundness  of  the 
building.   Whereas  the  existing  building  may  represent 
the  accretions  of  several  different  occupancies  and 
cultural  epochs,  the  altered  design  should  choose  and 
articulate  some  consistent  architectural  interpretation 
of  the  building's  past,  present,  and  future  functions  and 
conditions. 

3.  No  air-conditioning,  ventilating  or  other  mechanical  or 
electrical  equipment,  except  lighting  fixtures  may  projec" 
beyond  the  masonry  face  of  exterior  walls  except  by 
specific  approval  of  the  Boston  Redevelopment  Authority, 

4.  All  non-functioning  or  non-useable  mechanical  equipment 
(and  housing  for  same),  vents,  flues  and  chimney  shall  be 
demolished  and  removed.   The  only  new  structure  above  the 
present  room  to  be  permitted  will  be  housings  for  mechan- 
ical equipment  and  these  must  be  of  a  design,  detail,  size 
material  and  v^orkmanship  in  harmony  with  the  historical 
and/or  contemporary  motifs  of  the  building. 

5.  The  height  of  the  building  shall  remain  the  same  as  at  tlj 
time  of  approval  of  the  Plan.   All  roofs  and  roof  struc- 
tures visible  from  streets,  open  spaces,  or  nearby 
buildings  shall  be  repaired  or  replaced  with  matching 
design  and  materials  and/or  finish  appropriate  to  the 
architectural  history,  and  stylistic  motif  of  the  struc- 
ture. 

6.  No  fire  escapes  shall  be  permitted  on  facades  fronting 
Government  Center  Plaza,  State  Street,  Court  Street  or 
Faneuil  Hall  Square. 

I.   Signs  and  Advertising 

1.  No  flashing  electrical  signs  may  be  used;  and 

2.  In  general,  all  other  controls  and  restrictions  of  the 
Urban  Renewal  Plan  pertaining  to  fixed  signs  and  adver- 
tising apply  to  these  buildings.   Exceptions  for  special 
heraldic  devices  and  symbols,  hanging  signs,  or  mechanical 
signs  may  be  submitted  to  and  approved  by  the  Boston 
Redevelopment  Authority  if  these  can  be  shown  to  relate 
to  the  historical  traditions  of  which  the  building  is  a 
symbol.   Fixed  signs,  advertising,  and  heraldic  devices 
shall  be  approved  on  the  basis  of  the  entire  facade 
structures,  rather  than  for  individual  occupancies. 
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J.   storage  Requirements 

No  open  air  storage,  temporary  or  permanent,  of  materials  for 
use  in  or  refuse  from  buildings  designated  for  rehabilitation 
shall  be  permitted  on  Government  Center  Plaza  or  Faneuil  Hall 
Square  frontages. 

K.   Parking 

ITo  open  parking  will  be  permitted. 

L,   Codes  and  Ordinances 

The  building  shall  comply  with  all  applicable  codes  and 
ordinances  of  the  City  of  Boston. 
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SECTION  U05:   SPECIFIC  STMDjt^-RrS  AND  PROCEDURES  FOR  REHABILITATION 

In  addition  to  the  General  Standards  for  Rehabilitation  set  forth 
above  under  Section  kok,   the  following  standards  and  procedures 
are  applicable  to  specific  buildings: 

A.  Block  1^1,  Parcels  1,  h,    and  3  (The  Sears  Building) 

The  Sears  Building  is  proposed  for  rehabilitation  in  order 
to  preserve  it  as  an  historic  and  architectural  landmark. 
However,  if  after  a  period  of  9  months  from  the  approval  of 
the  Plan  by  the  City  Council,  a  feasible  proposal  for  the 
rehabilitation  of  this  property  in  accordance  with  such 
standards  has  not  been  approved  by  the  Authority,  or  if, 
after  a  period  of  15  months  from  said  approval  date  a 
disposition  agreement  providing  for  such  rehabilitation  has 
not  been  executed,  the  property  will  be  cleared  and  made 
available  for  uses  as  provided  for  Parcel  10  under  Section 
302(B)  hereof.  Specific  standards  and  controls  are  as 
follows : 

1.  Permitted  Uses :  This  parcel  shall  be  devoted  to  general 
office  uses. 

2.  Interior  Remodelling  and  Spatial  Arrangement; 

Interior  partitions,  corridors,  and  vertical  circulation 
elements  shall  be  re -arranged  as  required  to  suit  the 
uses  intended,  except  that  the  internal  subdividison  of 
space  shall  in  no  way  destroy  the  external  effect  of 
small  scale  rhythm  of  wall  openings.   Subdivision  of  the 
ground  floor  shall  preserve  the  potential  for  a  number 
of  tenants  and  entrances  on  that  level. 

3.  Structural  Standards:   Such  structural  improvements 
shall  not  be  allowed  to  alter  the  intrinsic  architectural 
qualities  of  the  northern  facade  facing  Government  Center 
Plaza;  columns  and  structural  millions  on  the  ground 
floor  northern  facade  should  be  clarified  as  a  system  in 
such  a  w^ay  as  to  improve  the  small-scale  rhythm.  This  work 
shall  take  care  to  relate  the  rehabilitated  appearance  of 
structural  members  to  the  traditions  of  the  building, 
recognizing  that  the  existing  system  before  rehabilitation 
is  an  accumulation  of  several  architectural  epochs. 
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Exterior  Facades  and  Roof ; 

a.  All  exterior  walls  shall  be  of  materials  consistent 
with  the  architectural  traditions  and  stylistic 
motif  of  the  building.   If  the  rear  facade  (southern) 
is  to  be  left  exposed,  it  shall  be  rehabilitated  in 

a  condition  of  similar  quality  to  that  predominating 
on  the  northern  facade; 

b.  All  architectural  details  and  wall-opening  frames 
associated  with  exterior  windows,  doors,  other  wall 
openings,  cornices,  parapets,  chimneys,  dormers, 
stoops,  rails,  and  balconies  shall  be  rehabilitated 
consistently  throughout  the  building  in  respect  to 
the  use  of  similar  materials  and  styles,  and  this 
rehabilitation  shall  relate  to  the  architectural 
traditions  and  stylistic  motif  of  the  structure. 
Any  alteration  in  the  location  and  sizes  of  exterior 
wall  openings  shall  be  made  with  a  careful  effort  to 
preserve  the  traditional  scale  and  rhythms  of  the 
facade; 

c.  Rehabilitated  infillings  of  all  wall  openings, 
including  window  sash  and  lights,  doors,  and  other 
details  shall  be  consistent  materials  and  style 
throughout  the  upper  floors,  designed  to  suit  the 
intended  uses  of  these  floors  and  to  sensitively 
relate  to  the  historical  motif.   Window  sash  and 
lights,  doors,  and  other  infillings  of  wall  opening? 
on  the  ground-floor  shall  relate  to  the  different 
occupancies,  but  the  organization  of  the  whole  lengtl. 
of  the  ground-floor  facade  shall  meet  an  approved 
standard  of  harmony  in  respect  to  materials,  colors, 
detail,  scale  and  style  of  elements; 

d.  If  the  rear  (southern)  facade  of  the  building  is 
left  exposed  to  view,  existing  structures  for 
required  egress  shall  be  replaced  with  fire  escapes 
or  fire  towers  of  materials  harmoniously  related  to 
the  dominant  materials  and  stylistic  character  of 
the  building,  thus  rendering  the  rear  facade  attrac- 
tive from  all  points  of  view. 

e.  None  of  these  controls  and  restrictions  shall  be 
construed  as  permitting  such  refurbishing  of  exterior 
facades  as  to  bely  the  age  and  traditions  of  the 
building.   Any  work  of  cleaning,  re-pointing  of 
masonry,  painting,  or  introduction  of  materials 
should  take  care  to  express  the  fact  of  the  build- 
ing's age  and  historical  associations. 
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5.  Storage  Requirements 

No  open  air  storage,  temporary  or  permanent,  of  materials 
for  use  in  or  refuse  from  Parcel  10  shall  be  permitted 
<.i        on  Franklin  Avenue  or  Franklin  Avenue  frontage. 

6.  Access 

Access  for  loading  and  parking  shall  be  from  Franklin 
Avenue  only. 

B.   Block  98,  Parcels  1,  5  and  6 

These  parcels  are  proposed  for  rehabilitation  in  accordance 
with  standards  set  forth  in  Section  404  hereof,  in  order  to 
provide  an  environment  appropriate  to  their  setting  as  a 
link  between  Faneuil  Hall  Square  and  the  Government  Center 
Plaza.   Hoivever,  if  within  9  months  after  approval  of  the 
Plan  by  the  City  Council,  any  owner  of  any  of  the  said 
parcels  does  not  present  a  feasible  proposal  for  the  rehab- 
ilitation of  his  property  which  is  approved  by  the  Authority 
and  execute  an  agreement  providing  for  such  rehabilitation; 
or  if  the  rehabilitation  does  not  proceed  in  accordance  with 
such  agreement  and  within  the  time  periods  specified  there- 
for in  the  agreement,  then  the  property  will  be  acquired  by 
the  Authority.   Upon  such  acquisition,  the  Authority  will 
seek  to  dispose  of  it  to  a  purchaser  willing  to  undertake 
such  rehabilitation.   However,  if  within  9  months  of  such 
acquisition  by  the  Authority,  a  feasible  proposal  for  such 
rehabilitation  is  not  presented  to  and  approved  by  the 
Authority,  and  a  disposition  agreement  providing  for  such 
rehabilitation  executed,  the  parcel  will  be  cleared  by  the 
Authority  and  made  available  for  uses  as  provided  for  Parcel 
14  under  Section  302  (B)  hereof.   Specific  standards  and 
controls  are  as  follows: 

1,  Permitted  Uses;   These  parcels  shall  be  devoted  to 
general  business  uses. 

2.  Access;   Access  for  loading  shall  be  from  Merchant 'f. 
Row  or  Corn  Court  only. 
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CHAPTER  V:   RELATIONSHIP  OF  PLAN  TO  DEFINITE  LOCAL  OBJECTIVES 

S^:CTION  501:   CONFORMITY  TO  GENERAL  PLAN 

The  Urban  Renewal  Plan  is  in  conformity  with  the  General  Plan  for 
the  City  of  Boston,  as  established  by  the  Boston  City  Planning 
Board,  the  predecessor  of  the  Boston  Redevelopment  Authority.   The 
proposed  actions,  land  use,  thoroughfares  and  public  and  private 
facilities  to  be  provided  are  all  in  accordance  with  General 
Planning  Proposals  for  downtown  Boston  auid  their  relationship  with 
the  rest  of  the  city.  The  Project  in  effect  will  help  to  carry  out 
the  General  Plan  insofar  as  it  affects  that  area  of  the  city.   There 
is  also  conformity  with  the  Program  for  Commutjity  Improvements  since 
the  General  Plan  and  the  General  Plan  for  the  Central  Business 
District  are  key  elements  of.   that  program. 

SECTION  502:   RELATIONSHIP  TO  DEFINITE  LOCAL  OP-JECTIVES 

A.  Land  Use 

The  Project  plans  will  help  achieve  the  local  objectives 
of  providing  new  and  improved  office  space,  both  public  and 
private,  in  downtown  Boston.   The  office  space  will  be 
supported  by  accessory  uses  including  retail  and  service 
establishments,  parking  and  transient  facilities.   In 
addition  to  the  stated  objectives  directed  at  the  regenera- 
tion of  the  commercial  center  of  the  city  through  the 
development  of  a  new  Government  Center,  the  construction 
of  new  commercial  office  buildings,  and  the  replacement  of 
the  obsolete  street  pattern  with  an  efficient  system  of 
thoroughfares,  the  present  Urban  Renewal  Plan  will  help 
achieve  the  local  objective  to  develop  this  area's  potential 
as  tourist  attraction  through  the  improvement  of  pedestrian 
access  to  these  areas  and  their  linlvage  with  the  new 
Government  Center  via  an  improved  "Freedom  Trail." 

B,  Traffic  Improvements 

The  plan  will  enable  the  obsolete  and  inefficient  street 
system  to  be  reshaped  in  keeping  with  traffic  and  parking 
requirements  for  the  new  improvements  within  the  project 
and  will  provide  sufficient  off-street  loading  throughout 
the  project.   It  will  thus  meet  the  local  objective  of 
reducing  congestion,  reducing  accidents,  and  providing 
suitably  located  parking  areas. 


page  51 


C.  Improvement  of  Public  Utilities 

The  Urban  Renewal  Plan  proposes  the  relocation,  abantfcnment 
or  replacement  of  all  existing  but  sub-standard  vinderground 
public  utilities  with  new  underground  lines  adequate  in 
capacity  and  flow  and  in  conformance  with  local  standards. 

D.  Improvement  of  Public  Transportation 

The  subway  transportation  facilities  of  the  Metropolitan 
Transit  Authority  will  be  improved  by  the  provision  of  a 
new  loop  immediately  north  of  the  Scollay  Square  Station. 
This  loop  will  provide  a  quick  auid  efficient  turnaround  for 
cars  serving  the  Scollay  Station  and  thereby  will  permit 
the  Metropolitan  Transit  Authority  to  provide  more  service 
to  Scollay  Square,  as  will  be  necessitated  by  the  project. 

E.  Recreation  and  Community  Facilities 

The  Plan  will  provide  a  linked  system  of  public  open  spaces 
within  the  project  which  will  facilitate  pedestrian  access 
and  heighten  the  appeal  of  the  new  buildings.   This  goal 
has  long  been  an  important  part  of  the  planning  objectives 
for  the  area. 
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CHAPTER  VI:   ZONING 

SECTION  601:   IDENTIFICATION  OF  DISTRICT  CHANGES 

Presently,  almost  all  the  Project  Area  is  zoned  for  General 
Business  (B-155),   One  exception  is  an  irregular  area,  bounded 
approximately  by  Merrimac  Street,  Pitts  Street,  Hawkins  Street 
extended  and  Sudbury  Street,  which  is  zoned  for  industry  (1-155). 
The  other  exception  is  a  small  area  in  the  block  bounded  by 
Staniford  Street,  Green  Street  and  Cambridge  Street  which  is 
zoned  for  Local  Business  (L-155).   Both  of  these  areas  are  proposed 
to  be  changed  to  General  Business  (B-155),  as  shown  on  the 
Existing  and  Proposed  Zoning  Map. 

SECTION  602:   TIMING  OF  ZONING  CHANCES 

The  zoning  changes  are  anticipated  to  take  place  after  approval 
of  the  Plan  by  the  Boston  City  Council, 
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CHAPTER  VII:   REDEVELOPER ' S   OBLIGAT  IONS 

SECTION  701:   DESIGN  CONTROLS 

Redevelopment  and  rehabilitation  of  land  in  the  Project  Area 
s-iall  be  made  subject  to  the  regulations  and  controls  specified 
in  this  Plan,   The  purpose  of  such  regulations  and  controls  is 
to  assure  the  renewal  of  the  Area  will  conform  to  the  planning 
and  design  objectives  of  the  Urban  Renewal  Plan.   It  is  therefore 
the  obligation  of  all  redevelopers  not  only  to  comply  with  these 
controls  but  also  to  familiarize  themselves  with  the  overall  Urban 
Renewal  Plan  and  to  prepare  development  or  rehabilitation  proposals 
v;hich  are  in  harmony  with  the  Plan.   All  such  proposals  will  be 
subject  to  design  review,  comment  and  approval  by  the  Boston 
Redevelopment  Authority  prior  to  land  disposition  and  prior  to 
commencement  of  construction.   In  addition  to  assuring  compliance 
with  the  specific  controls  set  forth  in  Chapter  III,  the  Authority 
will  evaluate  the  quality  and  appropriatenec'e  of  proposed  develop- 
ment with  reference  to  the  general  design  considerations  set 
forth  in  Chapter  II. 

SECTION  702:   OBLIGATION  TO  BUILD 

The  redeveloper  will  be  obliged,  under  the  terms  of  the  disposition 
instrument,  to  carry  out  certain  specified  improvements,  in 
accordance  with  the  Urban  Renewal  Plan,  within  a  reasonable 
period  of  time  as  set  forth  in  the  instrument. 

SECTION  703:   DISPOSITION  OF  PROPERTY  BY  REDEVELOPER 

The  redeveloper  will  not  be  permitted  to  dispose  of  property 
i:  :.til  the  improvements  are  completed  without  the  prior  written 
consent  of  the  Boston  Redevelopment  Authority,  which  consent 
will  not  be  granted  except  under  conditions  that  will  prevent 
speculation  and  protect  the  interests  of  the  City  of  Boston  and 
the  Boston  Redevelopment  Authority. 
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CHAPTER  VIII:  RELOCATION 

SECTION  801.   FAMILIES  TO  BE  DISPLACED 

As  of  October  25,   I96I,  there  were  kkO   families  (including  individual 
householders)  residing  in  the  Project  Area. 

SECTION  802.  RELOCATION  METHOD 

(a)  Inspection.  Each  dwelling  unit  considered  as  a  relocation  re- 
source has  been  inspected  by  a  trained  housing  inspector  to  establish 
the  fact  that  it  is  decent,  safe,  and  sanitary,  and  that  it  contains 
adequate  heating,  lighting,  cooking  and  plumbing  facilities. 

(b)  Schedule  of  Availability.  Each  dwelling  unit  approved  on 
inspection  is  matched  against  families  to  be  displaced  to  determine 
whether  it  meets  the  folloving  standards: 

(1)  Location:  It  must  be  located  so  that  the  principal  worker 
in  the  family  can  reach  his  place  of  employment  within  a  reasonable  time 
and  a  reasonable  commuting  expense,  and  be  in  an  area  which  meets  the 
family's  essential  needs  for  public  and  commercial  facilities. 

(2)  Ability  to  Pay:  The  cost  of  the  dwelling  unit  must  be, 
Ir  the  case  of  rental,  not  more  than  25^  of  family  income,  and,  in  the 
case  of  purchase,  not  more  than  twice  the  family's  annual  income. 

SECTION  803:  HOUSING  RESOURCES 

(a)  Public  Housing:  As  of  October  25,  I96I,  the  Boston  Housing 
Authority  was  operating  13*837  units  of  low-income  bousing,  10,  I56 
Federally-aided  and  3j68l  State-aided.  Turnover  rate  is  approximately 
13.6^.  Thus,  sufficient  units  of  public  housing  have  been  and  will  be 
available  to  meet  the  needs  of  eligible  families  displaced  from  the 
Project  Area  as  well  as  other  priority  families  in  the  Boston  area. 

(b)  Private  Rental  Housing.  Based  on  vacancy  ratios  established  by 
the  i960  Census  of  Housing,  between  5>000  and  6,000  dwelling  units  are 
vacated  in  a  given  year  in  the  City  of  Boston,  of  which  approximately  2/3 
are  in  the  under-$90  rental  category.  The  supply  of  private  rental  housing 
thus  is  and  has  been  adequate  to  meet  the  needs  of  families  displaced  from 
the  Project  Area. 

(c)  Sales  Housing.  In  the  opinion  of  competent  real  estate  agents, 
there  is  and  has  been  an  adequate  supply  of  housing  for  purchase  in  the 
City  of  Boston  which  is  in  the  $9,000  to  $l6,000  price  range. 

SECTION  SOki     CONCLUSION 

Of  the  440  families  residing  in  the  Project  Area  as  of  October  25,  I961, 
^28  were  relocated  as  of  April  1,  I963,  using  the  method  and  housing 
resources  described  above.  Feasibility  of  relocation  in  the  Project  Area 
ha3  thus  been  firmly  established. 
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CH^^PTER  IX:   PROVISION  FOR  MODIFICATION  AND  TERMIMATION 

SECTION  901:   MODIFICATION 

The  Urban  Renewal  Plan  may  be  modified  at  any  time  by  the  Boston 
Redevelopment  Authority  provided  that,  if  the  general  requirements, 
controls,  or  restrictions  applicable  to  any  part  of  the  Project 
Area  shall  be  modified  axter  the  lease  or  sale  of  such  part,  the 
moc'ification  is  consented  to  by  the  redeveloper  of  such  part,  his 
su^^cessor  or  assigns.   Where  the  proposed  modification  will  sub- 
si  rntially  change  the  Plan,  the  modification  must  be  approved  by  the 
Toston  City  Council  and  the  State  Division  of  Urban  and  Industrial 
Renewal . 

SECTION  902:   TERMINATION 

This  Urban  Renewal  Plan  shall  be  in  full  force  and  effect  for  a 
period  of  forty  (40)  years  from  the  date  of  approval  of  the  Plan 
by  the  City  Council  of  the  City  of  Boston, 
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APPLICATION  FOR  LOAN  AND  GRANT  BINDER  NO. 

PART  II:  UDCI^L   PROJECT  APPROVAL  DATA 
PROJECT  NO.  MASS.  R-35 

Government  Center  Project  SUBMISSION  DATE: 

Boston  Redevelopment  Authority 
Boston,  Massachusetts 


APPROVALS  BY  THE  GOVERNING  BODY  CODE  NO.  R-302 

OF  THE  CITY  OF  BOSTON 


The  following  documentation  is  attached  herewith  as  evidence  of  approval 
of  the  Urban  Renewal  Plan  and  feasibility  of  relocation  by  the  governing 
body  of  the  City  of  Boston: 

1.  Certified  copy  of  the  Resolution  of  City  Council  of  the  City 

of  Boston  Approving  the  Urban  Renewal  Plan  end  the  Feasioility 

of  Relocation  for  Project  No.  Mass.  R-35- 
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RESOLUTION  OF  BOSTON  CITY  COUNCIL  APPROVING 
URBAN  RENEIV.U,  PLAN  AND  FEAS],BILITY  OF  RELOCATION 
FOR  PROJECT  NO.  MASS.  R-35 

WHEPiEAS,  under  the  provisions  of  Title  I  of  the  Housing 
Act  of  19'+9,  af5  amended,  the  Housing  and  Home  Finance 
Administrator  Is  authorized  to  provide  financial  assistance 
to  Lccal  Public  Agencies  for  undertaking  and  carrying  out 
urban  renewal  projects;  and 

VJHEBEAS,  it  is  provided  in  such  Act  that  contracts 
for  financial  aid  thereunder  p'lall  require  that  the  Urban 
Renewal  Plan  for  the  respectl\ 3  project  area  be  approved 
by  the  governing  body  of  the  locality  in  which  the  project 
Is  situated  and  that  such  approval  Include  findings  by 
the  governing  body  that:   (1)  the  financial  aid  to  be 
p>rovlded  in  the  contract  is  necessary  to  enable  the  project 
to  be  undertaken  in  accordance  with  the  Urban  Renewal  Plan; 
(2)  the  Urban  Renewal  Plan  will  afford  maximum  opportunity, 
consistent  with  the  sound  needs  of  the  locality  as  a  whole, 
for  the  rehabilitation  or  redevelopment  of  the  urban  renewal 
area  by  private  enterprise;  (3)  the  Urban  Renewal  Plan 
conforms  to  a  general  plan  for  the  development  of  the 
locality  as  a  whole;  and  (4)  the  Urban  Renewal  -Plan  gives 
due  consideration  to  the  provision  of  adequate  ,park  and 
recreational  areas  and  facilities,  as  may  be  desirable  for 
neighborhood  iraprovement,  with  special  consideration  for 
the  health,  safety,  and  welfare  of  children  residing  In 
the  general  vicinity  of  the  site  covered  by  the  Plan;  and 

WHEREAS,  the  Boston  Redevelopment  Authority  (herein- 
after called  the  "Authority" y  has  entered  Into  a  planning 
contract  and  a  temporary  loan  contract  for  financial  assistance 
under  such  Act  with  the  United  States  of  America,  acting  by 
and  through  the  Housing  and  Home  Finance  Administrator,  pur- 
suant to  which  Federal  funds  were  provided  for  the  urban 
renewal  project  (herein  called  the  "Project")  1-dentlfled  as 
"Government  Center  Project"  and  encompassing  the  area 
described  in  the  attached  Exhibit  "A";  and 

WHEREAS,  the  Authority  las  applied  for  additional 
financial  assistance  under  suca  Act  and  proposes  to  enter 
Into  an  additional  contract  or  contracts  with  the  Housing 
and  Home  Finance  Agency  for  the  undertaking  of,  and  for 
making  available  additional  financial  assistance  for,  the 
Project;  and  v. 
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WHEREAS,  the  AuthoritJ^  ..,,   .^optember  15,  196.1,  entered 
into  a  temporary  loan  contract  wlta  the  United  States  of 
America  for  the  purpose  of  financing  early  land  acquisition 
and  related  activities  in  the  Government  Center  Urban 
Renewal  Area  pursuant  to  Section  26?   of  Chapter  121  of  the 
MHBsachusctts  General  Lav;?;  ai;d 

WHEREAS,  the  City  of  Bcs^-.on  acting  by  and  through 
its  Mayor  with  the  approval  of  the  City  Council  thereafter 
executed  a  covenant  with  the  Authority  whereby  the  City  of 
Boston  in  accordance  with  the  applicable  law  shall  bear 
any  and  all  loss  that  ina^'  aris«  as  a  regult  cf  such  early 
-,land  acquisition  and  raiated  activities}  in  the  event  that 
the  land  so  acquired  is  not  used  for  urban  renewal  purpoQea,, 
because  the  Urban  Renex\'al  Flan  for  the  Government  Csnter 
Urban  R-.newal  Area  if?  not  approved  or  is  amended  to  omit 
such  3 and  or  is  abandoned  for  any  reason;  and 

WHEREAS,  the  Authority-  with  the  cor)>vent  Of  tho 
City  of  Boston  acting  by  and  through  the  Mayor  with  the 
approval  (5f  the  City  Council  has  assigned  aoy  and  all  of 
its  rightn  tinder  said  covenaiij  to  th©  United  States  of 
America i  and  .       < 

WHEREAS,  the  Authority  h-is  made  detPiled  studies 
of  the  location,  physical  con^'.tlon  of  structures,  land 
use,  environmental  influencer  and  >.ocial..  culcural,  and 
economic  conditions  of  the  Pr^  ject  area  and  has ^determined 
that  the  area  is  a  decadent  area  and^that  it  is ndetrimental 
and  a  menace  to  the  safety,  health,  and  welfare  lOf  the 
inhabitants  and  users  thereof  and  of  the  localifey  at  large, 
beca\ise  of  the  existence  of  obsolete  bu.lldings  which  are 
ill-adapted  to  contemporary  use;  cnveroions  from  reoidentiSl 
to  nonresidential  uses;  a  high  percentc.ge  of  etr^^ctures  100 
or  more  years  old;  over  90  per  cent  of  the  buil'iings  in 
the  rea  determined  substandard  on  the  basis  ox!   federal 
criteria;  fire  hazards  caused  by  accv_mulation  of  com- 
bustible debris,  unenclosed  stairways : and  lack  of  fireproof 
construction  as  well  as  high  building  coverage,  narrow 
Streets  and  lack  of  off-street  loading  facilities  which 
tiamper  effective  fire  fighting  and  make  most  of  the  area 
a  congested  value  district  as  designated  by  the  Nations.?. 
Board  of  Fire  Underwriters;  vermin  infestation  5n  almost 
half  of  the  structures  in  the  Area.;  exposed  electrical 
wiring  in  about  62  per  cent  of  the  structures;  obsolete 
plumbing  in  at  least  68  per  cent  of  the  structairesj 
improper  toilet  ventilation;  and  narrow  and  inadequate -i. 
streets;  and  because  buildings  have  been  torn  down 
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and  not  replaced  and  which  under  existing  conditions  it  is 
improbable  it  will  be  replaced  by  the  ordinary  operations 
of  private  enterprise;  and  because  there  have  been  sub- 
stantial adverse  charges  in  recent  years  in  business  and 
economic  conditions  in  the  Area;  and  the  members  of  this 
Governing  Body  have  been  fully  apprised  by  the  Authority 
and  are  aware  of  these  facts  smd  conditions;  and 

WHEREAS,  there  has  been  prepared  and  referred  to 
the  Boston  City  Council  for  review  and  approval  an  Urban 
Renewal  Plan  for  the  Project  Area,  dated  April  3,  1963  (as 
revised  May  29,  1963)  and  consisting  of  a  title  page,  a 
table  of  contents,  56  pages  of  text  numbered  1  to  56,  and 
3  maps,  adopted  by  the  Authority  on  June  5,  1963,  and 
submitted  to  the  City  Council  hy   His  Honor  the  Mayor;  and 

WHEREAS,  the  Mayor  submitted  to  the  City  Council 
with  the  aforesaid  Urban  Renewal  Plan  but  not  as  a  part 
thereof  the  following  supporting  documentation;  (1) 
Application  for  Loan  and  Grant;  (2)  appropriate  resolutions 
of  the  Authority;  (3)  finding  of  decadence  by  the  Authority, 
including  statistical  data  used  for  the  determination  of 
same;  (4)  relocation  status  report;  and  (5)  proposed  cooper- 
ation agreement  authorized  for  execution  by  the  Authority*  and 

WHEREAS,  a  general  plan  has. been  prepared  and  is 
recognized  and  used  as  a  guide  for  the  general  development 
of  the  locality  as  a  whole;  and  ^  i 

"         n 

WHEREAS,  the  Authority  which  is  the  duly  designated 
and  official  planning  body  for  the  locality^  has  found  that 
said  Urban  Renewal  Plan  conforms  to  the  said  general  plan 
for  the  locality  as  a  whole,  and  the  City  Covmcil  has  duly 
considered  said  finding;  and  i 

WHEREAS,  said  Urban  RcnGv.al  Plan  fox  the  project  area 
prescribes  certain  leind  uses  for  the  project  area  and 
■Till  require,  eonong  other  things,  changes  in  zoning,  the 
vacating  and  removal  of  streets,  alleys,  and  other  public 
ways,  the  establishment  of  new  street  patterns,  the  location> 
and  relocation  of  sewer  and  water  mains  and  other  public 
facilities,  and  other  public  action;  and 

WHEREAS,  the  Authority  has  caused  to  be  made  a 
competent  independent  analysis  of  the  local  supply  of  hotel 
and  other  transient  housing;  and 

(1      ■•(         ;f 
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WHEFIEAS,  the  Authority  has  nrepared  and  submitted  a 
program  for  the  relocation  of  families  (T.-Biaced  as  a  result 
of  carrying  out  the  Project  in  a-  cordanoe  with  said  Urban 
Renevjai  Plan;  and 

WHEREAS,  there  have  al;  )  been  oresented  to  the 
Govemii'jg  Body  information  and  data  ref^pectlng  the  relocation 
program  which  have  been  prepared  by  the  Authority  as  a 
result  of  studies,  surveys,  and  inspections  in  the  project 
area  ?nd  the  assembling  and  ana^.yois  of  the  data  and 
information  obtained  from  even  studies,  surveys,  and  in- 
spections; and 

IWHREAS,  a  public  hear'ing  on  said  Urban  Renevjs.!  Plan 
and  Project  was,  after  due  notice  thereof  held  on  g 

and  all  persons  desiring  to  be  heard  on  said  Plan,  and 
Project  wcr3  so  heard;  and 

WHEREAS,  the  members  of  the  City  Council  have  carefully 
considered  and  reviewed  the  aforeoaid  Urban  Renewal  Plan  and 
the  aforesaid  relocation  program  in  the  light  of  (l)  the 
slipporting  documentation  submitted  therewith  as  aforesaid | 
the  proceedings  at  the  aforesaid  public  hearing;  and 
the  general  knowledge  of  th?  City  Councilors  with 
rjBspect  to  conditions  prevailing  in  the  project  area  and 
In  the  <Jlty  of  Boston  as  a  whole;  and         ;i 

■  i 
1     WHEREAS,  the  members  of  the  City  Council  are  cognizant 
Of  the  conditions  that  are  imposed  in  the  \indertaking  and 
carrying  out  of  urban  renewal  projects  with  Federal  financial 
assistance  under  Title  I,  including  those  prohibiting  dis- 
crimination because  of  race,  color,  creed,  or  national  origin: 

I.  ■ 

i:     NOW,  THEREFORE,  IT  IS  I  HEBY   ORDERED     r 

1.  That  it  is  hereby  found  and  determined  that  the 
Project  area  is  a  decadent  area  and  qualifies  as  kian  eligible 
project  area  under  Chapter  121  of  the  General  Laws. 

;i 

n     2.  That  said  Urban  Renewal  Plan  for  the  Project 
aforementioned,  having  been  duly  reviewed  end  considered. 
Is  hereby  approved  and  the  Clerk  is  hereby  directed  to  file 
said  copy  of  said  Urban  Renewal  Plan  with  the  cilniites  of 
this  meeting. 

3.  That  it  is  hereby  foiind  and  determined  that  said 
Urban  Renewal  Plan  for  the  Project  area  conforms  to  said 
general  plan  of  the  locality. 
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4.  That  it  is  hereby  found  and  determined  that  the 
financial  aid  provided  and   to  be  provided  pursuant  to  said 
contracts  for  Federal  financial  assistance  pertaining  to 
the  Project  is  necessary  to  enable  the  Project  to  be 
xmder taken  in  accordance  with  the  Urban  Renewal  Plan  for 
the  Project  area. 

5.  That  it  is  hereby  found  and  determined  that  the 
above-mentioned  Urban  Renewal  Plan  for  the  Urban  Renewal 
Area  will  afford  maximvun  opportunity,  consistent  with  the 
sound  needs  of  the  locality  as  a  v/hole,  for  the  urban 
renewal  of  such  areas  by  private  enterprise. 

6.  That  it  is  hereby  found  and  determined  that  the 
Urbcin  Renewal  Plan  for  the  Urban  Renewal  Area  gives  due 
consideration  to  the  provision  of  adequate  park  and 
recreational  areas  and  facilities,  as  may  be  desirable 
for  neighborhood  improvement j  with  special  consideration 
for  the  health,  safety,  and  welfare  of  children  residing 
in  the  general  vicinity  of  the  site  covered  by  the  Plan, 

r  I 

7.  That  it  is  hereby  found  and  determined,  as  a 
result  of  a  competent  independent  analysis  of  the  local 
supply  of  transient  housing,  that  there  exists  in  the  area 
a  need  for  additional  units  of  such  housing.  ;, 

■\  n 

8.  That  it  is  hereby  found  and  determined,  that  the 
program  for  the  proper  relocation  of  the  families  displaced 
in  carrying  out  the  Project  in  decent,  safe,  and  sanitary 
dwellings  in  conformity  ^vith  acceptable  standards  is  feasible 
and  has  been  reasonably  and  timely  effected  ta  permit  the 
proper  prosecution  and  completion  of  the  Project;  and  that 
such  dwellings  or  dwelling  units  available  to  „such  displaced 
families  are  at  least  equal  in  number  to  the  number  of  dis- 
placed families,  are  not  generally  less  desirable  in  regard 
to  public  utilities  and  public  and  commercial  facilities  than 
the  dwellings  of  the  displaced  families  in  the  Project  area, 
are  available  at  rents  or  prices  within  the  financial  means 
of  the  displaced  families,  and  are  reasonably  accessible  to 
their  places  of  employment.  ?> 

9.  That  in  order  to  implement  and  fjicilitate  the 
effectuation  of  the  Urban  Renewal  Plan  hereby  approved  it 
is  found  and  determined  that  certain  official  action  must 
be  taksn  by  this  Body  with  reference,  eonong  other  things, 
to  changes  in  zoning,  the  vacating  and  removal  of  streets, 
dJleys,  and  other  public  ways,  the  establishment  of  new 
street  patterns,  the  location  and  relocation  of  sewer  and 
ivater  mains  and  other  public  facili;ties,  and  qther  public 
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action,  and  accordingly,  this  Body  hereby:   (a)  pledges  its 
cooperation  in  helping  to  carry  out  such  Urban  Renewal 
Plan;  (b)  requests  the  various  officials,  departments,  boards / 
and  agencies  of  the  Locality  having  administrative  responsi- 
bilities in  the  premises  likewise  to  cooperate  to  such  end 
and  to  exercise  their  respective  functions  and  powers  in 
a  manner  consistent  v;ith  said  Urban  Renewal  Plan;  (c)  stands 
ready  to  consider  and  take  appropriate  action  upon  proposals 
and  measures  designed  to  effectuate  said  Urban  Renewal  Plan; 
and  (d)  authorizes  the  Mayor  of  the  City  of  Boston  to 
execute  and  deliver  in  the  name  and  behalf  of  the  City  the 
cooperation  agreement  as  approved  by  the  Authority  and 
presented  to  this  meeting, 

10.   That  additional  financial  assistance  vmder  the 
provisions  of  Title  I  of  the  Housing  Act  of  1949,  as  amended, 
is  necessary  to  enable  the  land  in  the  Project  area  to  be 
xfenewed  in  accordance  with  the  Urban  Renewal  Plah  for  the 
Project  area  and,  accordingly,  the  filing  by  the  Authority 
df  an  application  or  applications  for  such  financial 
a"ssistance  under  said  Title  I  is  hereby  approvecTw 

'  P 

a         In  City  Council  May  2$,    19 6U.   Adoptod- 
a  yeas  five,  nays  four. 

I  Approved  by  the  Mayor  May  26,  19Di|, 

Attest: 


5 


City  Clerk 
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APPLICATION  FOR  LOAJN  AND  GRANT  BINDER  NO. 

PART  II:   LOCAL  PROJECT  APPF.CVAL  DATA 
PROJECT  NO.  MASS.  R-3^ 

Government  Center  Project  SUBMISSION  DATE: 

Boston  Redevelopment  Authority 
Boston,  Massachusetts 


APPROVALS  BY  THE  BOSTON  REDEVELOPMENT  CODE  NO.  R-303 

AUTHORITY  AND  COMMONWEALTH  OF  MASSACHUSETTS 


The  following  documentation  is  attached  herewith  as  evidence  of  (l)  Approval 
of  the  Boston  Redevelopment  Authority  of  the  Urban  Renewal  Plan  and 
(2)  Approval  of  the  Division  of  Urban  and  Industrial  Renewal  of  the 
Commonwealth  of  Massachusetts  as  required  by  the  provisions  of  Chapter  121, 
Section  26ZZ  of  the  General  Laws  of  the  Commonwealth  of  Massachusetts: 

1.  Resolution  of  the  Boston  Redevelopment  Authority  Approving 
the  Urban  Renewal  Plan  for  Project  No.  Mass.  R-35' 

2.  Certificate  of  Vote. 

3.  Resolution  of  Boston  Redevelopment  Authority  Finding  that  the 
Government  Center  Project  Area  is  a  decadent  area. 

k.     Certificate  of  Vote 

5.  Government  Center  Project,  Project  No.  Mass  R-35,  Approval  of 

the  Division  of  Urban  and  Industrial  Renewal,  Commonwealth  of 

Massachusetts. 
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Resolution  of  Boston  Redevelopment  Authority 

Approving  Urban  Renewal  Plan  for 

Project  No.  Mass.  R-35 

WHEREAS,  in  connection  with  an  application  of  the 
Boston  Redevelopment  Authority  to  the  Housing  and  Home 
Finance  Administrator  for  financial  assistance  under  Title 
I  of  the  Housing  Act  of  19^9*  as  amended,  the  approval  by 
the  Boston  Redevelopment  Authority  (herein  called  the 
"Authority")  of  an  Urban  Renewal  Plan  for  the  Project  Area 
involved  In  such  application  is  required  by  the  Federal 
Government  before  It  will  enter  into  a  contract  for  loan 
and  grant  with  the  Authority  under  said  Title  I;  and 

WHEREAS,  there  has  been  presented  to  the  Authority, 
for  its  consideration  and  approval,  a  copy  of  a  proposed 
Urban  Renewal  Plan  for  the  project  area;  and 

VJHEREAS,  a  public  hearing  on  said  proposed  Urban 
Renewal  Plan  was,  after  due  and  proper  notice  thereof, 
held  on  April  17*  1963,  at  which  the  Authority  received 
and  heard  extensive  data  and  exhibits,  views  and  opinions 
on  said  proposed  Plan,  and  all  persons  desiring  to  be 
heard  were  so  heard;  and 

v/HEREAS,  as  a  result  of  said  public  hearing,  certain 
minor  changes  were  made  in  the  proposed  Urban  Renewal  Plan 
which,  as  so  changed,  has  been  presented  to  this  meeting;  and 

VJHEREAS,  the  Urban  Renewal  Plan  is  dated  April  3»  1963 
(as  revised  May  29,  I963)  is  entitled  "Government  Center 
Urban  Renewal  Plan"  and  consists  of  a  title  page,  a  table  of 
contents,  56  pages  of  text  numbered  1  to  56  and  3  maps;  and 

WHEREAS,  the  project  area  is  a  decadent  area  within 
the  meaning  or  the  Massachusetts  Housing  Authority  Law;  and 

VJHEREAS,  the  project  area,  xvhlch  is  predominantly 

nonresidential  in  character,  is  to  be  redeveloped  for 

predominantly  nonresidential  uses  under  said  Urban  Renewal 
Plan;  and 

VJHEREAS,  pui»suant  to  the  laws  of  the  Commonwealth  of 
MassachuseWs7~the  Authority  is  the  duly  designated  and     1/ 
official  planning  board  for  the  City  of  Boston;  and 

WHEREAS,  a  comprehensive  plan  has  been  prepared  and 
is  recognized  and  used  as  a  guide  for  the  general  development 
of  the  locality  as  a  whole;  and 
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WHEREAS .  the  Authority  has  caused  to  be  made  a  competent^ 
independent  analysis  of  the  local  supply  of  hotel  and   other 
transient  housing;  and 

WHEREAS .  the  conditions  under  which  the  Authority  would 
and  will  make  relocation  payments  and  a  Fixed  Relocation 
Payments  Schedule  for  the  project  were  approved  by  the 
Authority  on  October  IB,  1961;  and 

WHEREAS,  the  members  of  the  Authority  are  cognizant 
of  the  conditions  that  are  imposed  in  the  undertaking  and 
carrying  out  of  Urban  Renewal  projects  with  Federal  financial 
assistance  under  Title  1,    including  those  prohibiting 
discrimination  because  of  race,  creed,  color,  or  national 
origin : 

?!TOW  THEREFORE  BE  IT  RESOLVED  by  the  Boston  Redevelopment 
Authority  as  follows* 

1.  That  the  Urban  Renewal  Plan  is  hereby  in  all 
respects  approved  and  the  Secretary  is  hereby  directed  to 
file  a  certified  copy  of  said  Urban  Renewal  Plan  with  the 
minutes  of  this  meeting. 

2.  That  the  redevelopment  of  the  project  area  for 
predominantly  nonresidential  uses  is  necessary  for  the  proper 
development  of  the  community. 

3.  That  it  is  hereby  focnd  and  determined,  as  a 
result  of  a  competent  independent  analysis  of  the  local 
supply  of  transient  housing,  that  there  exists  in  the 
area  a  need  for  additional  units  of  such  housing. 

4.  That  the  approval  as  aforesaid  of  the  conditions 
under  which  the  Authority  will  make  relocation  payments  and 
the  Fixed  Relocation  Payments  Schedule  is  in  all  respects 
ratified  and  confirmed « 

AND  BE  IT  FURTHER  RESOLVED  by  the  Boston  Redevelopment 
Authority,  which  is  the  <Ctily  designated  and  official  Planning 
Board  for  the  City  of  Boston,  that  the  Urban  Renewal  Plan 
is  based  upon  a  local  survey  and  conforms  to  the  compre- 
hensive plan  for  the  locality  as  a  whole. 


CERTIFICATE  OF  VOTE  ,| 

The  undersigned  hereby  certifies  as  follows:  i 

(1)  That  he  is  the  duly  qualified  and  acting  Secretary  of  the  Boston 
Redevelopment  Authority,  hereinafter  called  the  Authority,  and  the  keeper  of 
the  records,    including  the  journal  of  proceedings  of  the  Authority. 

(2)  That  the  following  is  a'true  and  correct  copy  of^a  vote  as  finally 

adopted  at  a  meeting  of  the  Authority  held  on ^^     * 

and  duly  recorded  in  this  office: 

Mr.   McCloskey  presented  a  Resolution  entitled  "Resolution  of  the 
Boston  Redevelopment  Authority  Approving  Urban  Renewal  Plan  for  Project 
No.   Mass.   R-35'S  which  Resolution  was  read  in  full  and  considered. 

On  motion  by  Mr.  McCloskey,    seconded  by  Mr.'  Ryan,  it  was 

unanimously  ^}  j  r 

'  VOTED:  to  adopt  the  above  entitled  Resolution  as  read  and  considered. 

The  foregoing  Resolution,   together  with  the  Urb_^  Renewal  Plan,   is 
I-, 
filed  in  the  Document  Book  of  the  Authority  as  Document  No.   262. 
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out  and  otherwise  observed. 

t  ,  ..  ™,     t  ^.v,„  Resolution 

to  which  this  certmcata  is  attached  .s  .n  subBUnt.ally  the  term  .s  cha.  p.....aed 
to  said  meeting. 

(5^  That  if  an  impression  of  the  seal  has  been  affixed  below,  it  con- 
stitutes the  M-ficial  seal  of  th'e  Boston  Redevelopment  Authority  and  this  cert.f.- 
cats  is  hereby  executed  under  such  official  seal. 

'         miTmijjjjjJJMJMiLUJJiLimiwLiim^^^^ 

(7)  That  the  undersigned  is  duly  authorized  to  execute  this  certificate. 
'  IN  WITNESS  WHEREOF  the  undersigned  has  hereunto  set  his  hand  this 

2|th__day  of  May ^196_4_.  f 

""  BOSTON  REDEVELOPMENT  AUTHORITY    i, 


BY         /      vi^.  -1^  ^~. 

,        Secretary 


t-\A   •  CK.'-^ 
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RESOLUTION  OP  BOSTON  REDEVELOPMENT  AUTHORITY 
FINDING  THAT  THE  GOVERNMENT  CENTER  PROJECT  AREA 
IS  A  DECADENT  AREA 


WHEREAS,  the  Boston  Redevelopment  Authority  (herein- 
after called  the  "Authority")  Is  a  public  body  corporate 
and  politic  duly  organized  and  existing  under  the  provisions 
of  the  Hoxislng  Authority  Law  of  the  Commonwealth  of  Massachxisetts 
and  having  a  usual  place  of  business  in  the  City  of  Boston, 
Massachusetts;  and 

VJHEREAS,  the  Authority  has,  with  financial  assistance 
provided  vmder  Title  I  of  the  Housing  Act  of  19^9,  as 
amended,  by  the  Housing  and  Home  Finance  Agency  of  the 
United  States  of  America,  undertaken  and  conducted  surveys, 
studies  and  Inspections  of  an  area  In  the  City  of  Boston 
knoivn  as  the  Government  Center  Project  Area  and  described 
In  Exhibit  A  attached  hereto  and  made  a  part  hereof  (here- 
inafter called  the  "Project  Area")  In  connection  with  the 
preparation  of  an  urban  renewal  plan  therefor;  and 

WHEREAS,  with  the  consent  of  the  State  Housing 
Board  and  the  City  of  Boston  acting  by  its  Mayor  with 
the  authorization  of  Its  City  Co-uncil,  with  the  approval 
of  said  Housing  and  Home  Finance  Agency  and  p\u*suant  to 
a  Temporary  Losm  Contract  lander  said  Title  I,  the  Authority, 
ao  provided  by  law,  prior  to  the  completion  and  approval 
of  the  urban  renewal  plan  for  the  Project  Area  has  con- 
ducted so-called  "early  land  acquisition"  activities  in 
the  Project  Area  by  acquiring  substantial  parts  of  the 
Project  Area  and  conducting  relocation  activities  and 
demolition  and  clearance  operations  therein,  all  after 
the  Authority  had  held  a  public  hearing  after  due  and 
proper  notice,  had  received  and  heard  extensive  evidence, 
data,  exhibits,  views  and  opinions  and  had,  in  a  resolution 
adopted  May  3*  19^1»  made  certain  findings  and  conclusions 
concerning  the  buildings  and  conditions  within  said  sub- 
stantial parts  of  the  Project  Area;  and 

I-JHEREAS,  an  urban  renewal  plan  for  the  Project  Area 
has  been  prepared;  and 
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V'HEREAS,  a  public  hearing  on  said  urban  renewal 
plan  and  project  was,  after  due  and  proper  notice  thereof, 
held  on  April  17,  1963,  at  which  the  Authority  received 
and  heard  extensive  evidence,  data,  exhibits,  views  and 
oplnlona  with  respect  thereto,  and  all  persons  desiring 
to  be  heard  were  so  heard;  and 

WHEREAS,  the  Authority  has  considered  said  evidence, 
data,  exhibits,  views,  and  opinions  and  said  findings  and 
conclusions. 

NOW  THExHEPORE,  UPON  CONSIDERATION  THEREOF,  BE  IT  RESOLVED 

A,  The  Authority  does  hereby  find  and  determine  that 
an  urban  renewal  project  ought  to  be  undertaken  and  carried 
out  in  the  Project  Area  and  that  it  is  essential  to  the  best 
Interests  of  the  Project  and  of  the  City  of  Boston  that  the 
boundaries  of  the  Project  Area  be  as  described  In  Exhibit  A 
attached  hereto  and  made  a  part  hereof; 

B,  That  the  Authority  does  hereby  find  and  determine 
that  the  Project  Area  was  immediately  prior  to  the  Authority's 
said  early  land  ac<iuisitlon  activities  in  the  Project  Area 
and,  except  to  the  extent  that  conditions  therein  have 

been  changed  by  said  activities,  now  is  a  decadent  area  In 
that  it  is  an  area  which  is  detrimental  to  safety,  health, 
morals,  welfare  and  the  sound  growth  of  the  community 
because  of  one  or  more  of  the  following  reasons  and  con- 
ditions, namely,  because  of  the  existence  of  buildings 
which  are  out  of  repair,  physically  deteriorated,  unfit 
for  human  habitation  and  obsolete,  in  need  of  major 
maintenance  and  repair,  because  buildings  have  been  torn 
dovjn  and  not  replaced  and  in  which  under  existing  con- 
ditions it  is  improbable  that  the  buildings  will  be 
replaced,  because  of  a  substantial  change  In  business  and 
economic  conditions,  because  of  Inadequate  light,  air 
and  open  space,  because  of  excessive  land  coverage,  because 
diversity  of  ownership.  Irregular  lot  sizes  and  obsolete 
street  patterns  make  It  Improbable  that  the  area  will  be 
redeveloped  by  the  ordinary  operations  of  private  enterprise; 

C,  That,  more  particularly,  the  Authority  does 
hereby  find  and  determine  that  the  following  conditions 
existed  Immediately  prior  to  the  Authority's  said  early 
land  acquisition  activities  in  the  Project  Area  and, 
except  to  the  extent  that  said  conditions  have  been 
changed  by  said  activities,  continue  to  exist  In  the 
Project  Area: 
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1,  The  Project  Area  Is  a  tangle  of  narrow,  congested 
streets,  Irregiilarly  sized  lots,  and  obsolete  and 
substandard  structures  with  little  or  no  space  between, 
characterized  by  marginal  businesses,  obsolete 
tenements,  and  economic  stagnation  and  decline.  Of 
the  605  acres  In  the  Project  Area,  more  than  one-third 
(26,5  acres)  consists  of  narrow  streets,  alleys  and 
ill-defined  squares,  leaving  a  net  balance  of  3^ 
acres  which  are  solidly  built-up,  predominantly 

by  commercial  buildings  which  occupy  close  to  100 
per  cent  of  each  block,  except  where  demolition 
has  resulted  in  parking  lots, 

2,  The  vacancy  ratio  in  the  portion  of  the  down- 
town City  area  comprising  the  Project  Area  is 
16,3  per  cent— more  than  three  times  the  estimated 
vacancy  ratio  in  the  downtown  City  area  as  a  whole. 
Approximately  700,000  square  feet  out  of  the 
approximately  4,622,000  square  feet  contained 

in  structures  in  the  Project  Area  (exclusive  of 
basements)  stand  vacant, 

3,  Most  structures  in  the  Project  Area  are  obsolete 
and  ill-adapted  to  contemporary  use.  Many  of  the 
nonresidential  buildings  were  conversions  from 
original  residential  uses,  and  many  were  designed 
for  the  nonresidential  requirements  of  the  19th 
century.  Mixed  use  structures  are  prevalent  through- 
out the  Project  Area, 

4,  Dwelling  unit  density  in  the  Project  Area  is 
high.  584  dwelling  units  occupy  4.4  acres  of  Project 
land,  or  an  average  of  I31  dwelling  units  per  net 
acre.  For  the  most  part,  these  dwelling  units 

are  contained  in  elevatorless  row  buildings  three 
or  four  stories  high,  with,  in  many  cases,  the 
first  floor  devoted  to  stores  and  other  commercial 
uses, 

5,  The  Project  Area  is  seriously  deficient  in 
community  and  recreational  facilities.  There  are 
no  schools  or  churches  in  the  Area,  and  only  one 
playground  of  0,095  acres,  as  compared  with 
National  Recreational  Association  standards  which 
would  require  playground  areas  totaling  5.4o 
acres  for  the  estimated  number  of  people  able  to 
live  in  the  Project  Area, 
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6.  During  the  past  35  years  only  one  new  building 
has  been  built  in  the  Project  Area  and  79  buildings 
have  been  demolished.  About  78  per  cent  of  the 
buildings  in  the  Project  Area  were  built  prior  to 
1900  and  about  half  of  these  (38  per  cent  of  the 
total)  were  constructed  more  than  100  years  ago. 
There  is  little  or  no  likelihood  that  buildings 
will  be  replaced  by  the  ordinary  operations  of 
private  enterprise, 

7.  Over  90  per  cent  of  the  buildings  in  the 
Project  Area  are  substandard  under  criteria 
approved  by  the  Federal  Government,  Such 
buildings  are  distributed  throughout  the  entire 
Project  Area. 

8.  The  Project  Area  presents  a  major  fire  control 
problem.  Most  of  the  structures  were  built  before 
the  City  of  Boston  Fire  Code  was  adopted.  Only 
about  7.1  per  cent  of  the  present  buildings  are 
fire-proof  or  fire-resistive.  In  95  or  25.1  per 
cent  of  the  structures  in  the  Project  Area,  com- 
bustible debris  is  acciamulated  to  a  degree  constituting 
a  serious  fire  hazard.  Stairways  that  are  not 
enclosed,  which  constitute  a  fire  hazard,  are  found 

in  311  or  82,4  per  cent  of  the  structures  in  the 
Project  Area,  The  construction  of  buildings  out  to 
the  sidewalks  and  the  narrow,  congested  streets  with 
their  sharp  comers  make  it  extremely  difficult  to 
move  fire  fighting  equipment  quickly  and  expedi- 
tiously to  the  scene  of  a  fire  within  the  Project 
Area.  Traffic  congestion  and  the  lack  of  off-street 
loading  facilities  have  been  major  obstacles  to 
effective  fire  fighting.  Most  of  the  Project  Area 
is  within  a  so-called  "congested  value  district" 
as  designated  by  the  National  Board  of  Fire  Under- 
writers. During  the  years  1959  and  i960,  there  was 
an  average  of  one  fire  for  every  six  buildings  in 
the  Project  Area,  which  is  more  than  five  times 
the  average  for  the  City  of  Boston.  And,  of  the 
fires  within  the  Project  Area,  5  per  cent  were  major 
fires,  as  compared  with  an  average  of  2  per  cent 
for  the  City.  This  high  rate  is  due  in  large  part 
to  and  aggravated  by  street  and  traffic  conditions 
throughout  the  Project  Area  which  hamper  and  delay 
the  arrival  of  fire  fighting  apparatus. 
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9.  Building  and  environmental  deficiencies  are 
numerous  and  widespread  throughout  the  Project 
Area.  196  or  51.8  per  cent  of  the  structures  in 
the  Project  Area  have  roofs  which  are  deteriorated 
and  in  need  of  major  repair.  170  or  44,9  per  cent 
of  the  structures  in  the  Project  Area  have  walls 
which  are  deteriorated  and  in  need  of  major  repairs. 
200  or  53  per  cent  of  the  structures  have  outside 
walls  which  have  broken  or  loose  surfaces  or  holes 
or  badly  vjorn  surfaces  and  are  in  need  of  major 
repairs.  232  or  6l,4  per  cent  of  the  structures 
have  inside  walls  or  ceilings  which  have  cracks, 
holes,  or  badly  worn  surfaces.  240  or  63.9  per  cent 
of  the  structures  have  evidence  of  leaks  and/or 
missing  plaster  on  inside  walls  or  ceilings.  179 
or  47.4  per  cent  of  the  structures  in  the  Project 
Area  are  vermin  infested,  resulting  in  a  health 
hazard,  l48  or  39.1  per  cent  of  the  structures 

in  the  Project  Area  lack  hot  running  water.  236 
or  62.4  per  cent  of  the  structures  in  the  Project 
Area  contain  exposed  electrical  wiring  constituting 
a  hazard.  286  or  75.7  per  cent  of  the  structures 
have  floors  that  sag.  104  or  27.5  per  cent  of  the 
structures  have  faulty  foundations.  110  or  29.3 
per  cent  of  the  structures  have  split  or  deteriorated 
framing.  l4l  or  37.3  per  cent  of  the  structures 
in  the  Project  Area  possess  exposed  electrical 
panels  constituting  a  hazard.  258  or  68,3  per  cent 
of  the  structures  in  the  Project  Area  have  obsolete 
pliimbing.  177  or  46.8  per  cent  of  the  structures 
in  the  Project  Area  have  toilets  without  proper 
ventilation.  49  or  13  per  cent  of  the  structures 
in  the  Project  Area  lack  artificial  lighting  in 

gublic  hallways,  constituting  a  hazard.  About 
0  per  cent  of  the  lodging  houses  in  the  Project 
Area  have  lodging  rooms  which  lack  access  to  two 
means  of  egress,  and  about  75  per  cent  have  less 
than  one  toilet  for  each  eight  (8)  persons  of 
licensed  capacity. 

10,  The  existing  street  patterns  in  the  Project 
Area  present  very  serious  traffic  control  problems 
which  cannot  be  solved  adequately  without  a  complete 
redevelopment  of  the  entire  Area; 

Of  the  total  length  of  streets  (about  5.2  miles) 
in  the  Project  Area,  about  one-third  consists  of 
roadways  less  than  28  feet  in  width  and  unable  to 
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acconimodate  two  lanes  for  traffic  movement  with 
parking  on  one  side  of  the  street.  Many  of  the 
streets  are  too  narrow  for  expeditious  traffic 
movement,  particularly  because,  due  to  the  absence 
of  off-street  loading  facilities,  streets  are  used 
continuously  for  plclmp  and  delivery  purposes  by 
trucks  serving  the  commercial  and  business  uses  In 
the  Area,  Two  hundred  sixty-five  or  98,8  per  cent 
of  the  nonresidential  structures  In  the  Project 
Area  lack  off-street  loading  facilities.  The 
pattern  of  streets  within  the  Project  Area  Is 
now  obsolete,  and  this  condition  will  be  further 
aggravated  with  the  completion  of  additional 
highway  access  to  the  Central  Business  District 
now  under  construction. 

The  Project  Area  has  82  street  Intersections,  of 
which  only  37  are  right-angle  intersections.  Some 
of  the  Intersections  are  large  "squares"  having  as 
many  as  10  intersections  or  entering  streets,  which 
are  inherently  dangerous  to  vehicular  traffic  as 
well  as  to  pedestrians.  The  Area  has  a  high 
accident  experience. 

The  resulting  traffic  control  problems  cannot  be 
solved  by  traffic  signals  and  other  traffic 
engineering  means.  It  would  be  prohibitively 
expensive  and  inefficient  to  attempt  to  improve 
the  street  pattern  by  selective  demolition  of 
existing  structures. 

11.  The  Project  Area  has  in  recent  years  experi- 
enced substantial  adverse  changes  in  economic  and 
business  conditions.  The  total  of  real  estate 
assessments  in  the  Project  Area  decreased  from 
around  $35,000,000  in  19^6  to  arovind  $24,000,000 
in  i960.  The  number  of  private  businesses  in 
th<^  Airea  and  the  number  of  persons  employed  in 
private  enterprise  in  the  Area  have  also  decreased. 
These  decreases  in  the  Project  Area  have  been 
substantially  greater  than  those  experienced  in 
the  City  as  a  whole. 


EXHIBIT  A 

PROPERTY  DESCRIPTION 


Begirjnlns  at  the  intersection  of  the  e:?:tended  center  line  of 
Staniford  Street  with  the  extended  northerly  sideline  of  Merriirac 
Street; 

Thence  running  in  a  southerly  direction  along  the  center  line 
of  Staniford  Street  to  the  intersection  of  the  extended  center 
line  of  Staniford  Street  extended  to  intersect  with  the 
southerly  sideline  of  Cambridge  Street] 

Thence  turning  and  running  in  an  easterly  direction  along  the 
southerly  sideline  of  Cambridge  Street  to  the  intersection  with 
the  westerly  sideline  of  Somerset  Street; 

Thence  turning  and  running  in  a  southerly  direction  along  the 
westerly  sideline  of  Somerset  Street  to  the  intersection  with 
the  extended  northerly  property  line  of  the  property  known  as 
the  Coimty  Court  House  Annex; 

Thence  turning  and  rumning  in  an  easterly  direction  by  various 
courses  and  distances  along  the  extended  northerly  property  line 
and  the  northerly  property  line  of  the  said  County  Court  House 
Annex  to  a  point  which  is  the  northeast  corner  of  said  property; 

Thence  turning  and  running  in  a  southerly  direction  by  various 
courses  and  distances  along  the  easterly  property  line  of  the 
said  County  Court  House  Annex  to  the  intersection  vjith  the 
northerly  sideline  of  Pembertcn  Square; 

Thence  turning  and  running  in  a  wesceriy  and  a  southerly 
direction  by  various  courses  and  distances  along  the  northerly 
and  westerly  sidelines  of  Pemberton  Square  to  the  intersection 
with  the  extended  northerly  property  line"  of  the  property 
Icnown  as  3^  Feraberton  Sqi-are  -  39  Tremont  Street; 

Thence  turning  and  running  in  an  easterly  and  a  southerly 
direction  by  various  courses  and  distances  along  the  extended 
northerly  property  line  and  the  northerly  property  line  of 
said  3^!-  Pemberton  Square  -  39.TrerriOnt  Street  across  Tremont 
Street  along  said  northerly  property  line  extended  to  an 
intersection  with  the  easterly  sideline  of  Tremont  Street; 

Thence  turning  and  running  in  a  northerly  direction  along  the 
easterly  sideline  of  Tremont  Street  to  the  iSouthwesterly  corner 
of  the  property  known  as  10  Tremont  Street; 

Thence  turning  and  running  in  an  easterly  direction  along  the 
southern  property  line  of  said  10  Tremont  Street  to  the  south- 
easterly corner  of  said  property; 


Thenc3  tur-nlns  and  running  in  a  northerly  direction  along  the- 
easterly  property  line  of  said  10  Tremont  Street  to  the  inter- 
section I'Jith  the  southerly  sideline  of  Court  Street; 

Thence  turning  and  running  in  an  easterly  direction  along  the 
southerly  sideline  of  Court  Street  to  a  point  of  Intersection 
of  stid  sideline  extended  with  the  northerly  property  lir.e  of 
the  property  known  as  the  Old  State  House  to  the  northeast 
corner  of  said  property; 

Thence  tiirning  and  running  in  a  southerly  direction  along  the 
easterly)'  property  line  of  said  Old  State  House  to  the  southeast 
corner  of  said  property; 

Thence  turning  and  running  in  an  easterly  direction  along  the 
extended  southerly  property  Una  of  said  Old  State  House  to  the 
no:  "   "       •   "  "    ^  ..        .   . -  .  - 

Strs 

and  continu5.ng ^  ^  — .__ 

to  an  intersection  v;ith  the  eiKtendsd  easterly  sideline  of 
Change  Avenue; 

Thence  turning  and  running  in  a  northerly  direction  along  the 
extended  easterly  sideline  and  the  easterly  sideline  of 
Change  Avenue  to  an  Intersection  with  the  northerly  property 
line  of  the  property  known  as  60  State  Street >  ; 

Thence  turning  and  running  in  an  easterly  direction  by  various 
courses  and  distances  along  the  northerly  property  line  of 
said  60  State  Street  and  continuing  in  an  easterly  direction 
along  the  northerly  property  line  of  the  property  known  as 
80  State  Street  and  the  last  said  property  line  extended  in  an 
easterly  direction  to  an  intersection  v.dth  the  easterly  sideline 
of  Merchants  Row; 

Thence  turning  and  running  in  a  northerly  direction  along  the 
extended  easterly  sideline  of  .Merchants  Rovj  to  an  intersection 
with  the  southerly  property  line  of  the  property  known  as 
1-3  South  Karket  Street^  which  is  also  the  northerly  sideline 
of  Chathara  Street; 

Thence  turning  and  running  in  a  westerly  dlrect5.cn  along  the 
southerly  property  line  of  said  1-3  South  Market  Street  to  an 
intersection  vjith  the  easterly  sideliyja  of  Merchants  Row; 

Thence  turning  and  running  in  a  northerly  direction  along  the 
westerly  property  line  of  said  l-»3  South  Market -Street,  which 
is  also  the  easterly  sideline  and  extended  easterly  sideline  of 
Merchants  Row,  to  an  intersection  with  the  extended  southerly 
property  line  of  the  property  !<nox'jn  as  Faneuil  Kail; 


Thence  turnins  and  r-unnins  In  a  vjesteriy  direction  aic"'-:  the 
extended  sov.theriy  property  line  and  the  so'-ther*iy  prop-ji-ty 
line  of  said  Faneuil  Hall  to  an  interseotic:  with  the  v;estei-ly 
proper- ty  line  of  said  building j 

Thence  turning  ?.nd  running  in  a  nor-therly  direction  alon;:',  the 
vjesterly  propoi-'ty  line  and  c:  •  line  of  said 

Faneuil  Hall  extended  to  an  :_..^.... ^__v...  ..„>;h  the  north^-jestei'ly 

sideline  of  North  Street j 

Thence  turning  and  running  in  c     '  '-^osterly  direction  along 
the  nor-therly  sideline  of  Nort:.,       to  an  intersection 
vjith  the  easterly  sideline  of  uai^-Oii  ijoreeti 

Thence  turning  and  running  In  a  northerly  direction  along  the 
easterly  pideiine  of  L^icn  Street  to  an  intersection  vjlth  the 
southerly  sideline  of  Hanover  Street j 

Thence  t'arning  and  running  in  a  northeasterly  .directicn  along 
the  southerly  sideline  of  Hanover  Street  to  an  intersection 
i>jlth  the  vjesteriy  sideline  of  Blaokstone  Street; 

Thence  turning  and  running  In  a  northwesterly  direction  along 
the  extended  vjesterly  sideline  and  the  westerly  sideline  cf 
Blacks tone  Street,  which  is  also      o  Highway  location 
layout  line;,  to  the  end  of  31acks\.c.,.-,  street  -at  Haymarket 
Square  5 

Thence  turning  and  r-inrning  in  a  ncrtneaov-erly  and  a  north- 
vjesterly  direction  by  varioviS  courses  and  distances  along  the 
State  Kighivay  location  layout  line  to  the  southeasterly 
corner  of  the  property  of  the  City  of  Boston  known  as  the 
Haymarket  Relief  Station; 

Thence  r-onning  in  a  north.        direction  by  various  courses 
and  distances  along  the  n^..  ^,..^.,.,- ^rly  property  line  of  said 
Haymarket  Relief  Station  to  an  intersection  with  the  easterly 
sideline  of  Canal  Street^,  which  is  also  the  xv'egterly  property 
line  of  said  Haymarket  Relief  Station; 

Thence  turning  and  ri^jning  in  a  southeasterly  direction  along 
the  easterly  sideline  of  Canal  Street  to  an  intersection 
with  the  extended  northerly  sideline  of  Market  Street; 

Thence  turning  and  running  alcr-      :tended  northerly  sideline 
and  the  northerly  sideline  of  I--       rect  te  in   intersection 
with  the  northeasterly  sideline  c.    ^-iniac  Street; 

Thence  turning  and  running  in  a  northwesterly  direction  along 
the  northerly  sideline  of  Kerriraac  Street  to  the  point  of 
beginning. 


CERTIFICATE  OF  VOTE 


The  undersigned  hereby  certifies  as  follows: 

(1)  That  he  is  the  duly  qualified  and  acting  Secretary  of  the  Boston 
Redevelopment  Authority,  hereinafter  called  the  Authority,  and  the  keeper  of 
the  records,    including  the  journal  of  proceedings  of  the  Authority. 

(2)  That  the  following  is  a  true  and  correct  copy  of  a  vote  as  finally 

adopted  at  a  meeting  of  the  Authority  held  on  May  29,   1963 

and  duly  recorded  in  this  office: 


The  Development  Administrator  distributed  copies  of  a  Resolution 
entitled  "Resolution  of  Boston  Redevelopinent  Poinding  That  the  Government 
Center  Project  Area  Is  a  Decadent  Area"',  which  Resolution  was  read  and  con- 
sidered, i  ^ 

On  motion  by  Mr.  Ryan,    sedondcd  h-f  Mr.   Massucco,   it  was 
unanimously  *"  '  ?; 


VOTED:  to  adopt  the  above -rnentioned  Resolution  as  read  and  con- 

—  n 

sidered.     (A  copy  of  tlie  foregoing  Resolution  is  filed  into  the  Document  Book  as 
Document  No.   260. )  i.  x  '\  s 

1        ■  .,  ^ 


! 


(3)  That  said  meeting  was  duly  convened  and  held  ih  all  respects  in 
accordance  with  law,    and  to  the  extent  required  by  law,    due  and  proper  notice 
6f  such  meeting  was  given;  that  a  legal  quorum  was  present  throughout  the 
meeting,    and  a  legally  sufficient  number  of  members  of  the  Authority  voted  in 

a  proper  manner  and  all  other  requirements  and  proceedings  under  law  incident 
to  the -proper  adoption  or  the  passage  of  said  vote  have  been  duly  fulfilled,    carried 
out  and  otherwise  observed. 

n  .*. 

(4)  That  the  "  ..<.nlntinn ^ 

to  which  this  certificate  is  attached  is  in  substantially  the  form  as  that  presented 
to  said  meeting. 

(5)  That  if  an  impression  of  the  seal  has  been  affixed  below,  it  con- 
stitutes the  official  seal  of  the  Boston  Redevelopment  Authority  and  this  certifi- 
cate is  hereby  executed  under  such  official  seal.  < 

mnhktiilllllllllll/imillllMi^^  LLLLU  W^f^N^iil^l^^l^^^^i^'^^- 

(7)  That  the  undersigned  is  duly  authorized  to  execyte  this  certificate. 

^            IN  WITNESS  WHEREOF  the  undersigned  has  hereupto  set  his  hand  this 
\   19th.    day  of  ^'"-^y ^196__.,  i,  ,; 

^  \,  BOSTQN  REDBACELOPMENjIT  AUTHORITY 

LS  "     Secretary 

,■  -  J' 


(I 

V 


'^uvli/'an    <^  ff^/t'    ant/   ,^/i/^id/'WC    dnrjtetea^ 

June  2^,   196i^ 


Ri^t  Reverend  Francis  J.   Lall^',   Chsirman 
Boston  Redevelopment  .mthority 
73  Tremont  Street 
Boston  8,   fessac;msetts 
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Dear  I-ionsignor  Lally: 


Rii:   GCVlRI3:-i;NT  CE.  TT-a 

i-:ass  R-03 


We  iicknowledge  receirt  of  your  letters  djuted  Kay  26,  196^  and 
>*iy  28,  196^  wherein  you  re-juest  approval  of  the  noted  project  in  accordance 
with  the  provisions  of  Section  26-Z^  Chapter  121  of  the  General  Laws. 

This  Division  acting  under  the  provisions  of  the  noted  Section 
26--Z  concurs  in  the  fjndings  of  the  Boston  Redevelopir.ent  authority,  acting 
as  the  official  Planning  Bo-^rd  :or  the  City  of  Poston,  tnat  the  Urban  renewal 
Flan  d^ted  April  3,  i?63,  (revis-^o  llay  £9,  I963)  is  based  upun  a  local  survey 
and  Conforms  to  a  comprehensive  p2.an  for  the  locality  as  a  vir.ole. 

Furthermore,  this  Division  under  the  noted  Section  26—^  make  the 
following  findings :- 

A.  The  project  area  would  not  by  private  enterprise  alone,  and 
without  the  aid  sought  from  the  federal  gov^immcnt  or  other 
subsidy,  be  made  available  for  urban  renewal; 

B.  The  proposed  land  uses  and  building  re  juirerr.er.ts  in  the  project 
areas  in  the  localitp  v/here  the  project  area  is  located  v/ill 
afford  maximum  opportxmity  to  privately  financed  urban  rei.ewal 
consistent  v/ith  the  sound  reeds  of  the  locality  as  a  whole; 

C.  The  financial  plan  is  sound;, 

D.  The  project  area  is  a  decadent  area;         , 

E.  The  urban  renevral  r^lan  is  sufficiently  complete  as  required  by 
the  noted  section. 


■i   A, 


'^^.'....i'r->^Mii^y:)^''i 


<^^"*^  "~lj|-  *~  •,  ,  <  '; 


We  note  that  the  clan  hr-.s  been  5i.\  roved  by  the  .layer  ?r:l  the  City 
Council  of  Boston  after  due  notice  and  a  public  hearing. 

The  statutes  v.'ere   coi\  lied  ••.•ith  v/hen  more   than  twenty -fiv^    taXdble 
inhabitants  of  Boston  requested  a  public  hearing.     The  public  hearing  v,as  held 
at  the  Gardner  Kuditoriun,   State  House,   Boston,   Massachusetts  at  ten  o'clock 
A.i'i.   June   12,   196^^   after  due  notice. 


It  is  the  intention  of  the  Division  that  this   letter  shall  serve  as 
an  unconditional  approval  of  the   jovernment  Center  Project-'lo .   Mftsc  R-25-^oston, 
>iassachusetts . 


.aRiNEY ,   T?JtORARY  Di:  EC70R 


r/I3ICN  OF  URBAI>:  S,  HIDDSTRIfiX 
RE  bWAL 


1 


APPLICATION  FOR  LOAN  ATJD  GRANT 

PART  II;   LOCAL  PROJECT  APPROVAL  DATA 

PROJECT  NO.  MASS.  R-35 

Government  Center  Project 
Boston  Redevelopment  Authority 
Boston,  Massachusetts 


BINDER  NO. 


SUBMISSION  DATE! 


OPINION  OF  LPA  COLTSEL  RESPECTING 
URBAN  RENEWAL  PLAN 


CODE  NO.  R-304 


An  opinion  of  LPA  Counsel  respecting  the  Urban  Renewal  Plan 
is  attached  herewith. 


Boston  R-35  /  R-304 
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Res.  OXrORO  6-4530 

oxroRO  6-eos7 


JOHX  C.  CONLEY 

attorney  at  law 
•      -  Suite  501 

73  Tremont  St..  Boston  8.  mass. 


June  26,    196k 


Mr.  Charles  J.  Horan 

Director  of  Urban  Renewal 

Region  1  '    •  ■ 

Housing  and  Home  Finance  Agency 

3^6  Broadway 

New  York  I3,  New  York 

Dear  Mr.  Horan: 

Re:   Urban  Renewal  Plan  for  Government  Center  Project, 
Mass.  R-35^  Boston,  Kassachusetts 

As  counsel  for  the  Boston  Redevelopment  Authority  in  the 
above -identified  project,  thic  is  to  supplement  my  opinion 
addressed  to  you  under  date  of  April,  19^3^  in  connection  with 
the  Urban  Renewal  Plan  referred  to  herein  (hereinafter  called  the 
"Plan").  As  legal  counsel  in  the  above-identified  project, 
ay  further  opialon  is  as  follows: 

To  my  knowledge  the  Plan  has  not  been  modified  in  any 
respect.  The  Plan  has  been  duly  approved  by  the  City  Council. 
I  have  examined  a  record  of  the  official  proceedings  respecting 
the  latter  approval.  All  public  bodies,  officials,  and  agencies 
which,  under  the  State  or  Local  law,  are  required  to  authorize 
or  approve  the  Plan  have  done  so.  A  public  hearing  on  the  Plan 
required  under  State  or  local  law  has  been  held  in  the  time  and 
manner  and  at  the  place  required,  following  the  giving  of  due 
notice  to  the  appropriate  parties  by   the  public  body  or  public 
officer,  all  in  accordance  with  law.  Every  public  hearing  re- 
quired by  law,  including  any  such  hearing  on  the  project  (as  distin- 
guished from  a  public  hearing,  if  any,  on  the  Plan-)  under 
Section  IO5  (d)  of  the  Housing  Act  of  19^9^  as  amended,  or  under  any 
other  law,  has  been  held  in  the  time  and  manner  and  at  the  place 
required,  following  the  giving  of  due  notice  to  the  appropriate 
parties,  by  the  appropriate  public  body  or  public  official,  all  in 
accordance  with  law. 

All  the  procedural  requirements,  approvals,  and  other  actions 
and  formalities  required  under  State  and  local  law  to  make  the 
Plan  legally  effective  have  been  duly  fulfilled,  taken,  and  completed, 
as  the  case  may  be. 


Mr.  "Charles  J.  Horan         Page  2  June  25,  1964 


To  my  knowledge  there  is  no  pending  or  threatened  litigation 
of  any  kind  concerning  the  Plan  or  said  project,  except  as 
follows : 

On  June  9,  1964,  two  suits  were  filed  in  Suffolk  Superior 
Court  with  respect  to  the  Plan.  Copies  of  these  pleadings  have 
been  provided  you. 


y        John  C-  Conley   ~y7 


APPLICXTION  FOR  LOAN  AND  GRANT  BINDER  NO. 

PART  II:   LOCAL  PROJECT  APPROVAL  DATA 
PROJECT  NO.  MASS.  R-35 

Government  Center  Project  SUBMISSION  DATE: 

Boston  Redevelopment  Authority 
Boston,  Massachusetts 


COOPERATION  AGREEMENT  RE:  CODE  NO.  R-305 

LOCAL  GRANTS-IN-AID 


An  executed  Cooperation  Agreement  respecting  the  provisions 
of  local  grauts-in-aid  is  attached  herewith. 


Boston  R-35  /  R-305  1  of  1 


COOPERATION  AGREH^/jENT 
by  and  between 
CITY  OF  BOSTON  AND  BOSTON  REDEVELOPMENT  AUTHORITY 


THIS  COOPERATION  AGREEMENT,  entered  into  as  of  the 
vy  ^  day  of   Q>«-n-c_  ,  196 v^  by  and  betv/een 

the  CITY  OF  BOSTON,  a  municipal  corporation  of  THE  COMMONWEALTH 
of  Massachusetts  (hereinafter  referred  to  as  the  "City")  and  the 
BOSTON  REDEVELOPMENT  AUTHORITY,  a  public  body  politic  and 
corporate  created  under  the  laws  of  said  Coiimonwealth  (herein- 
after referred  to  as  the  "Authority"). 

WITNESSETH  THAT: 

WHEREAS,  the  Authority  has  adopted  an  Urban  Renewal 
Plan  (hereinafter  referred  to  cas  the  ?Plan)  for  the  Government 
Center  Urban  Renev/al  Project  No.  Mass.  R-35  (hereinajfter  referred 
to  as  the  "Project"),  in  the  City  of  Boston,  and  said  Plan  has 
been  approved  by  the  Mayor,  with  the  approval  of  the  City  Coxmcil, 
of  the  City  of  Boston;  and 

WHEREAS,  the  Plan  provides  for  the  acquisition,  demolition 
and  removal  of  structures  in  t:he  Government  Center  Project  Area 
(hereinafter  referred  to  as  the  "Project  Area"),:  the  installation 
of  site  improvements  a^d  publie  facilities  and  the  disposition  of 
land  in  the  Project  Area  for  uses  in  .accordance  .with  the  Plan;  ajid 

) 
WHEREAS,  the  Authority  will  need  financial  assistance 

from  the  United  States  of  America  under  Title  I  of  the  Housing 
Act  of  1949  as  amended  (hereinafter  referred  to  as  Title  I),  and 
also  local  grants-in-aid  in  order  to  jparry  out  atnd  complete  the 
project;  and  fc 

<  "       :  r  - 

VJHEREAS,  under  Title  %   such  local  grant?-in-aid  may  con- 
sist of,  among  other  things,  cash  grants;  donations  at  cash  value 
Qf  certain  real  property,  in  the  Project  Area;  demolition  or 
removal  work  in  the  Project  Area  at  the  cost  thereof ;  installation 
of  site  ir.-.provements  and  the  provision  at  their  cost  of  public 
l^uildings  or  other  public  facilities  which  are  necessary  for 
qarrying  out  the  urban  renevjal  objectives  of  the.  Project  in 
accordance  v/ith  the  Plan;  and      '   ,,  t  - 

l^JHEREA35  the  Authority  has  applied  for  financial  assis- 
tance from  the  United  States  of  America,  under  Title  I,  in  the 
form  of  loans  and  grants;  i^ 

3        NOW  THEREFORE,  in  consideration  of  the  |i5)enefits  to 
accrue  to  the  City  from  the  carrying  out  of  the  Project  and  of 
the  mutual  covenants  herein  contained  and  for  other  good  and 
valuable  consideration,  the  parties  do  hereby  covenant  and  agree 
as  follows :  ,.  » 


5  :; 

)-        1.   The  Authority  vjill  xxndertake  the  Project  in  accordcuice 

with  the  Plan  and  will  commence  and  carry  out  as ^expeditiously  as 

possible  each  successive  phase  of  the  Projdct  as^funds  are  made 

available.  ■,  \ 

2.  To  held  defray  the  cost  of  the  Project,  the  Authority 
will  comply  v;ith  all  necessary  conditions,  statutory, or  other'.vise, 
tp  obtain  a  capital  grant  from  .the  United  States- under  Section  103 
of  Title  I  in  the  maximum  amount  allowed  by  law. 


3u 


-  2  - 

3.  The  City  will  make  local  grants-in-aid  (as  heretofore 
defined)  to  the  Authority  in  a  total  amount  v;hich,  together  with 
all  other  local  grants-in-aid  made  to  the  Project,  will  equal  one 
third  of  the  actual  net  project  cost  of  the  Project  as  finally 
determined  and  approved  by  the  Housing  and  Home  Finance  Admini- 
strator of  the  United  States  in  accordance  with  Title  I,  and  in 
accordance  with  a  loan  and  grant  contract  to  be  entered  into 
between  the  Authority  and  the  United  States  of  America,  which 

one  third  is  currently  estimated  at  $13,000,000. 

4.  After  the  execution  of  said  loam  and  grant  contract, 
the  City,  upon  request  by  the  Authority  after  the  dedication  and 
laying  out  of  appropriate  streets  and  public  vrays  in  accordance 
with  the  Plan,  will  commence  construction  of,  and  thereafter 
diligently  prosecute  to  completion,  improvements  as  required  by 
the  Plan  for  the  Project  in  accordance  with  the  follov;ing  schedule. 
If,  during  the  course  of  the  Project  :it  appears^that  such  con- 
struction schedule,  or  the  cos^ts  related  thereto,  is  inappropriate 
or  inaccurate,  such  schedule  and  cost^s  may  be  euaended  by  the 
joint  agreement  of  the  Dev>ilop^.ent  Administrator  of  the  Authority 
and  the  Mayor.   The  locations  ^indicated  for  the  "improvements  axQ 

to  be  determined  by  reference  jto  the  Plan  for  the  Project. 

a   •    Total 
Improvement    Lo^.-^tion  -  .   Estimated  Cost 


Water  system  connections 


Traffic  control  system; 
water,  se',?age  and  drainage 
systems;  police  and 'fire 
signal  systems;  street 
lights;  street,  sidewalk 
and  curbs;  street  signs. 


Existing  Congress   .-    $  72,025 
St.  and  Bowdoin  St.  ■ 

Cambridge;..  St,       s-     525,39^ 


I 
fc 


"ircLffic  control  systeia;. 
wiater,  sev/age  and  drainage 
systems;  police  and  fire 
signal  systems;  street 
IjLghts;  street  sidewalk 
and  curbs;  street  signs. 


New  Chardqn  St, 


468,766 


Traffic  control  system; 
water,  sev/age  ajid  drainage 
systems;  police  and  fire 
signal  systems;  street 
lj.ghts;  street  3  sidev/alk 
ar^d  curbs ;  street  signs . 


New  Sudbury  St, 


374,495 


Traffic  control  system; 
water,  sc.vage  and  drainage 
systems;  police  and  fire 
signal  systems ;  street 
l?.ghts;  street,  sidewalk 
and  curbs;  street  signs. 


Stamiford  St. 


118,839 


Traffic  control  system; 
water,  sewage  atnd  drainage 
systems;  police  ,'"d  fire 
signal  systems;  street 
lights;  street,  sidewalk 
ind  curbs;  street  signs. 


Merrimac  St. 


264,  €57- 


Iir.o  r  o  vem  en  t 


3  - 
Location 


Total 

E-stimated  Cost 


Water,  sewage  and  drain- 
age systems;  street  lights; 
street  sidewalk  and  curbs; 
street  signs. 


Hawkin^i  St , 


$   351,965 


Water,  sewage  and  drain- 
age systems;  police  signal 
system;  street  lights; 
street,  curb  and  sidewalk; 
street  signs. 


Bowker  St. 


62,070 


Water,  sewage  and  drainage 
systems;  police  and  fire 
signal  systems ;  street 
lights;  street,  sidexvalk 
and  curbs j  street  signs. 


Union  St . 

West  Hanover  St. 


75,182 


Traffic  control  system; 
water,  sewage  ajid  drain- 
age systems;  police  and 
fire  signal  systems;  street 
lights;  street,  sidewalk 
and  curbs;  street  signs. 


New  Congress  St. 
(including  overpass) 


817,500 


Water,  sewage  and  drain- 
age systems;  police  signal 
system;  street  lights; 
street,  curb  and  sidewalks, 

Traffic  control  system 
master  panel 


Faneuil  Hall  and 
Dock  Square 


177,840 


23,300 


Seivage  and  drainage 
system;  lighting; 
foundation;  pavement, 
landscaping 


Government  Center   1,925,700 
Plaza  , 


Water,  sewage  and 
drainage  systems;  street, 
curb  and  sidewalks. 


Change  Avenue 
Chatham  Street 
Merchants  Roxv 


31,000 


Traffic  control  syster.'; 
water,  sewage  axid  drain- 
age systems;  police  signal 
system;  street  lights; 
street,  sidewalk  and 
curbs ;  street  signs . 

street,  sidewalk  and 
<?urbs ;  street  signs. 

'Water J  sewage  and  drain- 
age systems;  police  and 
fire  signal  systems; 
street  sidewalk  and 
qurbs*  street  signs. 


Court  and 
State  Streets 


118,380 


Franklin  Avenue 


Somerset  Street 
Pemberton  Square 
North  Pemberton  Square 


12,350 


168,330 


Street, 
curbs . 


sidewalk  ajid 


l'4ater  system;  fire  signal 
system;  street  lights; 
s.treet,  sidewalk  and  curbs; 
street  signs. 


Cambridge  and  Chardon     8,850 
Streets  (public  park) 

Tremont  Street  53,900 
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5.   After  the  execution  of  said  lean  and  grant  contract 
betv.'een  the  Authority  and  the  United  states,  the  City  acting  by 
its  Mayor,  will  recommend  to  the  proper  board  or  officer  the 
construction  of  each  of  the  public  improvements  listed  belov;, 
ajid  that  construction  thereof  be  commenced  promptly  upon  con- 
veyance or  dedication  of  land  for  the  purpose  from  the  Authority 
to  the  City: 


Public  ImDrovement 


Estimated 
Total  Cost 


Estimated  Cost 
to  be  Credited 

to  Project 


Cash  Value 
to  Project 
in  Lieu  of 
Construction 


Parking  Garage 


$7, 000  J  000    $7,000,000 


$4,666,666 


Police  Station 


1,200,000 


90,750 


60 , 500 


6,  (a)   If  the  City,  acting  by  the  Mayor,  appropriate 
board,  officer,  or  agent  thereof,  should  fail  tp  take  appropriate 
actions  to  construct  any  of  tbe  imprQvements  s^  forth  in  para- 
graph 4  above  promptly  upon  request  qf  the  Authority  after  execu- 
tion of  the  Loan  and  Grant  Contract  ^d  the  dedication  and  laying 
out  of  the  streets  or  public  v/ays  concerned,  or  shall  fail  diligent- 
ly to  prosecute  said  work  to  completion,  then  'the  City  shall,  upon 
demand  by  the  Authority,  pay  to  the  Authority  the  sum  or  sums  of 
money  listed  in  the  column  entitled  '.'Total  Estimated  Cost"  with 
respect  to  each  item  of  work  or  portion  thereof,  to  which  such 
failure  relates,  which  sums  of  v;ork  shall  be  considered  as  caala  ,- 
local  grants-in-aid  to  the  Project. 


(b)   If  the  City,  acting'  by  the  Mayor,  appropriate 
board,  officer,  or  agent  thereof,  should  fail  to  take  appropriate 
actions  to  construct  any  of  the  Public  Improvements  set  forth 
in  Paragraph  5  above  promptly  upon  the  conveyanGe  or  dedication 
of  land  for  the  purpose,  or  shall  fail  diligently  to  prosecute 
said  work  to  completion,  then  the  City  shall  upon  demand  by  the 
Authority,  pay  to  the  Authority  the  sum  or  sums  of  money  listed  , 
in  the  column  entitled  "Cash  Value  tOj^  Project  in  Lieu  of  Construp- 
tion"  with  respect  to  each  item  of  work  or  portion  thereof  to 
v/hich  such  failure  relates,  v/hich  sums  of  money  ^shall  be  considered 
as  cash  local  grants-in-aid  to  the  Project. 

(c)  The  Authori'iy  and  the  Real  Property  Board  of 
the  City  of  Boston  have  entered  into  -^   Letter  of.  Understanding 
dated  November,  19,  1962,  with;  respect  to  construction  of  the 
Parking  Garage  referred  to  in  Paragraph  5  hereof.   The  City  here- 
by agrees  to  take  such  actions  xvithin  its  power  as  may  be  necessary 
or  desirable  to  facilitate  the  construction  of  said  garage,  in   - 
accordance  with  the  said  Letter  of  Understamding.. 

'         7.   (a)   If ,  during  the  course  of  the  Project,  revised 
estimates  of  net  project  cost  are  determined  and.  approved  by 
Housing  and  Home  Finance  Agency  xvhich  'make  necessary  additional 
local  grants-in-aid  to  the  Project,  the  City  v^ill,  upon  demand 
by  the  Authority,  pay  to  the  Authority  such  amounts  of  money  as 
;vill,  together  with  all  other  local  grants-in-aid  made  or  to  be 
made  to  the  Project  in  accordance  with  the  previously  approved 
estimate  of  net  project  costs,  total  one-third  of  such  revised 
estimate  of  net  project  cost.        :I  y 
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(b)   Upon  completion  of  the  Projisct  by  the  Authority 
and  the  final  determination  and  approval  as  eiforesaid  of  the 
actual  net  project  cost  thereof,  the  City  will  make  such  additional 
cash  payment,  if  any,  as  may  be  necessary  to  bring  the  total  local 
grants-in-aid  for  the  Project  up  to  an  amount  equal  to  one-third 
of  said  actual  net  project  cost  as  so  finally  determined  and 
approved;  and  if  upon  such  final  determination  and  approval,  the 
local  grants-in-aid  theretofore  made  to  the  Project  shall  total 
an  amount  in  excess  of  one-third  of  said  actual  net  project  cost 
as  so  finally  determined  and  approved,  such  portion  of  the  excess 
as  was  paid  in  cash  shall  be  refunded,  wi-;:hout  interest,  by  the 
Authority  to  the  City. 

8.  The  City,  acting  by  its  Mayor,  v/ill  recommend  to 
the  proper  board  or  officer  the  vacating  of  such  streets,  alleys, 
and  other  public  rights-of-way  within  the  Project  Area  as  may,  in 
the  judgment  of  the  Authority,  be  necessary  or  desirable  in 
carrying  out  the  Plan,  and  the  laying:,  out  as  public  streets  or 
ways  of  all  streets  and  ways,  with  their  adjacent  sidevjalks,     j 
within  the  Project  Area  in  ac<±)rdance£ with  the  Plan;  and  the     : 
Authority  further  agrees  not  to  sue  the  City  for  any  damages  for:...-, 
any  such  vacating  or  laying  out ;  and  $he  Authority  further  agrees 
to  reimburse  the  City  for  any  damages,:  recovered  by  others  under 
Chapter  79  of  the  General  Laws,  of  Massachusetts,  as  aiaended  for 

any  such  vacating  or  laying  out.     2  ,  ; 

9.  The  City,  acti.  .,  .,■  itS;;  Kayor,  will  recommend  to  the 
proper  boards  or  officers  such  action  as  may  be  necessary  to  v/aive 
change  or  modify,  to  the  extent  necessary  or  desirable,  in  the 
judgment  of  the  Authority,  to  permit  carrying  on'p   the  Project, 

the  statutes,  ordinajices,  rules  and  regulations  regulating  land 
use  in  Boston  and  prescribing  health,. sanitation^ axid  safety      - 
standards  for  building  in  Boston. 

10.  The  Authority  recognises,  that  the  City,  in  accordance 
with  Section  26R  of  Chapter  121,  may  require  pa.yxa.ents   in  lieu  of 
ta^es ,  betterments  smd  specia.1  assessments  on  all  property  held 

by  the  Authority  as  part  of  the  Project,   The  City  hereby  agrees 
that  if  such  payments  are  required  pursuant  to  said  Section  26R 
tjiey  shall  not  be  required  in  e;<cess  of  the  aiaount  of  such 
payments  eligible  as  project  costs  under  the  c.r-plicable  regulations 
of  the  Housing  and  Home  Finance  Administrator  in  effect  from  time 
to  time,  and  further  agrees  that  any  such  payments  required  will 
be  based  upon  assessments  in  the  tax  year  1961, 

11.  The  City  shall  continue  to  maintain,  the  "workable 
program"  heretofore  adopted  by  it,  anc^.  shall  cooperate  with  the 
Authority  by  such  other  lawful  actiors  and  in  such  other  lawful 
ways  as  may  be  necessary  in  co--ir..ection  with  the  undertaking  and 
carrying  out  of  the  Project  in  all  its  phases,  including  the 
relocation  of  families  to  be  displaced  from  the  project  area. 

12.  The  City  v/ill  take  steps  appropriate  to  assure  that 
no,  member  of  its  governing  body,  and  no  other  City  official  who 
exercises  any  functions  or  responsibilities  in  the  review  or 
approval  of  the  Project  shall,  prior  to,  the  completion  of  the 
Prpject-  voluntarily  acquire  any  personal  interest,  direct  or 

-direct,  in  any  property  included  in  the  Project  Area,  or  in  any 
-act  or  proposed  contract  in  connection  vjith  the  carrying 
the  Project. 
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13.  The  City  agrees  that  each  public  facility  provided 
as  a  non-cash  local  grant-in-aid  shall  be  open  to  all  persons 
xrf-thout  regard  to  race,  creed,  color,  or  national  origin. 

14.  This  Agreement  shall  take  effect  as  a  sealed 
instrument. 

IN  WITNESS  WHEREOF  the  City  of  Boston  and  the  Boston 
Redevelopment  Authority  have  respectively  caused  this  Agreement 
to  be  duly  executed  as  of  the  day  and  year  f?rst  above  written. 


(SEAL) 
Attest : 


\ 


V^/z<^   ^^/  /C^^ 


^^y  City  Clerk 

Approved  as  to  Form : 


Corporation  Couns 


(SEAL) 

Attest  : 


\  Ct '-{.'■>  ---^^-^  r'v■v(C^'- 
Secretary 

Approy^d  as  to  Form : 


General  Counsel 


h 


CITY  OF  BOSTON 


BOSTON  REDEVELOPMENT  AUTHORITY 


-y 


0 

g 

oi 

H 

< 

2 

s 

0 

-1 

0 

>• 

0 
g 

0. 

a: 
u 

hI 

CO 

1? 

p 

2 

< 
2 

M 

2 
u 

0 

CO 
U 

H 

O 

p 

y 

2 

^ 

z 

< 

u 

(0 

«: 

S 
& 

< 

E- 

u 
u 

g 

tJ 

n 

n 

i 

D 
to 

2 

0 

s 

u 

CO 

g 

& 

g 

0 

(S 

2 

>J 

p 

o 

< 

0 

z 

!- 

01 
H 

o 

M 

S 

u 

Ui 

M 

< 

2 

< 

CO 

2 

23-280- 
23-281 


-Colored  Tabs 
-Clear  Tabs 


APPLICATION  OF  LOAN  AND  GRANT  BINDER  NO. 

PART  II:   LOCAL  PROJECT  APPROVAL  DATA 
PROJECT  NO.  MASS.  R-35 

Government  Center  Project  SUBMISSION  DATE: 

Boston  Redevelopment  Authority 
Boston,  Massachusetts 


CERTIFICATION  RE:   LOCAL  GRANTS-IN-AID      CODE  NO.  R-306 
NOT  PREVIOUSLY  SUBMITTED 


Certifications  by  donors  of  starting  dates  of  construction  of 
project  inprovements  and  public  facilities  and  of  site  clear- 
ance work,  already  commenced  as  a  non-cash  local  grant-in-aid, 
not  previously  submitted  under  Code  No.  R-266(3)  is  presented 
in  the  report  attached  herewith. 
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CITY  OF  BOSTON 

PUBLIC  WOKKS  DEPARTMENT 

JAMES    W      MALEV  gjl     Qjf^     „,,„    ;v„„^ 

COMMIS9IONFR 

TELEPHONE   LA   J-J.OO  BOSTON     8,     MASS. 

■XT*.  sm.»t 


June  11,  196h 

Miss  EstJier  Kialetz 

Acting  Project  Director 

GovQrnpient  Centre 

Boston  RodevelopniBnt  Authority 

City  liall  Annex 

Boston,  Haas, 

Dear  Miss  MaletzJ 

According   to  the  records   of  this  department  the   follaw±ng 
amount  of  money  has  been  (as  ncrted)  encumbered  and  expended  to 
date  by  this  department  in  connection  with  the  Government  Centre 
Project,  Mass,  R-35. 

1,  Consultant  Services 

A,  Encumbered  for  V/m,  A,  Fisher  Co, 
contract  for  layout  and  design  of 

streets.  $92,000, 

al.  Paid  to  date  $91,U19.6J» 

B,  Encumbered  for  Cajnp,  Dresser  & 
McKee  contract  for  Sewer  &  VJater 

Design  75,000, 

bl.  Paid  to  date  2g,l;97.0Q 

Total  Consultant  Payments         -^   ^ll6, 916,0)4 

2,  Construction  Contracts 

A,     Sylvester  Ray  Construction  Co, 

al.     Partial  Embankment,  New  Sudbury  St,  23,8l4i|,00 

a2.     Engineering  &  Inspection  by  City  1,125.00 


$29,969.00 


B,     Gil-Bern  Construction  Co, 
(New  Sudbury  Street) 


bl.     Completion  of  Embankment  17,203.20 


-  2  - 
Kiss  Estter  I'lalotz  June  11,  19614 


b2,     Enninoeririf;  &  Inspection  by  the  City 

(for  i?jnbanlcnient)  i^           600.00 

b3.     Installation  of  Sev/or  Lines  77,601.60 

bi;,  InstaJlation  of  '.7ater  Mains  6U,)490.2O 
b^,     Enf^ineerinc   &  Inspection  by  the  City 

(for  Utilities)  2^00.00 


162,203.00 


C.     Gil-^ern  Construction  Co.    (Somerset  St, 
<2c  Cambridge  St.) 


cl.     Installation  of  Sewor  Lines  23,5l4l.80 

c2.     Installation  of  V/ater  Eains  1;,033.00 

c3#     Engineering  &  Inspection  by  the  City  650.00 

28,229.80 

3»  City  of  Boston  -  Force  Account 

cil.  January  9,  1961  to  liarch  30,  I963        8,581.00 
b2,  April  1,  I963  to  Date  (Estimated)         8,u00.00 

16,581.00 

GRAVID  TOTAL  -  Expenditures  ^353,899.61; 


A  great  deal  of  previous  woi'lc  han  boen  done  in  the  preparation  of 
Surveys  and  Plans  for  existing;  streets   in  tie   Government  Centre,     The 
cost  for  this  would  be  approximately  :|;1.'5,000,  but  since  we  do  not  liave, 
readily  available,  statistics  on  tiiis  iiial.t'?r  tiiis  cost  is  not  included. 


Very  truly  yours, 

V   <'c ...  y\/  '-•  ( <  -, 

a' 

JAJ1ES  W.    Ji>\LEY 
JWVFLG/jdl  /  '  Commissioner  of  Public  Wcr'ks 


APPLICATION  FOR  LOAN  AND  GRANT  Binder  No. 

PART  II:   LOCAL  PROJECT  APPROVAL  DATA 
PROJECT  NO.  MASS.  R-35 

Government  Center  Project  Submission  Date: 

Boston  Redevelopment  Authority 
Boston,  Massachusetts 


AFFIDAVITS  OF  PUBLICATION  OF  NOTICE   OF  PUBLIC        CODE  NO,  R-307 
HEARINGS 


Affidavits  of  Publication  of  Notice  of  Public  Hearings  held  by 
the  Boston  Redevelopment  Authority  on  April  17,  1963,  the  Boston 
City  Council  on  May  7,  1964,  and  the  Commonwealth  of  Massachusetts, 
State  Housing  Board,  Division  of  Urban  and  Industrial  Renewal  on 
June  12,  1964,  are  attached  herewith. 
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APPLICATION  FOR   LOAN   AND   GRANT 

PART    II:       LOCAL  PROJECT   APPROVAL   DATA 

PROJECT   NO.    M4SS.    R-35 


BINDER   NO. 


Government   Center   Project 
Boston  Redevelopment   Authority 
Boston,    Massachusetts 


SUBMISSION  DATE; 


NOTICE   OF   PUBLIC   HEARING:       BOSTON   REDSVELOPME^^^    AUTHORITY 
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PUBLISHSR^is  CERTIFICAT 


Commonwealth  of  Massachusetts  i 

County  of  Suffolk  )  ^^• 


OFFICE  OF  THE 

RECOilD  AMERICAN 

5  Wintln-op  Square, 

Boston  6,  Masti. 


On  this ^^^ day  of     ''?^^ 


A.  D.  19  63  personally  appeared  before  the  undersigned,  a  Notary 

Public,  within  and  for  the  said  Councy 

Eleanor  F.  Sullivan 

of  llic  RECORD  AMERICAN,  a  daily  newspaper  published  by  The  Hearst 
Corporalion.  in  Boston,  County  of  Suffolk,  in  the  Coiiiiuonwcallh  of  Mass- 
achusetts, and  who  being  duly  sworn,  states  on  oath  that  the 

B 0 stor.  Redevelopment  Authority-  public  hea:lr.p;-  .-.vr  17  19 63 

was  published  in  said  newspaper,  in  its  issues  of  the  -  _^,-_^ . 

^  th and IZth  of  Apj:al .     '.  A.~D.  ^9  63 

Subscribed  and  sworn  to  before  me,  this  — 12th    ■ 

day  of- £L2ril /^ — 19^3  ^         ^  "     . 


Notary  Public. 


^ 
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APPLICATION  FOR   LOAN   AND   GRANT 

PART    II:       LOCAL   PROJECT  APPROVAL  DATA 

PROJECT   NO.    MASS.    R-35 


BINDER   NO. 


Government   Center    Project 
Boston  Redevelopment   Authority 
Boston ,    Massachusetts 


SUBMISSION  DATE: 


NOTICE   OF   PUBLIC   HEARING:       BOSTON  CITY    COUNCIL 
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itij<^vyA».jL>'    A:VAi:>i.vi>^Ai\ 
5  Wiuthx-op  ScTUurc, 

Boston  6,  Jflusa. 

Ccmmor.wcalth  of  Massachusetts  [ 

County  of  Suffolk  j^'"' 

On  this cay  o: ::: 

A.  D.  lS6/v    personally  appeared  before  the  undersigned,  a  Notary 

Public,  within  and  for  the  said  County 

-^le'jncr   ?'■    Sullivr^n 

of  die  UliCORD  AMERICAN,  a  daily  ucwap.ipcr  published  by  Tiio  Kcirai' 
Co.-j)or.iuon,  in  Boblon,  CouuLy  of  Suffolk,  in  ihc  Coininouwcahii  of  Mass-  ' 
ikclui^ciu,  and  who  being  duly  awora,  bUucb  on  oaih  thai  ihu 

P-uhlic  i^earinc-  '■■■'-::  ^ ,    1:'^"4         re  Urban  Acncv/al  ?lcp 


was  published  in  said  newspaper,  in  its  issues  of  the. 


.A.  D.  19  <^- 


/•rfrrr.--  ,>--rjV2<^U^!^>-^''^-^  y^ 


Subscrib^cd  and  sworn  to  before  me,  this. 


dayoi El:^^:^ -^f~n       I  > 


~        //"■'    II  -  Notary  Public. 


300-ll.r.-}SS0.6-63 

i"  •  i: 


THE   BOSTON   HERmLD-TP/"  VELER   CORPORATION 

300   HARRISON   AVENUE 

BOSTON   6.    MASSACHUSETTS 

HANCOCK  6-3000 


THE  BOSTON  HERALD 
BOSTON  SUNDAY  HERALD 


IN   DOWNTOWN   BOSTON 


AFFIDAVIT    OF    PUBLICATION 


Then  personally  appeared.  .  ^:.  .h'. .  .^P.^?".^ ^'^X^.'^.^?:??:^^  ^  f\^i±tOT 


Boston  Herald-Traveler  Corporation  and  made   oath  that  the  advertisement  hereto  attached  was 

published  in  the. . . .  J^o.^."!^?.^.  .^^.^^Id   nnd    the    Spston  .Traveler p.ne  time. . 

June    9,    1964 


...(r.:.'A.:.^'f.^.-fi 


.as  ordered. 


■^-i'Z'i- 


Subscribed  and  sworn  to  before  me  this .x l.Qtlaay  of.  .  .  .JUJie. 


.19   64 


,1, 


Notary  Public 


V. 


(Copy  of  Advertisement) 


To  all  oersons  inlerested  'n, Urban 
Renewal  Proiect  No.  Mass.  R-15  Gov- 
ernment   Center,    Bosion.    Massacnu- 

*^A^'public  fiearing  will  be  tield  in 
the  Gardner  Audilonurn,  S  ate 
House-  Boston,  Friday  Ji^ne  12,  I'M 
at  10:00  AM  in  accordance  wiln  the 
provisions  of  General  Laws.der  Edl 
ChaijJer  121.  as  reouested  m  writing 
by    Twenty-five     taxable     Inhabitants 

"^••''^iik''Rf°/5;.°"DEGREG0R10 
Temporary  Chairman 

iun9 


BOSTON'S   HOME   DELIVERED   NEWSPAPERS 


APPLICATION  FOR    LOAN  AND  GPANT 

PART    II:       LOC^L   PROJECT  APPROVAL   DATA 

PROJECT  NO.  MASS.  R-35 

Government  Center  Project 
Boston  Redevelopment  Authority 
Boston,  Massachusetts 


BINDER  NO, 


SUBMISSION  mTE: 


MINUTES  OF  PUBLIC  HEARING 


CODE  NO.  R-308 


The  transcripts  of  the  Public  Hearings  held  by  the  Boston  City 
Council  on  May  7,  8,  12,  and  13,  1964,  and  the  State  Housing 
Board  on  June  12,  1564  are  attached  in  a  separate  binder. 


Boston  R-35  /  R-308 
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APPLICATION  FOR  LOAN  AND  GRANT  BINDER  NO, 

PART  II:   LOCAL  PROJECT  APPROVAL  DATA 
PROJECT  NO.  MASS.  R-35 

Government  Center  Project  SUBMISSION  DATE: 

Boston  Redevelopnent  Authority 
Boston,  Massachusetts 


EXPLANATION  OF  LPA'S  SOLUTION  TO  CODE  NO.  R-309 

QUESTIONS  RAISED  BY  HHFA. 


At  the  time  of  this  submission  there  has  been  no  official 
communication  from  HKFA  requesting  answers  to  specific  ques- 
tions or  additional  documentation  f  ca:  the  Part  I  submission 
of  the  Final  Project  Report.   We  are  in  receipt  of  informal 
review  comments  made  internally  by  the  regional  office  of 
HHFA  by  various  staff  members.   Some  of  these  comments  have 
been  smswered  either  verbally  or  in  writing  by  the  Boston 
Redevelopment  Authority  since  the  review  was  made. 
Solutions  to  remaining  questions  and  additional  documenta- 
tion to  be  included  in  the  Final  Project  Report  are  included 
herewith.   The  presentation  is  organized  according  to  staff 
review  comments  and  references  made  to  each  review  document. 
This  doctimentation  includes: 

1.  Engineering  review. 

2.  Pleinning   review. 
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3.  Land  Acquisition  review, 

4.  Land  Disposition  review, 

5.  Legal  Review 

A.  Legal  report  on  Part  I  application. 

B.  Legal   opinion   on   Plaun. 
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APPLICATION  FOR  LOAN  AND  GR/^NT  BINDER  NO. 

PART  I:   FINAL  PROJECT  REPORT 
PROJECT  NO.  MASS.  R-35 

Government  Center  Project  SUBMISSION  DATE: 

Boston  Redevelopment  Authority 
Boston,  Massachusetts 


ENGINEERING  REVIEW  CODE  NO.  R-224 

The  following  coiainents  relate  to  Revised  Part  One  Engineer- 
ing Review  dated  July  12,  1963,  attached  to  H-620O: 
A.   Exhibit  A  of  Code  R-224(l),  Page  2. 

1,  The  "tricir.gular  area"  mentioned  in  Exhibit  A  is  that 
area  near  Parcel  15  bordered  by  Market  Street,  Canal 
Street  and  New  Chardon  Street ,   This  area  is  plcinned 
as  a  pedestrian  distribution  area  for  north-south 
foot  traffic  (North  Station  to  Government  Center) 
and  garage  access. 

2,  In  order  to  document  the  street  proposals  both  with- 
in Government  Center  and  the  coordination  of  the 
Government  Center  streets  with  the  Downtown  North 
GI^P,  we  are  enclosing  two  "Vehicular  Circulation 
and  Parking  Reports"  dated  June,  1961,  prepared  for 
I.  M.  Pei  aind  Associates  by  Barton  Ashman  Associates^ 
Inc.   One  report  is  for  the  Downtovm  North  GNRP;  the 
other  specifically  for  the  Government  Center  Project. 
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The  8  maps  referred  to  in  the  report  as  Figures  1 
through  8  are  attached.   These  two  consultants' 
reports  provide  the  required  supporting  material 
for  the  street  proposals. 

3.  The  area  formally  designated  as  a  public  park  adja- 
cent to  tte  New  England  Telephone  Company  should  be 
designated  as  a  public  sidewalk  and  pedestrian  stop 
area. 

4.  Govamment  Center  Plaza 

a.  The  attached  letter  from  the  Architects  and 
Engineers  for  the  Boston  City  Hall  is  submitted  as 
justification  for  the  use  of  a  framed  system  rather 
thcin  fill  for  the  Government  Center  Plaza. 

b.  The  underground  service  area  is  designed  as  a 
means  of  vehicular  ingress  and  egress  to  reuse 
Parcels  8,  9  and  10  from  Congress  Street.   This  will 
tend  to  reduce  the  traffic  problem  on  Court  Street. 
Without  this  service  area  Parcel  9  will  be  leind- 
Iccked.   In  addition,  it  is  necessary  to  service  tho 
City  Hall,  Parcel  8,  and  Parcel  10.  The  Veterans 
Administration  Building  will  require  access  through 
this  area.   The  Land  Disposition  Review  from  the 
regional  office  recommends  this  right  of  way  under 
the  Plaza. 
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B.  Code  R-224(4) 

Exhibit  A  -  Traiffic  Control  System  Costs.   The 
change  in  percentage  allocation  for  the  master  con- 
trol panel  and  interconnection  of  system  are  duly 
noted  and  are  acceptable  to  this  office, 

C.  The  breakdown  for  the  50%  boundary  and  100%  for  in- 
terior will  be  made  at  the  time  of  the  submission 
of  Form  H-6202, 

D.  A  report  is  attached  explaining  the  100%  local  non- 
cash credit  for  the  Parcel  4  garage. 

E.  The  map  requested  is  submitted  herewith.   As  this 
map  show%  the  Downtown  North  GNRP  is  entirely 
within  the  service  area  of  the  proposed  Police 

Station  and  the  percentage  of  credit  should  be 

415 
computed  on  t'le  basis  of  "qqq   or  51,9>j   Also  attached 

is  a  letter  of  intent  from  the  Police  Commissioner 

dated  March  30,  1964. 

F.  For  an  explanation  of  credit  for  ramp  adjustments, 
see  the  attached  Barton-Ashman  Report. 

G.  The  matter  of  the  subway  loop  has  been  discussed 
in  detail  with  Mr.  Karas  of  the  regional  office 
and  it  is  well  understood  that  the  50.4%  figure 
is  acceptable, 
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VEHICULAR  CIRCULATioN'  AND,  PARKING 
BOSTON  DOWNTOWN '';N6RTH  .GNRP 


I  .'-■  ;  'f:\  : 


Prepared  for  I.  M.  Pel  and  Associates 
By  Barton-Aschman  Associates,  Inc. 

June,  1961 


.i..'iv:!s  >;. 


';■'''• ' 

■.'■•fJ.ScOVQ 

,'  '.'<  '■' 


of  Study 


Tho  assignment  of  Barton-Ascliman  Aasociatoa,  Inc.  haa  boon 
to  appraiao  in  general  terms  of  magnitude  and  direction 
both  the  existing  and  future  requirements  of  vehicular 
access  to  and  through  the. study  area.   Further,"  tho  assign**, 
■/jj-'rv- ment  has  involved' recommending  improvements  to  the  street.';' 
.'•of-'v  and  liighway  system,  which,  on  the  one  hand,  seem  necessary,,' 
'.,  in  light  of  estimates  of  future  traffi-6  loads,  and  oaxthe  '  : 
other  hand,  which  are  compatiblo^ith  rodoVQlopmoj>t  and  a':|^,; 

ion  has 
been  directed  toward  the'sa  ends: 


■  l-,w.  . 


—  •/      '     ■■ .. 

To -.rearrange  the  pattern  of  streets  in'.' order  to  mora 
clearly  define,  make  more  continuous',  and  create  a 
more 'logical  and. orderly  major  surface  street  system* 

To  channel  traffic  into  efficient  woll-dosigncd. 


;«i..v;,#-' 

.'•;>ii'  .;.:  -:*■     •     .  ,, 

■  ■' 

;}i!;''.. ■;/■■' corridors  ra,ther  than  permitting  it  to  filter  through  ■'.■ 
''■•v^•'.■v.''V'^i•  literally  all'  atreeta  in  che/area.  ,   '■:':- 


r..  .  -  . 
—.•■  •  -1 
•  v  '•■■■•']* 


;o  as  to  i>royide  mbrQ. 


To  consolidate,  the  street  ^ystG("r\ 

usable  redevalopmont  sitott.      ~" '      •'-'\:' !".■••••  ■'■-'^:,:\ 

ii  •    ■ 

•  •  ■  /  ■  .    .  ,    ,  .:■ 

;To  Qwtablish  desirable  vehicular,  pedestrian,  and  ■ 
historical  ro.uto  linkages. 

■■   •'        /  ■■■   .  ■■       ■   ■••■ 

To  establish  the  propoi'  relationships  between  land 
doveiopraont  and  street  development,  not  only  in  toriTiS 
of  location  of  major istreots,  but  also  in  regard  to 


■■  ■:':< 


.■/ 


local  access. 

\j.    ...  • 

^  .-  ./  ■   ■ 

■V  'ITo  suggest  irnprovcrtents  for  certain  problem  areas, 
i'<?uch  as  the',  junction  of  the  Central  Artery  and  the 
/^vinnels.        ,/  • 

•  '  \  •  ../'.  :  '  •     '  ,     . 

The  recommendations  .contained  in  this  plan  iiave  boon  detailed 
to  the  extent  necessary  to  insure  their  functional  and  engineer- 
ing workability, • and  are  presented  in  such.  a. fashion  as  to 
illustrate  the  p-';inciples  and  concepts,  involved'; .  this  material  A; 
is  not  intended  .vtojbe  "used  as  final  precise  jitroct  geometries  • 
for  example < 


■'.;.£■■ 


.■;:.M., 


jA-- 


,t|V. 


■',•!•••'■■■■«  .■'■,  .    ■■.■■,\  •\T:.y^:''i.::    .■^''  : 

.  ^  .■  ■         ...••,•.■■,■••;•:.■  ■■..■1  ■;».■*:•■.  ■  •■:',•;:'.'■'••'.''.■,*■■•  ' 

;•■•;.,       ■  .  -  ;  .  .  ■  '\  ••   ■■..  ;■  ■  .  '■■  .,-,;,  ,'...;  !.;V.j,-  ; 


2. 


■.  ^ 
.•'•1' 


'"  ■  •,  ;;■■...■.■■■■■..  v.;i.!,.-  .    ■■V,;".'/v 


/ 


';%•/;-•■  Ex  is  ting  and  FuLuro  Tr^^ffic  Flow     .  . 

l-;:0~    ^   ~ ; :  ._         .■■■v'.;,; 

••yc'^'-'ThG  prcsont  pattorn  of  streets  in  the  at'udy  nroa  loaves  ?■•■;'.'.' vt'.V;''''- 

lly-" 
il';;;;i.no  system,  having  little  continuity,  with  many  streets 
.f':':;;.:  being  •intolerably  narrow.   Tlio  result  of  the  situation  •  is  ■,•;', 
;•.;■:;:.■•:,  a  flooding,  of  traffic  flow,  both  local  and  through,  over,  .^i" 
h^'lv;  virtually  all  streets  in  the  area  (see  Figure  i)>  ..      •'■.v!./ 


■.i'.y:.i: 


\     .!•.. 


■v'lJ'.'jiyin  addition  to  reviewing  exinting  -traffic  voliimoS  in, the  '.■'.. 

P;i'.''/^'.-varea,  it  is  important  to  consider  the  desires  of  traffic 

K?:;\;-.'^PP^'oaching' and  entering  the  study  area.   A  summary  of  this.,; 

f'-v;'"f  data  (as  shown  in  Figure  2)  is  as' .follows » 


'*•'/•-•,:■  Existing  nurnbor  of  person  trips,  to  and.  from  the  aroa^--;^;v,;.y^^ 

■■''..  240.000  pan   day  (this  amounts  to' 20%  of  such,  tripa.  t'o  ;v',t,-;'> 

and  from  the  entire  central- aroa^  .■  ,.       ^  .•■'(; -vo^' 


Existing  number  of .  vehicle  ttip&'to  and  f ro^'. the  ; area  ->y7;|j;^' 
...,.•.,■■  85,000  per  day  (this  oqiials -36%  of' the  number  Of ' person i^-;;;?! 
;yi-'.    ■■    tripu)  .        •  ■:'-\  .  ■'■fe'.; 

fe:  -.  ^-  •         /   ■■      ■v^^.^'h 

!;:;.*;.■■,;.■*..••;.  EKiating  person  trips  to  and  from  the  .-area  using  mass  ;;  v  ;.;•,.. 
(.^;('-:'  '  ;  transit  -*  115,000  per  day  (this  is  45?^  to  50%  of  the /,;<  |/.;_/';:-,! 
\}-'' '■     • ':  total  person-trips  to  and  from  the  area).       '  '  "^'"'v  ■•i/'^i;'-; 

Jjiv.'  1-.  ■  •  !  :•  ■   •     ■,  •i----l'- 

r..'..'/  .    »  .  •  '■>-■■  ".■ 

;',•;•<  -•;•;  •.;,  J  '   '    ■'   '■  ''  '''■"■'■ 

j^.;]>;;:JVv.'.  Approach  routes  used  by  existing  voliicle  trips:  Central  :■;;.;, 

tv^i'o"     Artery  (north  or  south)  and  Sumner  •  Tunnel  -  39%;  surface  :,;;V;-;';,^^^^ 

tei'     /streets  (including  Storrow  Drive)  -  61%.     .       •  ;  .;   ';■■■'" 


a;; 

■.J--  J 

•^1 

( ■-■■  /■ 

■.■:.i'- - 

■  J.,' 

■J.; 

-/';.  ^>  ^'...  ',    '.     .''■ 

:;■(:.■ 


Existing  vehicle  trips  through  the  area  -  170,000  per 

day  (this  is  2/3  of  the  total  vohiclqii  entering  the  .  •  ,,  ' 

area)  •....• 

Future  vehicle  trips  to  and  through  the  area  -  95,000 
to  100,000  per  day  (this  is  based  on  an uvreaso  in  person 
trips  ranging  from  20%  to  30%;^  but  with  greater  uao-of  -4-;:-- 
mass  transit,  .resulting  in'  an  :incroa3Q  of.v^hlclo  loads;* 
^of/,froni.l2%-:tq;,l6%).:V--         ■  ^'•^0^M  •:-^-:n- "■''■■ '■'''''"^^ 


•..•;,       ■       ■'■>•';.  v^.  V '''■.'■'•■'■'>!  ^^V'■;;';^  ■•■!••;  ' 


.-.v.'c 


'.v:ii  ;■•■.<■'.'  . .'.  ■•  ■■  \-\"V,''i  '..i  .■.;.' ^.' ^'(V'i-'i'' 
."  '  0-  "//.^v  .  :•.  M"^v  .;''.::>  >.:i'.-j' 


'•v^;d^ 


..■!■■>'•:  :'■, 


"i. 


3.- 


;  Futuro  vohiclo  trips  through  the  area  -  200,000  per.,'  .'. 
i'day  (this  is  an  18%  to  20%  incroase  over  through  . 
'traffic  today). 


'riw-;.  Some  of  the  wore  significant  concluniono  based  on  tho  above 
(.•:■(■  arid  other  pertinent  data  aro  as  follows":'  • 

■^j.ii:;-§:  ,  ■  •     .  . 

P:j'^'Q:':lrA  major  portion  ©^''both  tho.  existing  and  future  " through^!;;. :0 
v?^rJiv'iU^''traf fie  represents " movements;  which  begin  or  end  in  ''y-;A.i/-'';y 
i^^'^'^i'''-^'^'- nearby  parts  of  the' central  area.  As  such,  it  is  nn--:^.i-4}-^}'. 
^■]!?':"-^-^^liXcly  that  those  "through"  traffic  loads  can  bo  axxh-^-p^-^'^'i-^y^^ 
^jV:^'^;}7^^'otantially  reduced. 


.iii'r'^!^-;^:;^;.' Traffic  flow  patterns  established  by  a  variety  of      v.  ■, 
^.V-'^.^J\'i;'"^- "given"  conditions  in  or  adjacent  to  the  area  .probably  ■ 
f'l-t^^^^N-^; cannot  bo  significantly  altered.   These  "givens"  include;. :,■,;; 
jiv5SSthQ  Central  Artery,  both  the'existing  and  new  tunnels ^-^-^^g"^ 
.C;y'-'''V^'v;;'as  well  as  various  surface  streets  and  areas.      •  .'^-'' ■;;;■.''''"■' 

>:i;t;:;.^^1•.^■;^>  -..  -        -■  ,       ■•  ■,.',v'^'''^ 

-'M-S'^i-i'^ The- very  heavy  concentration  of  traffic  entering  and  ,;,:';':'^:'; 
'S^'MfS'rioaving  the  study  area  along  the  east  side  "is  pointed.  ;:.;•; :;,:/ 
pSiipfeup  by  tho  oxioting  pattern  of 'traffic  flow.  This  ■-,:  ^\,yv 
itiM':;: concentration 'o£  traffic  on  the  east  is  due  to' a  variety;. {■; 
o^^U^'ti;?''-!:;  of.  conditions,  including  the  existence  of  tho  Central  ;  ;;-:  ^;.;. 
^vJ;vi-;:tf^;^^Artery,  the  existing  and  proposed  tunnels,  the  connoctiori ■;::;. 
'?:Fii^'^';rr:''betwecrl  Storrow  Drive  and  chc  Central  Artery,  and  the.  ..;.-, -v^ 
:^!?-SW;/  topography  of  the  area  with  Beacon  Hill  serving  tO/-  ■  ■.■ify.-r. 
'"'■""'■  yfurther  rcBtrict  traffic  and' force  ^i^t  co  the  oas-iTsido  - -■  " 
'..of  the  area. 


■S''^' ■■■;:' J?^rom  existing  traffic  counts,  it  is  apparent  that  the  -,;-.. 
.cl':K^•':■/centrai  Artery  is  attempting  to  ?erve  three  dissimilar 
^•-■^"  •  '"  (and  in  some  cases,  improper)  functions;  including      .  -.^ 
'liv,;..:'  ■^..  those  of  a  major  access  route  to  the' Central,  area,  a 
'•'■^':''''"^^^' by-pass  through  the  Central  Area  and  local  circulation    ,; 
-    (short  trips  al'ong  the  Central  Artery)  within  the  area. 

-■■■■■'        '-Even  considering  the  improvement  of  mass  Lransit  facili- 
ties and  major  highway  construction  outside  ^^^  /^^''^J^^^.   . 
tha  findings  of  otho/ transportation  studios  in  tho. 


•-  L;^ 


!::"■■   ■ 


hi'- ■'»■•'»•    aroa/  .  .         „    ,  .,^.,  , 

K .'' '■•■'   :'.''-b::v}'^'A:;v^^y^:i'Hii;\*^^vi<r     M '''^^^'l-'W';-'^"^'. 


•  :;'•'.' 


-:i^ 


:i.'  -"I 


•'..••   '  •  .  i»  ':   ,i.»jr  >  J  ''•■;■',.•  ••■•■.1  ■  ii  '•  #'■, 


|i 


&;.vW:v 


^[>r';;:i/-:^;<-^-  area,  must  bo  concurrod  with;  nainly  tho  traffic  lokds 


icroaso. 


■;i''5v;,vV-. 


Ijt'^^^iryiWi;?^^  ^'''^  through  tho  entire  :contral  aroa  will  inc 
iv-i-;^vv^i;Cj;if:'.^^s«  incroaaoa  will  be  duo  not  only  to' increased  .  ■■■.^^^l;::A:r::i^:- 
H:%r^:■:y^^:i:.^yPJ°^<^^^^ior^   by  the  central  area/ but  nlno  hocaU30'^':^l''^<h.^''':^' 
:v:svR]^;"-..:  •   °^  *^^°  co^plotion  of  the  now.  tunnel,  the  probable    ■ '^jV:';^:^ a-^;^;/^ 


'^^i;y^ ':■■■•.     ^°""truction  of  the' turnpiko  o><tonGion  or  its  cquiva-''''^^^ ■:•■•■  ;•■■"' 

•'•' '  ^'^^^'    -^^^  the  completion  of  additional  radial  cxproaa-:' ;•'•.■'■.': '' 

ways  focusing  on  the  central  area  itself.  .  ••-' ^' 


;;;i^-^.:  Circulation  Concopta  '  ■        ••■;,:.•   •  •  ;.-;-^y 


.-  /.  ..  r  ; 


■■i  i.  -'■ 


•  1  •.':, 


;.^;|.v  In  planning  atreots  and  highways  for-  this  area,  vchicular'Ji-'v 
rf;;;;;. facilities  have  been  classified  into  one  of  throe  types/."  "' 
(:j,,vif.' including  limited  access  expressways,  surface  arterial 


'f  .y 


:/^l?;,;:  routes  and  local  access  streets. 


"^0^^    fa^  as.  expressways  are  concerned,  the  only  route  in  thist/Tynf^w;^.. 
^v,^5>: category  is  the  Central  Artery  connected  to  Storrow  Driyp.  -:^^^^'"^'^''^^t- •'■ 
^g:. Circulation  plans  have  boon  dovelopod  which  call  for  ^ninirnuraj:^l■*te^^ 
^I'g- changes,  to  the  Central  Artery  and  that -portion  of  its  ramp  '  J^{l^fc' 
:^:;f'' system  which  actually  comes  into  physical  contact  with' the  '■;'■/:'. 

;j;:ft'.  artery.  "'  .        "  ■  ^^  •.■>"■■-,•.'•■  ■ 

^'i'xv       "^  .  .  '       .      ■■:^.■.■;■!':.■  .:■■•:-^:u:;^■.■ 


Ig/In  'Orasf  ts  pjfevide  sUffieiont  ciipacity  on  surface  arterial  ■•  ^^^^-^i: 
!:''V:i,:^9"'^^3  into- and  through  the  aroa,  several  dorridors  or 
lj^;f|;  channels  for  the  surface  system  are  recomm"ondod  (as  shown  xny^py^j, 
;^:^V  Figure  3).  Traffic  flow  generally  .in  a 'north-south  dircction^v^;;.^-^^ 
lli:';;  (or  in  any  event  passing  around  the  constriction  caused  by  '  ■'  ' 
:!,;j\^,'",Doojcon  Hill)  would  be  accommodated  in  t.'pe  following  corridors  j 


';''i'i':«-:h--,\Cainbridge-TrQmont 

Congress -Dovonshiro-Merrimac-Lowell 


■;;v/. 


rl. .., 


The  surface  street  beneath  the  Central  Artery  and 
f':;'V',  ,',   connecting  to  Charlostown  Bridge  via  North  Washington 
':.;^i'.;: '■:.■.$;:•  Street  .   •  i-'r  ^       ■        i  ■ 

;^:;;!,':-' '"  Atlantic  and  a  new  .connection  to  .Dorchester  \.     > 


','•,'•  In  a  more  or.  Itass  cast-west  direction,  the  fnillowing' corrid6rs..>;  ..,..:,-...,,..  ,., 

1  ■■■•■;> rvA.v;.<;.'>  "^.-i  ■:?^''  ■ 


U:-':|>^\j:J'*;:.'r;'.^,'^  paii^  of  ono-wa/  stroote.  in  tho  vicinify-'of  Chardon-^'V^;?i'-'^;</^?;^;^-v'::v ' 
i\;;;;rAif|;j':';';. '■   Sudbury  (providing  major  acceaa  and  ogreos  for  tho  .  .■.  v,'/!^':.;!^/;;!^:::';  . 
[••■cj^ii!.^;: ;■••;..  .  tunnola  acVd  the  Central  Artery)  ■..'•■;.■...:  ■:*■■.^'■'■^^:i'-i^^^'.■~ 

;-'|;^!;f^i^'-''  State-Court  Strcots  .,_  '       './\'''''  '  %/■''' '■'■'■-^^i'^^^^-'  '' 


jVi';^i;vi;  Allied  with  circulation  planning  concepts  must  l3o  the  troat-^.^i.^^^;.;^::^?^:-.. 
.:;e:--^!:;;';  mcnt  of  parking,  particularly  in  a  terminal  area  cuch  as  thiSi-V^.^^K'Si''. 
^■f^;?vp;-^^^vio^3ly,  the  Use  of  mar73  transit  must  also'' bo  considered.; '■■;-;^:y<i(v^JJ>;2'^. 

I ■''!■'•: ^'''''■"  ■'■'*'  ^Q^*^^'*^*  this  plan  is  baaed  on  a  continued  and  somewhat   '''''-■'^f:'■^i'.:.^^ 
^^a^-i^^Ccxpandod  use  of  public  transit.   The  general  philosophy- adopt ed''r^:i^.i-^^^V' 
•|i.;i^:^|^";:  for  providing  parking  facilities  is  ono'of  some  moderation.  ■'.'■■^vj-iM^-^- . 
■•^'X'-'i.:;'  As  will  bo  discussed  later,  several  largo  concentrations  for   .  VHi':;;.*'*.;'-.' 
;:i;!;iiJ';fl;'.cnployoQ  and  all-day  parking  are  suggested  at  the  periphery   •  C^i'-'-'-'^f-it-^ •:t': 
;\l'-!^---A':  °^  tho  area  and  as  near  as  possible  to  major  incoming  highway  ''i^y<;,,r'--:{':'^^' 
\'il'^^^^y  icxcilitioti ,      Further,  those  long/term  facilities  are  suggos ted-- ;}'_■•;■  f^.^j-.-V' 
!i^}iv:^J  ■  in  locations  convenient  to  oublic  transit  loading  more  diroctly-^j-.fr'r^.v;;^ 
K'Jviv'-ivj'into  tho  core  of  both  tho  projact  area  and  the  rest  of  down-: ..'-'/  '■'i.'^i-'J'i 
;'i\"''i^':  town.  ,  Smaller  amounts  of  parking  havo.  boon  suggested  for  .••\;;^'-''/''V;---; ""■•'■:■'■> 
v;';'?:i-i'';  short  term,  high-turnover  usq^  within  the  stu^y'area?  thooo'  ■;^'-^^vv;:^;:^'f^"fio 
iiV'^;'  fftcilitioo  should  bo  so  located  and  operated  a:3  to  oncourago-^^;;;^;-:-.;,  ,  ■  ;•> 
;■■::■;;>?•■•;:' this  uao.  ,/   ^        :  ■u-.-^'--:i>:^i:--f'x:-%::} 

'iSm'     •  ■  •  '■        /  ■  j.m'tmh,M 

!Y/^Ai.<.  '/  •  .;•^•,•."•/.;^;.•■^•;■•.v^■::;vv••r. 

'^;>/;.-;;- Circulation"  and  Parking  Details 

,  V,-,.,,,: — .. .■ 


'..V.'-V»"'  .  ,/ 


!J'v^i.;i-',:this',arca  include  j  ; 


'  ■,; 


■^■•/.■^■o        ■         ■  i    ■  :        '  ■   .■-i:. 


;;;;i^^;^;k'«':^):?,';vRcasonably  direct  continuous  street  aligruiionts  along 
-•vH>^>'ii!'v •';'•'•  the  qcnoral  corridors  previously  doscribed. 


4>: 


,  Vi^' 


should  apply  to  both  local' streeb  ^ntorsoctiono  and' ■'^'■4:l:%i■i:''i■ 
drivcwaYB   along  artorial /routes.)     >  •   •  -vv'-v''"... '•■•,,'.; 


;i;-'i-'-'V-^.P^^  °^  prQliminary'-street,/geomQtrics  for  the -"bntire  area  '.it'>;:-.- ".^'^ 
'■^•'ii-'irifl.  as  shown  in  Figur'Q  5  and /includes  tho  following  oleraents  »'■  •r'vC;;^/?'.;; 


/ , 


.'••v-  ••' 


icultiQS  .■•■  •  •  ■•  iJ.;---'v.'': 

.  ,  ,  /  .  .,».»-.---'^' •.'_ ..-.  •:.■' 


••"■s;*'-V-^yV-i*:^^c>no  of  tho  moro  offoctivo  surface  carriers  into  and  •■^^:v;;:.>y■^'■^;•';,;^:^■f;■;»■^;;^' 
iClvr^^C'"-^^"  through  the  area.  /In  addition,  Carabridgo  is  of  majoaf '/^;r^/S^^rV*'i:''U^' 
H'-,f.*S)!:::Vv '•  ^'"P'^^tancQ  because/ of  its  cont-nuity  around  Beacon.  V;i;;;i.i'K'%:;i;;.:^r-;.';:r'^:v^' 
j|j;J}:^^^|",' Hill  and  its  connectiona  to  Trcmbnt  GtrQct^sorving  Jf,W}f''''''''^''"  "'' 
^■';|:vi-;;,^-;'^^V  other  porta  of  the  downtown  area.  Canbridgo  also  •''^Vt^ 
y-i^jifi^^fvi)}:  serves  an  important  role  as,  both" "the  tcrmin^ition.  .of  ;•  '  Uj^ 
[^;,v'•lc•|:^{'1•^v^•  the  ono-ways  (Chardon  and  Sudbury),  loading'^  to  and     .••! 


,■)•:,  ■vr;-vv--v;:i, 


4- .',■■' 


^1 


|;'0;0!^vl,^;.''::'from  the  tunnola  and  the  Central  Artery  and' a  principle  ■•'■■'■'■■■''■■•'' ''^'^ 
f^H;;;jj;r.;.i;:j;v' accosa  and  egrooo  routo  for  otate  office  dovelopnonts/  ^'•■■■'^•■■>'^'v^V':':;.''VM 


^^yi^J-^k^t^^^^^   treatment  recommended  for  Cambridge  involves  pro- 
'vn,  •:v;^^;:':f;■'■  ,';  viding  a  six-lano  divided  roadway  with' loft  turn  lanes~7" 

'/.V-;'\';'-\'i'>?>'-v.'':rocos36d  into  the  median  where  required.   (In  the  _case '^)-''i^l 

'%\S^['.}-'i\y-^ i-  ot  the  Sudbury-Cambridgo  intersection  dual  left  turn  lanes-'->T^^i. 
'•'■v'iiV'-);'.'-  ^  for  tlie  southbound  Cambridge  to  th'a  oastbound  Sudbury  are  .. >';;^ •■■. . , 
:)^^.p;^.:^V:;;' recommended)  .  Southbound  Tremont  would  be  fed  from  Cam-  _;;v^  ■:;>^; 
^^/■l!iv4A:''' bridge  as  it  is  today  through  Scollay  Square  while  north- /^-"v-; v-; • 
■"*</-'v:'-v'y'' 'hound  traffic  would  enter  C^imbridgo  from  Court  Street  •  ■■•'^ 
k;i'->k:'''>-^'and  V7ashington.  (Although  in  this  case,  V;aohington  Street  .  .  },\; 
W:0-^':-i'-{k''-^^  assumed  to  bo  a  major  link  feeding  traffic  to  Cfunbridgo.  *'•■'• 
/^?v-^?r'vK- If  it  were  so  desired  as  a  part  of  circulation  planning  ■  ••^■•••V;:/;; 
*i^;":4b'i'^:';i-  in  the  downtown  retail  area,  some  other  route  might  servo  •...'. ■~;•;^ 
:r^^>!-/l''^^''  as  an  altornato  for  northbound  traffic  using  Washington.  )-:/^,,,.^'i:^ 
'^v-'i^r-'V''' ;■;■'■•'  Local  intorsQctions  and  access  points  (uri v4;ways)"^long V'V^;;'_;vj.^;'' 


'  :'-\ 
1..I 


.■■■;  *  ■'"•;; 


•X' 


■  --..i;^''^--   '•   .V    ,--••:'•;.; -^^i..V;.i ;.•:■..•.'...■■■  • 


7.' 


■  •>:''J^-'^iV-r'.-":-"   '  '^  •  ■      :"  •>■  ■■  '  .  '..■    ■  •■■1' 

/••,W^;r.;vWj;- 


t.. 


;.;'.y;:-'\4i-"^;}|i;v'  Congross-Dovonshiro-Morrimac-riOv/olI ;    Tho  function- ;>.;',. 
'  ' V  of  this  routo  is  to  provide  aorvico  for  and  intor-r  ..;-:•:•';';•  ■;;;.v;^/''^v\-v^^^^^^^ 


?^;-i:v;j'';V-V;  Central  Artery  and  tho  tunnels,  the. state  campus   :;.„.■.■,. t.;.'^.; 
''■•'•"-'••■•'^•''■'  -'area,  the  north  station  area,  tho  west  end  projoct-,'-'^-*' -:"''-'-' 


i"^y®¥';^-;^;^and  finally  Loverott  Circle,  Storrow  Drive  ind  the 

|J ';';i^<^W^KC^^^l<^s  River  Bridge.   In  addition  tho  routo  will  \  .K'V':'''*^!''^'f^^^^;';~^^?^^^^ 

^^W^'O^^'c^v  provide' connections  with  the  Charlcstown  area  via      '.^ :.'•}';'■■■'■  ^'^^^'^I^y 

j^-'oij^;!^'.^' Causeway  and  tho  Charlostown  Drxdcjo.   lOie  route  is      •  ^;,;- ^i'w 'C^; /i'SS 

^'ii-^^'|'3.S5^.  designed  to  provide  four  moving  lanes  (two  in  each  '  ■'^%''^:S 

^^;;:'v;'^{^V:l:-.  direct  ion)  with  a  pavement  wide  enough,  to  minimise 

'•(•1%^^J>t;-«i<  curb  interference  and  also  to  allow  additional  Icf 


>.'.turn  lanos  where  required.  '  At 'the  south  end  of  the 


project  area,  an  intersection  design  has  boon  suggested 
t^:is.S;^^'J--' Which  allows  conuGctiono  to.  bot}i' two-way  Congroas  and 
:i'-'^;:v/!:-?vr  Southbound  Devonshire;  this  intersection  is,  dcsignodv 
liv:^ •^;>/;va->:  ^^  ^^^^  ^  fashion  as  to  minimize  "tho  awkward  stroot  ■  •, 


•SIkSv;/ pattern  created  by  the  historic  building  which  ^^ch  ^  ^ 
7':'SS;;',^'^  splits  State  Street  and  causes  an  abrupt  jog  in  tne-^---- 
gS;SMi'-' alignment  of 'existing  Devonshire.  Continuing  north 
'■0<M^:-^]:'on   th>.  route,  access  points  and  local,  intersections 
';i?fk^-|/C;r  .ought  to  be  located  as  generally  indicated.   Finally,. 
f^^0':iVdy-sit   tho  north  end  of  this  route/  new.  connoccions  between 
lvN^v(ii:;':K-;  a.  widened  Lowell  Street  and,  Leverotf  Circle  have  been 


'-■•■* .".':  •  '> 


'  '■.'"'.''■'•J 


•^^■■•?'.iSv!^?^/OK  suggested . 

;.l'V:.':''''..''i  •);.■.■■■ 

:^/^!i;i:^'v-'::  Lover ett'  Circle  : 
iV— >';'5i''''y^     this  area  seem  to  fall  into. p 
?Si^v''SK/'Hevcls  of  action.   The  highest:! 
|lv^0:'^V\:-;:':|  improvements  of  regional  sign^^i 


:> 


Potent ic,'l  traffic  improvements 

S^5^Srv;^'"Vin"thiraroi"3ecm  to  fall  into,. several  degrees  or   ^ 

involves  long-range 
icance.   Thc:y6"  might 

additional 
Charles  River, 
t  improvements 


■ijr  '■»*■.■.'.■•'•  --i  ,  '».'.-  ■■.:•..  r". >,'"'./.»> -.'I  V  -  c  •,  ■  1  ,■  ■  ■.!i  'V  s'.  ,  T."' V  ;■■  ''i  "■■>•..'■'  It /'.:■,.'.  1...^ :   v.  ;.■■■■ 


.v.. •??•:' 


'^\i-^}$'^^M''^'- 


■;■  'i  ' 


.••;';j^.:\;Ki',;.'v^1.i.CirclG  is  to  serve  no   a  junction  .point  for.  four 
^■(^•'■•^i'J^^-'-^''; '^^*^°^i<23  of  tho  stroot  and  highway 'oystom.'.  Thoaa' 


■y ./  -  •  .• 


includo  Storrow  Drive  to  tno  oouthwoat,  Charlos  '''-y\ 
Rivor  Dam  to  the'  northwest/  ramps  to  and  frpm  the'  '  ' 
Central  Artery,  and  Lowoll  Stroot  (and/or  Nashua)  7'  '.''■ 
to  the  southeast.   Analysis  of  existing  traffic^lov/, 
indicates  that  movement's  between 'Storrow  DiMA''e.  and 

]\^rf^/v  ■  ;f;- :;  the  Central  Artery  ramps  constitute  by'  fa^/^he  heaviest' 

■'■•■;/Hi';Vj ■'(!;[, 'Volumes  .through  tho  circio-  area. 


■••;;:. ->•!..,  (-- 
•'.'.■■;;  ;■•. .  -"I  ■•  ■' '. 


". 


'•':v':l;;v;.i;y';':;-:':It  is  also' important  to  evaluate  tho.  function  of  Lowoll.'/.-i:./:';'-'.'''.' ' 
':!'S^i;!;:,;v.:^;;». -and/or  Nashua  southeast  of  Lovorett'' Circle.   Piret,  "  '''ylvt;^kM^:'-" 
c^;!^^\r;f';t''^'thQ3o  streets  will  serve  as  an  important  link  fco  tho,  '  ;;,■ ':;^io'''. 
>jij;:^4yV" '>;:::■■  Improved  and  rslocatod  Morrjraac-Congraaa  jfouta  into",  '  j';; ■,>!<''' ,^  :.. . 
'i;f>!y!V-]w;.x^' the  government  center  aroa.,  Secondarily,  liowo  11  and/or  •;','; ;;':_'|'-;;v'r;^;J 
;■^^;?;v•^•^iv\.;.; Nashua  will  intersect  and  food  traffic  to  Causeway  and:^;:''J-^v''''^'.::'c.;!;:';^-; 


''J\^t^;^f'-[(   Staniford. 
■''<•■■<  \:'\.,\'  '■'-■  ■■ 


■i' 


,*.;i^|:-:;;;i;v^;V','' There  are  a  nXiraber  of   int;erim  solutions  possible  for    ..''^^ 
??'!  hV^jviv.'";   this  ivrea;    the   scheme   suggested   in   this   study   involves  '.;■ 


'■J  •;.•,■■ 


t-',' 

'\;'i..' 

!.„■■.  1 

i'ii'';': 

'!=>■ 

v:0 

'  ■'''\."i ' 

H 

::;v;-. 

(M/ 

'.^^- 

'.■/■'.  ' 

V'  widening  Lowell  south  of.  Kinot  Street;. -changing  tho  .:  v 
,;■'.  direction  of  tho  exist iAg  connection  between  Leverett ;../': 
'" ,  Circio 'and  Lowell  from/sout}ibound  to  northbound  and  '.-V~'^- 
•,">.  constructing  a  new  sov/thbound  connection  between  tho  ;"'''<■ 
,;;,  circle  and  Lowell.  Qtlicr  possibilities  would  involve  ■ 
:;.tho  use  of  existing  Lowell  and  Nashua  as  a  one-way  pair--';' 
■'  'to  and  from  Loverett^  Circle  with  those,  two  streets 
•  .brought  back  together  and  to  improve  LowolL  oomev/horo  ■ 

south  of  iMinot  Street.   It  is  pointed  out  in  previous 
■■'studios/  however, /the  only  real  requirements  of  the  GNKP<- 
circulation  system  is   tho  maintenance  of  ah  efficient  '■..  ^, 
connection  between  Levorott  Circle  and  the  proposed     '••; 
,:_"  Congress-Merrimac  route. 

-   ,•■  Washinqton-SurfacG  Street  Denenth  Central'  Artery.;_  .Tvl.?.*^  •.  ;  s 
X'^i"'':-   Central  Artery,  Tunnel  Surface  Sti-oot_Ii;t(^x<?M-?.7ijiI-iV£im  .  '■ ' 
.">*.••■:*.:., Tho  various  facilities  are  so  closely  intvir-rf>l ntoil  . -.,^,i.^. 
.  r.^:-V':-'^::-v""that  they  trannot  bd  discusaod  aeparntoly.  Alao^  bfieAuaa 

"•^  '::U,-.  ii  •-v^-'-  ^:■,?^•••'Vi/•:^.>;./>•?■•v^.'■^'^  V^•<^'■rf••^■■.  ■•';■ 


■I  ; 


■,.■  ,1- '..' 


V-;--!v.' 


-';:m 


,.'•'' 


^.;^;;^^i■■■.i:••1■V>ir;:i■yi':::c^o^-iV:V 


i^l^it^U^°^   ^"^^   complexities  of  existing  reimps,  new  riimps,' 

.  '■}^s)^''^]^^^'^^^°^^'^^'^^y^'    Qtc.  Figure  6  has' been  prepared 

K^^.-i-i-^^f";?^;'^  i^  order  to  illustrate  and  tabulate  the  various  pro- 


■^.■,;%A;''::.*=^^"'".tinuous  arterial  street  composed,  of  V/aahington 
lu;(::;.yv^l^StroQt   from  the  north,  new  elevated  and  ground  level 
•.  ^-/ilv^^i;!';^  connect  ion  in  thovyicinity  of  chc  tunnels,  in  the   :.; 
;>vJ>;/"";vV  existing  surface  street  beneath  the  Central  Artery  ■■■- 
^■n.'.V>.^.Jvvi\K  aout^^  of  the  tunnels,  and  (2)  improve  the  facilities 
jW^^^-j^i'^^f^fo^   interchange  between  the  Central  Artery,'  tunnel 
'.i^' ^i  p. i^Avi;,' system  and  surface  streets  loading  .  to, -and  from  the 
^'^?^>''i'^v;^-c-;:.!;:.9<^VGrnmont  center  area.        •  ••    •'  ' 


■'i.H-.;c; 


;..-Commercia  I -At  Ian  tic-Dor  chaster  :   The  existing  function 
J.of  Atlantic-Commercial  street  'is  one  of  an  intensively  .':   ., 
■vdevoloped  industrial-commercial  trucking  atrcat.      This 
[v^'^'^iif^j'-}f:^K'iQ   indicated  by  tho  exiating  frontaga  uses  a^ng  'c^.'^Q  y 
•<j:<^:r;r,/0/^^  BtrcQt,    adjacent  truck  docks,  'the  railroadM:racks  i//ithin  ,. 
:f.;|,^'^rJ^;^':;ii;  the  right-of-way  and  tho  character •xj'f  moving  traf  fie  ;, '.;\jr-^~: 
tKvfivvt'l^^^    the  street.   Atlantic-Comniercial  carries  about  S", 000  • 
v;r:-^p;V.;!-v."V'to  10,000  vehicles  per  day  with  trucks  accounting  for  ■ 
j;i:/^;M^M';-; :/;;;. 40%  to  60%  of -tois  flow  during  much  of  the  mid-day     .  '-  ^ 
^■J^'|>;^'&;;;^.- period  Calthough  truck  loads  are  considerably  less 
t^\;if;-v^-'T''i;;'' ■  <iuring  periods  of  peak  traffic  flow). 

j;;-;;-iv^vj;;;:^';;:  The  traffic  functions  of  che 'route  include  the  following: 
(/•vj;;^;k;'  •  Atlantic  and  Commercial  serve  as  approach  andl-ocalliccoGG 
'■-■•>;:•;'';■■':... "^routes  for  a  considerable  .viumbor  ofi*truck3  destined  along 
■'  ,  ■  'tl\e  street;  to  a  significant  extent,  ■  through  trucks  between- 
'  Charlo3to\vrn  and  points  sqUth  and  east  of  tho  study  area 
/;,J.", !;.;.:.'■  •*use  this  route;  becauso  6£   the  location -and  design  of  the 
•"'■'■■■■'•  Central  Artery  as  well  as  its  interchange  wi-th  the  Sumner 
Tunnel,  Atlantic-Comitier^ial  is  of  considerable  importance 
■in  providing  access  to/North  End  residential/areas  and 
.other  locations  lying /oast  of  the  Contral  Artery;  especially 
during  rush  hours  a  number  of  autos  use  Atlantic-Commercial' 
as  a  by-paes  routo.  abound  mprGCongostorl  parts  of  the -' •'■■■•'. ■ 
Central  Airoa'. :•;•;;;..:;';. 
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IVo  factors  will  havo  a  major  effect  on  tho  future  of' 
:.  Atlantic-Conrnorcial.   First,  tho  propo.so(;3  redovolop-  ;■  ,.. 
•.■ment  of  conumcrcial  uoao  along  this  atroot'v/ith  tho^o  '■■^■^.l- 
Mi;v'ivC:"';y-;l-:i^-"^°^, '^'^  be, replaced  by  roaidGntial  dovolopmont.    ■■■■-^^^-^ 
i'---^^i;>:-'r^-.v'i'';^^V:^  ^  retail  chopping  and  spocializod  office 

i/^M^'0'^:v^:^^!:-f^^^^  ^^^^  obviously  offcct'-both  the-  character.  . -. 

' '^^Kilv-'^-Kl'^'^'^  magnitude. of  traffic  flow'  on  thia  street.  .Second, 
■'ii^j^'^^fr'^   P^Qposed  connection  botwocn  Atlantic-ConOTorcial. 
.  ^■^Si^:^.'^:-^'^.^^^/^^^^'^^^^'^^   Avenue  vill  similarly  affocfc*  traffic 
(iv%i\c>^|^"i^r'-;^.;-'..^^'^'   Based  oa  this  new  land  .development,  Atlantic- 
■Coinmorcial  will  perform  only  two  essential  functions. 
in  tho  future.   Those  include  continuing  to  provide  ' 
■■■'.access  to  the  area  east  of'  the  Central  Artery  and 

along  tho  street  itself,  and  serving  as  an  important-' 
auto  by-pass  route.   Although  estimated  traffic  loads' 
.will  increase  along  tho  street,  the  character  of  this- 
/traffic  stream  will  be  considerably  different  from 
what  it  is  taday,   'I'lirCUgh  brUdkii  Wsuld  he   divoifted^'' 
to  the  improved  surface  arterial  street  running     '   - 
beneath  the  Central  Artery  and  connecting  directly 
to  Washington  Street  North  and  the  Cnarlestown  Bridge. 
With  tho  elimination  of  coi^-.iorcial  truck^genorators 
along  tho  streofc,  thoro  would  no  longer  be  any  oxtensiv^:. 
local  ^trucking.   The  result ing :.rGGUctLon  in  both  through 
and  local  trucking  movements  ■would  thus  allow  Atlantic-- 
Commercial  to  function  basically  as.. an'  auto  route 
(although  it  must  be  oraphasisod  that  it  would  bean 
,  auto  route  of  sorae  importance,  especially  during' rusV. 
*  hours  when  vehicles  wore  seeking  ter.  by-pass  more  co:d- ' 
gestod  parts  'of  the  centraT' area)  „ 

''"  Under  tho  conditions  just  describee,  it  v/ould  seem  uha^^  . 
'the  route  could  be  suitably  "dressed  up"  in  order  to  b.. 
aosthotically  compatible  with  adjacor^t  new  land  develo:. 
monta.   The  cross  section  of  tho  street  should  dosirably- 
provide  for  four  efficiently  moving  -traffic  lanes. 

Can sev/gv-S tan i ford  ;   The  principle' funculwn- of-  this- — 
route  is'- to  allov;  interchange  botwcon- the  various,  north- 
south  ^rtorial'-routos -.through  thW  study  area.  ..^|tost' 


11, 


,"/■ 


importantly.  Causeway  v;ili  provido  aconnoction  botwcon 
new  Conyross-Merriraac-LowGll  and  .tho'  Charloatovm 
Bridge.  .Causev/ay-Stanifordv/ili  also  connect  Coinmcrciar, 
on  tho  .oast  and  Cambridge  on  tha' v/cst.   Further,  this''^-. 
route  servos  as  an  important  accoiio  ...id  colloctor  street, 

'^•p;--Cor  the  Nprth  Station  Area,  the  State  Campus'.Area  and  ■.■ '■'••-• 
tho  VJcst  End  Project.   Finally,  tha  xrouto  aloo -sQrvos' 

,.;;v:,;  traffic  dcctinod  to  and  from  tho' Central;' Artory  tb.tho 
:-'i_;;\--v'<;i':-,^ south,  via  tho  ramps  at  Causeway.  "  .■   '    ' ■'^' 

Traffic  demands  at  this  route  are.  such  that  four \Tno^>ing■■•  >•<. 
lanes  will  adequately  serve. 

.  -     Chardpn-Sudbury  One-wav  Pair:   Those  two  streets  arc 
hs-^r^l-vV;,.' intended  to  servo  as  f.-.-i  principle  routes  betv/oon 

'Government  Center  area  and  'fr.e  Central  Artery  and  tunnel^-, 
system.   To  a  considerable'-  extant  the  routes,  will  sirail-' 
arly  provide,  for  movemen.ts 'between  other  jjarts  of  the 
study  area  in.dov/ntovnn.  'Oost'o;':  and  the  Central  Artcry- 
■  1\innal  intorchang<i  a^'ca.   I-Jcv/  Char don-Sudbury.  will  "■■'   ' 
'.  .   roplaco  the  Dock  Square  and  Ilayroarkot  Square  access  and 
•'ife'v'-l'  '^9^'-^2s  to  the  Central  Artary-Tunnel  IntQ'rchango^lrea, 

These  routes. 'ai^'G  into..^.^^   ...^  ......^-.-^^.^acits/^ax'r-— .. 

orovi^ing  for  four  moving  lanes  on  each ^c^  the  tv;o. 
streets,  and  v/ith  appropriate  highly  Ghannali zed  inter- 
oections  allov/ing  for  turning  mo vem^ants  to  and  froiT.  the 
one-way  pair.  ".  / 

^  '  State-Court  i   The  function  oi   .  ;,i  Street,  both  uoday 

and  in  tho  future,  is  partly  that  of  a  surface  arterial 
\;  street  in  the  downtown  :       :.  partly  that  of  providing 
'".'access  to  abutting  propc^-uic^    "  .  its  role  as  a  surface 
■'  arterial,  State  Street  ser-^cE   -...-./  as  ono  element  of  tho  '■ 
complete  system' of  routes.-  it  is  and  Wll  continue  to  be 
only  one   of  several  ease       wntoivnn  sur'faco  ■streets, 
'.'.'hich  is  relatively"  cont/inuoua  betv/een  the  various  parts 
.  -  .-i.of  do'/mtov/n  and  lead inr/ toward  the  Central  Artery.   State 
'. -Street  v;ill  provide  acpss  mainly  to- ju3t .  that'  part  of 
■■  the  Central  Artery  v/hz^lch  includes,  south  portions  of 
■  Government  Center  and/north  socti'onG. of. -tho < financial- 
office,  diotrict  ..'■■'■..  ^'. 


Although  StatG  Strooc  ia  a  part  of  uho  eurfaco  artori<- ' 
•  straet  syatora,  compared  v/ith  other  routes  in  tha  syate.u, 
:  its  .anticipated  voluraoc  \/ill  bo  rolativoly- low.-  •  (Traffi 
■loads  along*  Stato  will  bo  at  their  maximum*' in  tho  vici 
.of  thQ  Central  Artory;  oast  of  thio  point  ao  well  ac  ; 
/further -WQac  along  the  streot^  nohr  and  beyond  Conc/roan~ 

Devonshire,,  voluraea  v;ill  be  sornGV/ha't  lov;cr)  .         •  '  '' 


Ultimately,  tha  street  shoui. 
two-v/ay  movoraont  and  a 
Therefore,  although  f- 
retained,  future  bui; 
in  order  to  allov/  for 


-r.od  , to-' provide' 
.ur  moving  lanoc. 
treot  v/idth  la 
:  .lines  are  ■'suggested 

-  jning. 


..o  far  as  parking  is  cox^o-, 
l-ocations  with  quantities 
(300  Figure  7)  .  '  TJieaa  loc 
parking  are  basieally  in  t. 
transportation  in  planninc 
discussed  oreviouslv. 


^rea,    a  nxiiVUDcr.o. 

_ ng'  are  suggested- 

.-■untuS^  aaa- t^^es  of.  ■■ 
„o30phy  of 
.  Bos  con  which  v/as  • 


As  an-  aid  in  deterraining'  cir ,. 
Govornmont  Contoi:  -portion  o.^ 
of  signal  r_e<qairemonts  has 
of  the  pro3ect.   Recomir^L. 
jcnccrning  signal  locatx--'.,.. 
'^o-cv/oen  signalized  .intorse- 


quirements  for  tho 
■.roa,  special  analyo:.. 
,:oii  for  this  portion 

(see  .attached  table) 
c....g;'  and  interconnccti< 


itnainq  of  Stroec  Irnproverri'"?:M:s  in  Govcr-neTignt  Center  Area 


With /the  exception  of  th^  ^,.., ,...,... 
■area'' the  .rcln.ticnship  between  ■:h 
Center  aro^-        .jacer. 
problomo   (In  some  cases,  - 
been  discussed- in  the  pr 


...  ..._.-y-Tunnoi  Interchange 

street  system  for  Governrrtcnt 
reots  presents  no  spoci... 
-ionahfps  have  already 
^  o  r  X  a  i.  s  /     i, ' 


f"^  ,*v  t.^  6«  .".  s^    r^  %'•   ^^  '•S  ..r;i  ^'*  C^    ^-  (^    -V  \.,  . 


l".n  the  case  of  connecting  Gov-c  r, 
Central  Artery-Tunnel  In torch  interim  pro- 
visions v;ill  have  to' be' made  prior  co  completing  the.  i-ocorr. 
r.ondcd  modifications,  to  th...         ^      ...   -  isntorc:"- 
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;;■■■:.■;.*.,.  X J*  .....  . 


:!.:',,V;>.  approach'  tho  tunnoi 
|-;;;'...i}^Strcot,;  although 
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Scope  of  Study 

The  assignrnent  of  Barton-Aschrr.an  Associates,  inc.  has  been  to 
appraise  in  general  ternis  of  njagnltudf^  and  direction  both  the 
existing  and  future  requireir.ents  of  vehicular  access  to  and  through 
the  study  area.  Further^  the  assigninont  has  involved  recon:mending 
improvenjents  to  the  street  and  highway  systeni,  v;hichj  on  the  one 
hand:,  seea  necessary  in  light  of  estiicates  of  future  traffic  loads, 
and  on  the  other  hand,  vrhich  are  conjpatible  v/ith  redevelopment 
and  land  use  requirei^^ents .  More  specifically,  attention  has  been 
directed  toward  these  ends: 

To  rearrange  the  pattern  of  streets  in  order  to  more  clearly 
define,  make  more  continuous,  and  create  a  more  logical  and 
orderly  m.aJor  surface  street  system. 

To  channel  traffic  into  efficient  V7ell-designed  corridors 
rather  than  permitting  It  to  filter  through  literally  all 
streets  in  the  area. 

To  consolidate  the  atreet  system  so  as  to  provide  more 
useable  redevelopment  sites. 

To  establish  desirable  vehicular^  pedestrian,  and  histor- 
ical roui':  "Llnlcages. 

To  establish  the  proper  relationships  betv/een  land  develop- 
ment and  street  development,  not  only  in  terms  of  location 
of  major  streets,  but  also  in  regard  to  local  access. 

To  suggest  improvements  for  certain  problem  areas,  such  as 
the  junction  of  the  Central  Artery  and  the  tunnels. 

The  recommendations  contained  in  this  plan  have  been  detailed  to 
the  extent  necessary  to  insure  their  functional  and  engineering 
workability,  and  are  presented  in  such  a  fashion  as  to  illustrate 
the  principles  and  concepts  involved;  this  material  is  not  intended 
to  be  used  as  final  precise'  street  geometries  for  example. 

Existing  and  Future  Traffic  XUovv 

The  present  pattern  of  streets  in  the  study  area  leaves  much  to  be 
desired  both  in  terms  of  providing  for  moving  traffic  flow  and 
service  to  abutting  properties.   The  pattern  consists  of  too  many 
streets,  arranged  in  virtually  no  system,  havens  little  continuity, 
with  many  streets  being  intolerably  narrow.   The  result  of  the 
situation  is  a  flooding  of  traffic  flow,  both  local  and  through, 
over  virtually  all  streets  in  the  area  (see  Figure  l). 
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In  addition  to  reviewing  existing  traff.'.c  voliinies  in  the  area,  it 
is  irjportant  to  consider  the  desires  ci"  traffic  approaching  and 
entering^^  the  study  area.   A  3un;ruary  of  this  data  (as  shovin  in 
Figure  2)  is  as  follovra; 

?:Xisting  number  of  person  trips  to  and  from  the  area  - 
P-^O^OCO  per  day  (this  amounts"  to  P.Ofi  of  such  trips  to 
£,nd  from  the  entire  central  area). 

Existing  nur,ber  of  vehicle  trips  to  and  fra^i  the  area  - 
85jOOO  per  day  (this  equals  36^0  of  the  nurdber  of  person 
trips ) . 

Existing  person  trips  to  and  from  the  area  using  maso 
transit  -  115,000  per  day  (this  is  45^  to  50^  of  the  total 
person  trips  to  and  from  the  area). 

Approach  routes  used  by  existing  vehicle  trips:  Central 
Artery  (north  or  south)  and  Su.mner  Tunnel  -  39/»;  surface 
streets  (including  Storro?/  Drive)  -  6l%, 

.Tir.ls tin,^,  vehicle  trips  tnrough  the  area  -  170,000  per  day 
(this  is  2/3  of  the  totaT'X'ohicles  entering  the  area). 

l^uture  V'^'H\cle  trips  to  end.   through  the  area  -  95)000   to 
100,000  p'=ir  day  (this  is  based  on  an  increase  in  person 
trips  ranging  from  20^  to  30^^,  b-at  v;ith  greater  use  of 
mass  transit,  resulting  in  an  increase  of  vehicle  loads 
of  from  12^  to  l6>1) , 

Future  vehicle  trips  through  the  area  -  200,000  per  day 
(this  is  an  18>^  to  20^  increase  over  through  traffic  today). 

Some  of  the  more  significant  conclusions  based  on  the  above  and 
obher  per-cinent  data  are  as  folloiTs: 

A  major  portion  of  both  the  existing  and  future  "through" 
traffic  represents  movements  which  begin  or  end  in  nearby 
parts  of  the  central  area.   As  such,  it  is  unlikely  that 
these  "through"  traffic  loads  can  be  substantially  reduced, 

Traffic  flov/  patterns  established  by  a  variety  of  "given" 
conditions  in  or  adjacent  to  the  area  probabljr  cannot  be 
significantly  altered.   Thepe  "givens"  include  the  Central 
Artei'y,  both  the  existing  and  new  tunnels,  as  well  as  various 
purface  streets  and  areas. 

The  very  heavy  concentration  of  traffic  entering  and  leaving 
the  study  area  along  the  east  side  is  pointed  up  by  the 


3. 


existing  pattern  of  -'z-iraji'f ic  flovv'.  Tale   concentration  of 
traffic  en  the  east  :-.e  due  to  a  variety  of  conditiona, 
including  the  e.-:ictence  of  the  C-^ntral  Artery,  the  exist- 
ing and  proposed  tunne.lo.,  the  connection  betv.'een  Storrow 
Drive  and  the  Centi^a.!  Artery,  and  the  topography  of  the 
area  uith  Beacon  Hill  serving  to  further  restrict  traffic 
and  force  it  to  tlie  oast  side  of  the  area. 

From  existing  traffic  counts,  it  is  apparent  that  the  Central 
Artery  is  atte~jotlns  to  serve  three  dissinilar  (and  in  son^e 
caseS;  iniproper)  functions;  inc3.uding  those  of  a  n^ajor  access 
route  to  the  Central  area,  a  by-pass  through  the  Central 
Area  and  local  circulation  (short  trips  along  the  Central 
Artery)  v:itiiia  the  area. 

Even  considering  the  improvement  of  mass  transit  facilities 
and  major  highway  construction  outside  the  central  area, 
the  findings  of  other  transportation  studies  in  the  area, 
mu-st  be  concurred  with;  mainly  the  traffic  loads  into  and 
through  the  entire  central  area  V7ill  increase.   These  in- 
creases will  be  due  not  on3.y  to  increased  trip  feneration 
by  the  central  area;;  but  -Iso  because  of  tho  completion 
of  the  nev:  tunnel,  the  -probable  construction  of  the  turn- 
pike extension  or  its  equivalent,  and  the  completion  of 
add:lticr..:r  i-adial  expr-essv/ays  focusing  on  the  central  area 
itself. 

Circulation  Concepts 

In  planning  streets  and  highways  for  this  area,  vehicular  facili- 
ties have  been  classified  into  one  of  three  types,  including  limi- 
ted access  expressvjays,  surface  arterial  routes  and  local  access 
streets. 

As  far  as  exioresswaye  are  concerned,  the  only  route  in  this  cate- 
gory is  the  Central  Artery  connected  to  Storrow  Drive.   Circulation 
plans  have  been  developed  v/hich  call  for  minimum  changes  to  the 
Central  Artery  and  that  portion  of  its  ramp  system  vmich  actually 
come  into  ph;-sical  contact  with  the  artery. 

In  order  to  provide  sufficient  capacity  on  surface  arterial  routes 
into  and  through  the  area,  several  corridors  or  channels  for  the 
surface  system  are  recommendod  (as  shown ^ in  Figure  3).  Traffic 
flow  generally  in  a D^rlii'S outh  direction  (or  in  any  event  passing 
around  the  constriction  caused  by  Beacon  Hill}  ^"ould  be  accommo- 
dated in  tho  follwing  corridors: 
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CaR-bridse-Ti'ernoi.  t 

Congress -De  vonEhire-i'"Iii^riir;ac-Lowell 

The  L-.;.:-;:ace  street  beneath  the  Central  Artery  and  connecting 
to  Charlestov/n  Bridge  via  North  VJashington  Street 
Atlantic  and  a  novi   connection  to  Dorchester 
/    Caus  eway-  Coii^rne  re  ial 

A     A  pair  or  cne-v;ay  streets  in  the  vicinity  of  Chardon- 
\    Sudbury  (providing  niajor  access  and  egress  for  the  tunnels 
and  the  C;-ntral  Artery) 
State-Court  Streets 

Circulation  Details 
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A  first  step  in  the  designing  of  general  street  geometries  is  the 
establishment  of  traffic  volujr4e3  v;hich  the  streets  will  be  called 
upon  to  handle  (see  Figure  4).   Given  these  volumes  (covering  a 
period  20  years  hence)  an  appropriate  street  design  criteria  in- 
cluding the  follov:ing  preliitiinary  street  geometries  can  be  esta- 
blished. The  nsore  important  design  criteria  x-;hich  have  effected 
street  geometries  for  this  area  include: 

Reasonably  direct  continuous  street  alignments  along  the 
general  corridors  pr.'-eviously  described. 

streets  designed  vjith  adequate  capacity  to  serve  anticipated 
volu2;5e3  c.:J  :hat  provide  a  sufficient  nui^iber  of  lanes  for 
moving  traffic,   '(as  a  general  rule,  nearly  all  of  the  tv;o- 
v:ay  arterial  streets  in  the  study  area  need  to  be  a  minim'om 
of  six  lanos  wide.  The  traffic  vol\imes  anticipated  on  these 
streets  dictate  the  necessity  of  the  indicated  pavement 
v.'idths.  ]?ur'thor,  such  proper  design  standards  as  suggested 
v.-ill  allov;  all  of  the  arterials  .. —  both  cne-vjay  and  tv;o-vjay 
routes  —  to  continue  to  function  with  some  degree  of  effi- 
ciency even  in  the  event  of  an  occasional  stopped  --  not 
parked  —  vehicle  at  the  curb,  or  a  left  turning  vehicle 
in  the  middle  of  the  street. 

The  proper  design  of  local  access  points  and  local  inter- 
section spacing  along  these  arterial  routes.   (Although  the 
arterial  streets  properly  should  serve  the  :area  in  which 
they  ar'3  located  rather  than  sei^^-e  solely  as  major  traffic 
corridora  through  the  area^,  nevertheless  must  be  designed 
to  move  traffic  v/ith  ease  and  efficiency.  .  Ideally,  abutting 
properties  should  have  access  only  to  purely  local  streets, 
which J  in  turn  would  provide  access  to  the  arterial  street 
system  carrying  traffi.c  to  and  from  the  area.   Since  it  is 
seldom  possible j,  especially  in  a  dovmtovm  area  such  as  the 
study  area,  to  so  nicel-y  separate  street  functions  between 
those  of  providing  access  to  abutting  property  and  those  of 
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efficiently  rnovlng  traffic ;,  other  solutions  must  be  sought. 
Since  the  arterial  streets  in  the  study  area  irrast  provide 
both  local  access  ar.d  capacity  for  movjrig  traffic^  certain 
design  criteria  should  be  applied  to  govern  the  provision 
of  local  access,   incidentally,  such  criteria  should  apply 
to  not  only  private  access  such  as  drive^'jaySj,  but  also  to 
local  public  ctr-ects  and  alleys. 

(in  general,  in  order  to  preclude  additional  '':-■       ...ig  Kove- 
ments  and  crossing  conflicts  near  rijajor  Intersections, 
vehicular  access  to  abutting  properties,  either  via  private 
drive-'7ays  or  local  streets  should  be  elinqinated  v;lthin  15O 
to  250  feet  of  such  major  intersections.   Further,  local 
access  requirements  -  either  private  driveways  or  local 
streets  -  should  not  be  established  vjMch  necessitate 
breaking  median  strips  along  divided  streets  such  as  Cam- 
bridge. Suggested  locations  for  local  access  point>s  — 
private  drivei'/ays  and  local  public  streets  —  are  Indicated 
on  the  plan  of  preliminary  street  geometries  which  is  dis- 
cus sed  more  fully  in  the  foilovjing  and  shovm  in  Figure  5.) 

A  plan  of  prelluj^nar-y  street  geometries  for  the  entire  area  is  as 

shown  in  Figu.te  5  ar.d  includes  the  following  elements: 

Cambridge -Treraont:  Althour-'h  timers  are  seme  difficulties 
v;hich  e-''-''''^"^*.  Cambri:         3  Charles  Circle)  its  existing 
width  aoproc'ching  th-  pr-ojec..  area  makes  it  one  of  the  more 
effective  surface  carriers  into  and  through  the  area.   In 
addition,  Cambridge     j  major  importance  because  of  its  ;. 
continuity  around  Eeaccn  Hill  and  its  connections  to  Tremo'nt 
Street  serving  other-  "-  'ts  of  the  downtown  area,   Cambridge 
also  serves  an  impc;.     role  as  both  the  termination  of 
the  one-ways  (Chardon  w;.ic  Sudbury),  leading  to  and  from  the 
tunnels  and  the  Central  Artery  and  a  principle  access  and 
egress  route  for  state  office  developments 

The  treatment  recommended  for  Cambridge  involves  providing 
a  six-lane  divided  roadway  with  left  turn  lanes  recessed 
into  the  median  "where  required.   (In  the-  case  of  the  Sudbury - 
Cambridge  intersection  dual  left  turn  lanes  for  the  south-, 
bound  Cambridge  to  the  eastboun.d  Sudbury  are  rocon:mended) . 
Southbound  Tremont  would  be  fed  from  Cambridge  as  it  is 
today  through  Scollay  Square  while  northbound  traffic  would 
enter  Cambridge  from  Court  Street  and  V/ashington.  (Although 
in  this  case,  Washington'  Street  is  assumed  to  be  a  major 
link  feeding  traffic  to  Cambridge.  Z-^   •'t:were  so  desired 
as  a  part  of  circulation  planning  in  the  downtovjn  retail 
area,  some  other  route  might  serve  as  an  alternate  for  north- 
bound traffic  using  Washington.)  Local  Intersections  and 
access  points  (driveways)  along  Cambridge-Treimont  ought  to 
be  restricted  to  the  general  locations  indicated. 


C-'-^r-TQ'  '-.nG  function  cf   tlii 

r^'w^e  is  "^o  p:i.ov:«.dQ      .jii  :cox   aix^irxter-connect  the 
ing  I   CongrGv3S  and  I._  ,  ^..^-ai::  ^  "-'"r'-aets  in  ad;;acent  office 
aireas  south  of  the  projoct  £      ^he  government  center  area, 
the  on-;--:-vjay  pair  (Chardon-Gv      ;  leading  to  and  frosi  the 
Central  Artery  and  t.  3tatc  campus  area-  the 

north  station  area.. .. ...ojectj  and  finally 

Leverett  Girdle ,  Storrovj  Dri    .  .d  the  Charles  River  Bridge, 
In  addition  the  rouxe  will  provide  connections  with  the 
Charlestown  area  via  C      7  and  the  Chsrlestoym  Bridge. 
The  route  is  desicned  \:.o   ;^;;ovide  up  to  six  moving  lanes 
(three  in  each  direction)  with  a  pavement  v;ide  enov,gh  to 
ninimice  curb  interference  and  also  to  allow  additional  left 
turn  lanes  xvhere  required.   At  the  south  end  of  the  project 
area,  the  interEecti     '  "   '     "    -it  has  'c<Ben   revised 

and  is  discusr;ed  in  . _.  ...ono   Continuing  north 

on  this  route 5  access  points  and  local  intersections  should 
be  located  as  generall,  Finally,  at  the  north  end 

of  this  route,  new  c  jv.een  a  \7idened  Lov/ell  Stree'. 

and  Leverett  Circle  ^ -  ........  ^.._,. roosted  and  are  diccussed 

separately, 

Cc.noress-Ststc  '  "^n  ;  The  presen'C  intersection  of 

Coirgre£'5--cr^''.i-"ts--w-^v..-w-.......-  is  e^treracly  aivkvv'ard  for  a  variety 

of  reasons.   First j  the  number  of  intersection  legs, 
including  Congress  to  the  north  5  Congress  to  the  eou.thj 
Devonshire  to  the  north^  De".     re  to  the  scuthj  State  to 
the  east  axid  State-Cr-  -•   "•"•      ::round  the  Old  State  House 
is  drastically  excec  2  net  result  that  the 

pattern  cf  both  str:  h  and  turning  traffic  is 

hijghly  complicated  ana  a..        od.   Second j  the  e-': 

of  thernistoric  building  ..-:-     particula.rly  as  it  ;^.:_>--.-- ; 

into  the  alignment  of  Devono;     ..--cults  in  both  a  nB.rrov;ing 
of  Devonshire  and  a  forcing         ic  on  Devonshire  to  jog 
to  the  east  to  gat  arounc  ng..   This  is  not  only 

awkvjard  but  also  causes  c      .-^^—^   hazard  , and  congestion  to  / 
both  vehicles  and  pedeK":       or;  in  this  iinr:ed5,ate  s.rea. 

Also  of  considepjabie  i.  ct  that  virtually 

the  entire  surface  str  .th  of  this  point  is  pro- 

posed to  be  reorg  r^^-i.^^!   traffic  consolidated 

onto  a  limited  nu;.,^.-..  .-  _-„_..-_y  efficient  routes,  v/hcreas 
south  cf  State  Street  the  existing,  and  ax'cnough  core 
extensive 5  far  le.  -attcrn  of  surfe.cc  streets  is 

to  remain  (at  leaa-j  re  .  to  c:   '   Therefore  it  is 

quite  important  that  tr...  .-. --  cf  -:;__.:..-..-  betv/een  the 

improved  arterial  routes  to  the  north  and  the  e:^isting 
streets  to  the   south  be  handled  as  expeditiously  as  possible; 
the  present  design  of  •"  "   '    :  cction  makes  this  difficult. 


An  intersection  dGfiic.      beei:  suggested  (see  Figure  5)  v/hich 
i-ilov;s  connsctions  bG-i.^v_..i  tliG  new  improved  txvo~v7ay  Congress 
north  ox  S!;ate  and  existing  t;vo-v;ay  Congress  south  of  St-.te 
as  v:-3ll  i\G   to  southbound  D-svonshire,   Further,  pro'v'isions  are 
suggested  iJor  the  turning  xaovencnts  (especially  left  turns 
Vs"hich  cause  most  ccngostio.n)  betv/ecn  the  new  route  and  State 
and  Court-State  Streets ,   In  general,  the  intersection  is 
designed  in  such  a  fashion  as  to  minimise  the  awkward  street 
pattern  created  by  the  historic  building  K'hich  both  splits 
State-Court  to  the  west  and  causes  the  abrupt  Job  in  Devonshire. 
this  design  is  achieved  only  by  re-aligning  Congress-Devonshire 
into  a  more  easterly  location  north  of  State ,  as  shovjn. 

Leveret t  Circle ;   Poten-jxa^  tri.;.rlc  inproveracnts  in  this  area 
seem  to  fall  into  several  degrees  or  levels  of  action »   The 
highest  involves  lonvg- range  in-proveraents  cf  regional  signifi- 
cance.  These  might  include  the  rearrangement  cf  Leverett 
Circle,  additional  grade  separations,  a  new  bridge  over  the 
Cnarles  P^iver,  and/or  reiP-oval  cf  M.T.Ao  traek^i..   More  modest 
improvements  affecting  the  immediate  area  including  the  V7est- 
End  .-rroject  and  the  GNRP  area  constitute  a  second  level  of 
action , 

T"o  the  erc-'iiX-v  that  major  improvements  invol-^e  matters  vjhi.ch 
are  beyond  the  scope  of  this  study j  it  is  only  the  second 
(or  interi.m)  level  of  improvements  xvhich  have  been  considered. 
The  function  of  Leverett  Circle  is  to  serve  as  a  junction 
x^oint  for  four  arteries  of  the  street  and  highv/ay  system. 
Those  inc^lude  Storrov;  Drive  to  the  southwest,  Qiarles  River 
Dam  to  "the  northwest 5  ramps  to  and  from  the  -Central  Artery, 
and  Lo'.veil  Street  (and/or  Nashua)  to  the  southei-.st^   Analysis 
of  e:;isting  traffic  f  Ic:;  ' -^dicates  that  movements  between 
Storroti?  Drive  and  the      xl   Artery  ramps  constitute  by  far 
the  heaviest  volumes  t.     i  the  circle  area. 

It  is  also  important  tc  ^ .:.;_  the  function  of  Lowell  and/or 

Nashua  southeast  of  Leverett  Circle,   First,  these  streets 
vjill  serve  as  an  important  link  to  the  improved  and  relocated 
Merrimac-Congress  route  into  the  goveimment  center  area. 
Secondarily,  Lowell  and/or  Nashua  will  intersect  and  feed 
traffic  to  Cause.v,/ay  and  Staniford. 

There  are  a  number  of   interim  solu'crons  possible  for  this 
cirea;  the  scheme  suggested  in  this  study  involves  widening 
Lov:ell  south  of  Minot  Street,  changing  the  direction  of  the 
existing  connection  batvjcen  LeverjSt .       .  and  Lowell  from 
southbound  to  northbound  and  constructing  a  nev;  southbovmd 
connection  betvjcen  the  circle  and. Lowell.   Other  possibilities 
v;ould  involve  the  use  of  existing  Lowell  and  Nashua  as  a  one- 
way pair  to  and  from  Leverett  Circle  with  these  txvo  streets 
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^rought  back  together  and  to  ±v.\pxo-7Q   Lov.'cll  so3xiev;here  south 
o:f  Minot  Street.   It  is  pointed  out  in  prcvicuG  studies, 
however-  the  only  real  requircracnts  of  the  GNRP  circulation 
system  is  the  maintenance  of  an  efficient  connection  betv.'oen 
Loverett  Circle  and  the  proposed  Congress-Merrimac  route, 

VJashincjton-Su-face  Street  Beneath  Central  Arterv;  alao 


Cent ral  AxtQry^   Tunnel  Surface  Street  Interchange  Area. : 
The  various  facilities  are  so  closel.y  inter-relr.ted  that  they 
ccainot  be  discussed  separately.  Also,  because  of  the  complex- 
ities of  e-.cisting  raxr.ps,  new  ramps,  elevated  roadways 5  etc. 
Fiuure  6  has  been  prepared  in  order  to  illustrate  and  tabulate 
the  various  proposed  improvements  and  their  functions  in  this 
area.   Briefly,  modifications  to  this  portion  of  the  roadway 
retwork  are  suggested  in  order  to  (1)  provide  a  new  continuous 
arterial  street  composed  of  VJashingtoa  Street  from  the  north, 
riQVJ   elevated  and  ground  level  connection  in  the  vicinity  of 
the  tunnels,  in  the  existing  surface  street  beneath  the 
Central  Artery  south  of  the  tunnels,  and  (2),  in:prove  the 
facilities  for  interchange' bctveen  the  Centscal  Artery,  tunnel 
system  and  surface  streets. leading  to  and  from  the  Government 
Center  area. 

Cpramercia A- .Vvlantic-Dorcheste^ :   The  existing  function  of 
Atlantic-cfommeroial  Street  is  one^  of  an  inte;n3ively  developed 
iud'.jstiriaX-comaGrsial  trucking  street,  ThiS:  is  indicatGd  by  ■; 
the  eicisting  frontage  uses  along  the  strt-ct,:  adjacent  truck 
docks,  the  railroad  tracks;  within:  the  right-of-way  axid  the 
character  of  moving  traffic  on  the  street.   Atlantic-CommercitXl 
carries  about  8,000  to  10,000  vehicles  per  day  vjith  trucks 
accounting  for  40J3  to  60%  of  this  flow  during  much  of  the  mid- 
day period  (although  truck  loads  are  considerably  less  during 
periods  of  peak  traffic  flow) , 

The  traffic  functions  of  the  route  include  the  following  t 
Atlantic  and  Commercial  serve  as  approach  and  local  r.ccess 
routes  for  a  considerable  number  of  trucks  destined  along  the. 
street;  to  a  significant  extent,  through  trucks  between 
Ch.arlestcv:Oi  and  points  south  and  east  of  the  study  area  use 
this  route;  because  of  the  location  and  design  of  the  Central 
Artery  2.3   well  as  its  interchange,  vjith  the  Suioner  Ttmnel, 
Atlantic-Commercial  is  of  considerable  impwr;tance  in  providing 
r.ccess  to  North  End  residential  areas  and  other  locations 
lying  east  of  the  Central  Artery;  especially  during  rush  hours 
a  number  of  autos  use  Atlantic-Commercial  as  :a  by-pass  route  , 
around  more  congested  parts  of  the  Central  Area. 
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T.vo  :i;a.ctors  will  have  a  major  effect  on  the  future  of 
Atlanti,:;"Coaiii2rcial.   Firr.tj.  the  proposed  redevelopment  of 
comTr.erc;lal  uses  along  this  c^treet  with  these  uses  to  be 
replaced  by  residential  development.   Specialized  retail 
chopping  and  specialised  office  development  will  obviously 
effect  both  the  character  and  macjnitude  of  traffic  flov; 
on  this  street.   Second,  a  proposed  connection  between 
Atlantic-Ccminercial  and  Dorchester  Avenue  v/ill  similarly 
affect  trciffic  floiv,   Dascd  oil  this  nev;  land  development, 
Atlantic-Commercial  will  perform  only  two  essentiSvl  functions 
in  the  future.   These  include  continuing  to  provide  access 
to  the  area  east  of  the  Central  Artery  ana  along  the  street 
itself,  and  serving  3.s  an  important  auto  by-pass  route. 
Although  estimated  traffic  loads  vri.ll  increase  along  the 
street;,  the  character  of  this  traffic  stream  will  be 
considerably  different  from  what  it  is  today,   Tnrough 
trucks  v.'ould  be  diverted  to  the  improved  s'orface  arterial 
street  running  beneath  the  Central  Artery  a^d  connecting 
directly  to  Washington  Street  North  and  the-,  Charlestown 
Bridge.   With  the  elimination  of,, commercial  truck  generators 
along  the  street,  there  v;Q-ald  no, longer  be  any  extensive 
local  truclcing.   The  resiilting  reduct^.on  in  both  throiigh 
and  local  trucking  movements  would  thus  allow  Atlsuitic- 
Commercial  to  function  basically -^s  an  auto,  route  (although 
it  ir.ust  ca   --»ii phsLsised  that  it  would  be  an  saito  route  of 
r.o-jiQ   importance,  especially  during  rush  hours  v;hen  vehicles  , 
vjsra  secld.ng  to  -by-pass  more  eonaeated  partj^  of  the  central 
area).  /5 

Under  the  conditions  just  described,  it  v;oald  seem  that  the 
route  could  be  suitably  "dressed  up"  in  order  to  be  aesthet- 
ically compatible  with  adjacent  new  land  developments.  The 
cross-section  of  the  street  should  desirably  provide  for  up 
to  six  moving  traffic  lanes  with  .a  fairly  wi,de  median  strip 
possibly  added  for  not  only  aesthetic  reasons  but  also  to 
provide  recessed  left  turn  lanes,  ; 

r. 

Causewav-Stanif ord :  The  principle  function  of  this  route  is 
to  allow  interchange  between  the  various  north-south  arterial 
routes  through  the  st^^dy  area.   Most  importantly.  Causeway 
will  provide  a  connection  between  nev;  Congress -Merrimac-Lowell 
and  the  Charlestown  Bridge,   Causeway- St aoiif ord  v;ill  also 
connect  Commercial  on  the  east  an<L  Cambridge  on  the  v;est. 
Further,  this  route  serves  as  an  important  access  ajid  collecto; 
street  for  the  North  Sration  Area,  the  State  Campus  Area  and 
the  West  End  Project,   Finally,  the  route  also  serves  traffic 
destined  to  and  from  the  Central  Artery  to  the  south  via  the 
ramps  at  Causeway,  ;.  -^ 


c  o 
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Trafijic  demands  at  this  route  are  such  that  four  moving 
lanes  will  adequately  serve, 

piardon- Sudbury  Onc'-Way  Pair;  These  tv;o  streets  are  intended 
to  serve  as  the  principle  routes  between  Government  Center 
area  and  the  Central  Artery  and  tunnel  system.   To  a  consid- 
erable extent  the  routes  will  similarly  provide  for  movements 
between  other  parts  o.f  the  study  area  in  downtown  Boston  ajid 
the  Central  Artery-Tunnel  Interchange  area.   New  Chardon- 
Sudbury  will  replace  the  Dock  Square  and  Hpymarket  Square 
access  and  egress  to  the  Central  Artery-Tunnel  Interchange 
area. 

These  routes  are  intended  as  very  high  capacity  surJ:ace 
carriers.  As  r.v.ch^   they  muot  provide  for  four,  and  i:*  some 
cases  five,  moving  lanes  on  each  of  the  two  streets.   Further, 
efficient,  highly  channelized  intersections;  allowing  for  tumim 
Koveincnts  to  and  from  the  one-way  pair  are  suggested  at 
Congress-Merrimac  and  at  Cambridge, 

■       t  :,  ?« 

^tate~Co;'^rt  g  The  function  of  State  Street  p  oboth  today  and  in 
the  future,  is  partly  tha.t  cu:   a  surface  arterial  street  in  the 
downtown  area^  and  partly  -that  ofi  providing  ^access  to  abutting 
properties*   Jn  its  role  as  a  surface  arterial.  State  Street 
serves  only  as  one  element  of  thei  complete  system  of  routes; 
it  18  tjid  will  continue  tcr  b©  only  one  of  sejifejfal  east-west 
downtov.-n  surface  streets,  which  is  relativelty  continuous 
between  the  various  parts  of  downtown  and  leading  toward  the 
Central  Artery.   State  Street  will  provide  access  mainly  to 
just  that  part  of  the  Central  Artery  v<hich  ifncludes  south 
portions  of  Government  Center  and^north  sections  of  the 
financial-office  district.,,      <  x 

,;       ;<  r. 

Although  State  Street  is  a. part  of  the  surface  arterial  street 
system,  compared  with  other  routes  in  the  system,  its  antici- 
pated volumes  will  be  relatively  low,   (Traffic  loads  along 
S~ate  will  be  at  their  maximum  in  the  vicini,ty  of  the  Central^ 
Artery;  east  of  this  point  as  well  as  further:  west  along  the  ■; 
street,  near  and  beyond  Congress-Devonshire,  volvimes  will  be  ^ 
comev/hat  lower).  ^,,  -  ^^ 

Ultimately,  the  street  should  be  v^idened  to  provide  two-way 
movement  and  a  total  of  four  moving  lanes.   Therefore,  although 
the  existing  street  width  is  retained,  futur^  building  set-back 
lines  are  suggested  in  order  to  atlow  for  th;|.s  ultimate  wideninc 
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As  an  aid  in  determining  circulation  xcquirernQnts  for  the  Go%7ernment 
Center  portion  of  the  ^tudy  area,  cpecial  analysis  of  signal 
requirenents  has  been  undertaken  for  this  portion  of  the  project. 
Recommendations  are  made  (see  attaclied  table)  concerning  signal 
locations,  signal  phasing,  and  interconnection  between  signalized 
inters ect ions • 

Parking  Recommendations :       ' 

Allied  ivith  circulation  planning  is  the  provision  of  parking, 
particularly  in  a  terminal  area  such  as  Government  Center,   Obviously 
the  use  of  mass  transit  must  also  be  considered  in  establishing 
parking  needs. 

Plans  for  renewing  the  central  areas  of  most  metropolitaji  cities 
generally  display  a  consistent  philosophy  in  dealing  with  problems 
of  transportation.   They  recognize  that  the  tota]j  denial  of  accessi- 
bility by  autczDobile  to  facilities  comprising  the;  central  area  is 
iiijpractical  and  may  be  incompatible  with  the  enti^re  rehabilitation 
process.   On  the  other  hand,  it  is  agreed  that  fi^H  and  unrestricted 
access  by  auto  is  contrary  to  achieving  a  well-d'asigned,  efficient 
central  area,  ' 

Ejfcessive  uov±:nf    >*ihicle  loads,  vehicle-pedestrian  conflicts,  and 
virtually  impossible  vehicle  storage  problems  v/ould  all  be  the 
rersult  of  over-use  of  the  private  auto  as  a  mean3->of  access  to  the 
central  area.   Therefore,  in  designing  transportation  facilities,  ;> 
including  facilities  not  only  for  movement  but  teyminals  (parking) 
as:  well,  care  has  been  taken  not  to  induce  excessive  travel  to  and 
within  the  central  area  by  private  automobiles, 

Im  Boston,  there  always  has  been  a  severe  limitation  on  the  capacity 
of^  the  street  system.   Existing  surface  streets  are  narrov/  and    ^ 
g^erally  lack  continuity;  the  newer  escpressways  fiave  been  quickly 
loaded  to  capacity,  with  resulting  congestion.   If,  in  the  rebuilding 
prpcGss  in  Central  Boston,  an  overly  excessive  amount  of  parking  is 
p2<pvid3d,  even  more  traffic  will  be  induced  to  use  the  street  and  ; 
highway  system.   This  would  result  in  even  greater  congestion,  not 
only  on  existing  surface  streets  but  also  on  proposed  improved  street 
as.; well  as  on  new  highway  facilities.   The  concept;  of  providing  such 
extensive  parking  axid  consequently  of  requiring  even  more  expensive 
street  amd  highway  improvements  is  far  less  economical  than  the 
concept  of  making  maximum  use  of  public  transit  facilities,        . 
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A  principle  valuG  o:C  a  central  location  for  corauiercial,  institutional 
or  govGrnnental  functions  is  the  high  accessibility  of  such  a  loca- 
tion to  the  mcLxdLiaum  number  of  people.   The  most  feasible  circulation 
of  larg^  nasses  of  people  betv/een  the  functions  comprising  the 
Government  Center  Area  and  between  Government  Center  and  other  parts 
of  Dowiitown  Boston  is  either  on  foot  or  by  means  of  public  trems- 
portation.   If  such  local  internal  circulation  is  to  be  both  practi- 
cal and  pleasaintj  the  interferences  due  to  private  vehicles  should 
be  held  to  a  minimum  through  the  basic  design  of  the  circulation 
system.   To  tho  e;<tent  that  autos,  rather  than  public  tremsit 
facilit;iGSp  are  used  for  access,  the  autos  ideally  should  be 
intercepted  first  at  parking  fields  on  the  terminal  points  of  the 
M.T.A.,  and  secondly,  those  that  penetrate  closer  to  the  center 
should  be  held  at  the  perimeter  of  Dovmtown  Boston  or  at  least  at 
the  borders  of  the  fxonctional  districts  (such  as  Government  Center) 
comprising  the  entire  area^   The  means  for  accomplishing  this  ZiXe 
IfLrge  perimeter  parking  facilities  whi^h  have  the  best  possible 
connections  to  the  major  streets  and  e3qpressv;ays  Reading  into  the  ; 
district.   Those  parking  facilities  which  are  dis^tributed  v/ithin  ; 
t^e  central  area  and  its  functional  districts  shquld  be  limited 
in  capacity  and  restricted  to  short  time,  l>igh-ttvrnover  use  by    3 
patrons  and  visitors  rather  than  by  employees, 

<  ri       '1  'r-  t 

In  ganeral,  pai'»c:.i:M  for  non-residential  portions  pf  the  GNRP  area -^^ 
should  be  established  in  accordance  with  the  preceding  philosophy: 
It  should  be  based  on  a  continued  expanded  use  od5  public  transit; 
ilj  should  be  concentrated  at  the  periphery  of  thes.  sub-areas  within 
the  study  area  and  as  near  as  possible  to  major  incoming  highway 
facilities;  some  lesser  amounts  of  parking  for  very  short  time, 
high- turnover  use  may  be  incorporated  wfithin  the  various  areas. 

I  I:       ;-  <  C 

More  dGt^^iled  recommendations  have  been  prepared  for  the  Government 
C^ter  portion  of.   the  study  area.  (See  Figure?, )  ,  It  is  estimated 
that  50 p 000  to  55^000  persons  (visitors  and  employees)  will  come  to 
the  Governiii^nt  Center  area  daily.   Available  studies  in  Boston 
iiv^icar.e  that  only  about  15%  of  the  ainticipated  eiflployees  will  drive 
axifos  to  work,  ho;vever  visitors  will  us^  autos  mo:pe  extensively,   ^ 
wijh  approximately  40%  driving  to  the  area.   Therefore,  future 
total  vehicle  movements  into  the  area  will  be  about  16,500  per  day, 
(This  total  vehicle  load  must  be  adjusted,  however i  in  order  to    ^- 
eliminate  both  commercial  vehicles  which  do  not  require  par  Icing 
facilities,  and  autos  v;hich  are  either  destined  or  parked  within 
the  general  Government  Center  area  but  outside  of , the  specific    , 
renewal  project  limits;  the  resulting  quantity  of  ^utos  is  approx- 
imately 11,000  vehicles  per  day,       [,  ^ 
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To  accommodate  the  private  autos  destined  each  day  to  the  Government 
Center  area,  up  to  4,900  parking  spacas  are  suggested  (3,900  spaces 
within  the  technical  limits  of  the  renewal  project  area  --  See  figure 
7),   Although  this  indicates  a  turnover  rate  which  is  relatively 
high  for  an  office  building  area,  in  this  case,  since  for  the  most 
part-  government  offices  arc  involved j  such  a  high  rate  of  us© 
(1.2  per  day  for  employees;  4,0  to  4.5  per  day  for  visitors)  seems 
to  be  valid. 

Staging  of  Street  Improvements  in  Governmont  Center  Area 

With  the  exception  of  the  Central  Artery-Tunnel  liiterchange  area, 
the  relationship  between  the  street  system  for  Government  Center 
area  with  adjacent  existing  streets  presents  no  special  problem. 
(In  some  cases,  these  relationships  have  already  been  discussed  in 
the  preceding  material.) 

lE^  the  case  of  connecting  Government  Center  stress  to  the  Centra]^. 
Artery-Tunnel  Interchange  area,  special  interim  PfTovisions  will  have 
to  bs  made  prior  to  completing  the  recommended  modifications  to 
the  Central  Artery-Tunnel  Interchange  (see  Figures),   The  changesj 
in^  this  area  which  should  be  made  for  this  interim  period  involve 
only  relatively  minor  adjustments  to  surface  channelization  under  c. 
the  Central  Artery  itself  so  as  to  provide  proper  connections  to 
and  from  a  prc^^-«.«sJ  Chardon- Sudbury  one-way  couple. 

1  ::  ti  - 

During  this  interim  period,  traffic  will  also  continue  to  approach 
thg  tionnels  and  the  Central  Artery  via-fsforth  Ctre^t,  although  North 
Sttreet  should  provide  for  only  one-way  eastbound  f^low. 

Clas-  if  ication  of  Traffic  Using  Ramp  Fag-ilities  in  the  Vicinity  oft 
the  Central  Artery  and  The  Txinnels 

The  follov;ing  sketch  has  been  prepared  to  show  anticipated  traffic, 
volumes  on  roadways  raid  ramps  in  the  vicinity  of  tjhe  Central  Artery 
aoid  the  existing  and  new  tunnels.   The  sketch  covers  the  area 
generally  from  New  Chardon  Street  south,  to  State  Street. 

Th§  future  volumes  are  classified  as  to  total  daily  traffic  flow, 
da5,ly  flov;  to  or  from  the  Government  Center  area,  daily  flow  to  or 
f rgm  the  remainder  of  the  GNRP  area  and  remaining  .traffic  (moving 
through  the  study  area). 

It  (is  intended  that  these  figures  help  to  determine  the  degree  of  ^ 
benefit  which  recommended  r^unp  and  roadwjay  changes  would  have  as 
far  as  the  Government  Center  area  and  the  GNRP  area  axQ   concerned. 

;  i       (1  J-  i 
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LLUANK.      MCKIHNELL      •      K  N  0  W  L  E  S  CAMPBELL      *      ALDftlCH  W  M  .      J.      LEUESSURIER      &      ASSOC,      IMC. 

RCHITECTS         AND         ENGINEERS         FOR         THE         BOSTON  CITY         HALL 

I    BOYLSTON    STREET,    BOSTON     l«.    MASSACHUSETTS  2«2-»S80 


April  1,  1964 


Boston  Redevelopment  Authority 
City  Hall  Annex 
Boston,  lilassachusetts 

Attention:   Mr.  Charles  Hilgenhurst 


ta*- 


Gentlemen: 

j-The  Architects  and  Engineers  for  the  Boston  City  Hall  have  been_ 

asked  to  justify  the  use  of  a  fraraed  system  rather  than  fill  to 

"^bring  the  Plaza  to  the  design^  grade.  '■ 

The  main  reason  for  the  framed  system  is  economy.   According  to 
our  knowledge  of  costs  of  materials  locally,  the  break-even  point 
between  filled  and  framed  structures  is  eight  (8)  or  nine  (9) 
feet  for  the  type  of  system  v/e  intend  to  employ  on  the  Plaza. 
The  Plaza  will  be  bricked  over  in  any  event  and  even  v/ith  the 
fill,  we  would  have  a  concrete  slab  of  roughly  six  (6)  inches. 
At  eight  (8)  or  nine  (9)  feet  the  extra  cost  of  the  reinforcing 
and  the  forms  and  some  extra  concrete  for  the  framed  system  is 
approximately  balanced  by  the  cost  of  the  fill  for  the  non-framed 
system. 

In  the  south-east  corner  of  the  plaza  between  the  new  Subway  and 
the  City  Hall,  the  fill  would  be  approximately  fifteen  (15)  feet 
deep  making  the  framing  system  moi-e  economical  than  the  filled 
system.   In  addition,  we  are  fi-aming  a  large  poi^tion  of  this  area 
for  truck  access  so  it  seems  logical  to  continue  the  system. 

The  remainder  of  the  area  is  largely  eight  (8)  to  ten  (10)  feet 
between  the  existing  grade  and  the  plaza  grade.   This  v/ould  make' 
the  filled  system  competitive  with  the  frajned  system  except  that 
the  existing  Hanover  Subway  cannot  carry  the  fill  necessary  to 
raise  the  grade.  According  to  the  M.T.A.  the  njaximum  fill  the 
Hanover  Street  Subway  can  carry  is  three  (3)  to:  four  (4)  feet, 
while  the  future  grade  of  the  Plaza  is  about  ten  (10)  feet  above 
the  subway.   V^e  must  frame  the  Hanover  Subway  and  approxiraately 
ten  (10)  feet  beyond  to  minimize  the  surcharge  "on  the  v/alls  of 
the  subway. 

At  the  northwest  corner  of  the  City  Hall  we  will  frame  a  portion 
of  the  Plaza  so  the  extra  load  of  the  fill  will:  not  create  a  nega- 
tive skin  friction  load  on  the  piles i  'c 

far  i 


Boston  City  Hall  Plaza   (continued) 

There  are  many  basements  of  former  buildings  which  dot  the  site 
of  the  Plaza,  so  there  are  problems  to  face  in  either  the  framed 
or  filled  systems  since  these  basements  have  been  filled  with 
rubble.   The  filled  system  should  have  a  re-excavation  of  these 
areas  and  a  good  fill  and  compaction  to  prevent  a  subsidence  of 
fill  over  the  years.   The  framed  system  has  the  problem  that  we 
must  excavate  some  of  these  basements,  or  design  footings  for 
lower  pressures  when  filled  basement  areas  are  encountered.   Base- 
ment walls  create  special  problems  for  the  framed  system  in  pos- 
sibly displacing  footings. 

Vie   have  had  little  opportunity  to  evaluate  the  locations  or  con- 
ditions of  the  existing  basements,  so  the  decision  to  frame  the 
area  between  the  two  subways  is  somewhat  idealized.   '^Then  we  have 
a  contract  to  proceed  and  when  the  excavated  material  from  the 
FOB,  new  Subway,  and  City  Hall  sites  is  cleared  enough  to  assess 
the  type  of  fill  in  the  basements,  we  may  recommend  filling  if 
the  framed  system  appears  too  awkward  or  if  the  fill  in  the  base- 
ment is  better  than  we  have  reason  at  this  time  to  believe. 

Very  truly  yours, 

Emil  C.  Hervol 

00;  Gov't  Cent@r  Commission 

ECH/sg 


GOVERNMENT  CENTER  -  JUSTIFICATION  FOR  INCLUDING 
PARCEL  4  GA-RAGE  AS  LOCAL  NON-CASH  CREDIT 

The  large  parking  garage  to  be  constructed  within  the 
Government  Center  Project  is  expected  to  contain  some  2,000 
parking  spaces.   An  800-ft.  radius  circle  was  drawm  from  the 
center  of  the  proposed  garage  to  determine  the  included  ser- 
vice area.   The  ratio  of  garage  spaces  expected  to  be  used  by 
people  destined  ivithin  the  Government  Center  part  of  the  ser- 
vice area  to  the  total  number  of  garage  spaces  used  by  people 
v^lttin  the  garage  service  area  then  was  calculated.   The  loca- 
tion of  the  garage,  general  arrangements  of  Government  Center 
building  locations  eind  adjacent  development  outside  the  Govern- 
ment Center  Project  but  within  the  Garage  service  area  is  shown 
on  the  nap  titled  Parking  Garage  Study  map.   The  service  area 
to  the  northeast  of  the  John  F,  Fitzgerald  Expressway  is  pri- 
marily residential.   It  is  assumed  that  none  of  the  users  of 
ihe  Government  Center  garage  will  be  destined  for  this  area  be- 
cause of  its  residential  character  and  the  number  of  surface 
streets  and  the  above-grade  roadway  (John  F.  Fitzgerald  Express- 
way) lying  between  this  residential  area  and  the  garage.   Park- 
ing for  inhabitants  would  be  met  within  the  residential  area  it- 
self.  The  area  to  the  north  and  northwest  outside  the  project, 
but  within  the  garage  service  area,  labeled  North  Station  Area, 
is  a  wholesale  and  retail  furniture  district.   Visitor  parking 
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tffill  be  accommodated  by  on-street  parking.   Some  of  the  em- 
ployees will  use  the  Government  Center  garage.  A  complete 
tabulation  of  employees,  visitors,  and  parking  spaces  antici- 
pated within  the  garage  service  area  appears  below: 


Parcel 

State  Service  Center 

Private  Office  Buildings 

Welfare  Dept.  and  Edison 
Station 

Federal  Office  Building 

City  Hall 

Motel  or  Office  Building 


North  Station  Area 


TOTAL 


Parking 


Workers 

Visitors 

Spaces 

4,200 

4,100 

lie 

1,860 

1,930 

30 

310 

300 

20 

403 

5,500 

130 

1,715 

6,000 

26 

Unknown 

Unknown 

200* 

12,320 

17,830 

516 

1,220 

0 

0** 

19,740 

17.830 

516 

15%  Drive    40%  Drive 
1.2  Turnover  4,2  Turnover 

Rate        Rate 
1,720  Spaces  1,700  Spaces 


*  Parcel  7  is  anticipated  to  have  300  parking  spaces.   The  use 
to  which  this  parcel  will  be  put  at  present  is  not  determined. 
It  very  well  may  be  that  the  300  spaces  would  be  required  to 
meet  demands  generated  by  Parcel  7  alone.  We  have  assiimed  for 
purposes  of  this  calculation  that  only  100  of  the  plaunned  park- 
ing spaces  will  be  needed  by  Parcel  7  and  the  remaining  200  will 
be  available  for  general  use.   This  reduces  by  200  the  number  of 
parking  spaces  that  remain  unsatisfied  by  the  present  planned 
parking  within  the  Parcel  4  garage  service  area, 

**   Earlier  in  the  text  it  was  assumed  that  all  visitors  would 
be  accommodated  by  on-street  parking  in  the  North  Station  Area, 
therefore,  no  allowance  was  made  for  North  Station  Area  visitor 
parking  as  part  of  the  Parcel  4  garage  calculation. 
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The  above  calculation  indicates  that  3,420  parking  spaces 
would  be  needed  to  satisfy  the  demand  within  the  Parcel  4  Garage 
Service  Area.   At  the  present  time  only  516  spaces  are  being 
provided,  leaving  a  net  deficit  of  2,904.   This  demonstrates 
that  the  2,000  car  capacity  of  the  garage  is  not  excessive  for 
the  service  area  delineated.   The  1,220  North  Station  Area 
workers  will  use  153  spaces  on  the  basis  of  15%  of  the  workers 
driving  a  turnover  rate  of  1.2. 

We  assume  that  if  fewer  spaces  than  the  3,420  needed  space, 
are  available,  the  trips  within  the  Government  Center  Area  vfill 
form  only  a  proportionate  share  of  the  total  trips,  rather  than 
forming  all  of  the  trips  and  forcing  the  workers  within  the 
North  Station  Area  into  parking  spaces  further  away  to  the 
Northwest.   On  the  basis  of  Government  Center  employees  and 
visitors  using  3,267  of  the  3,420  spaces  required,  the  destina- 
tions within  the  Government  Center  Project  portion  of  the  garage 
service  area  eunount  to  some  96%  of  the  total  trips,  and  there- 
fore 100%  credit  for  this  garage  is  proposed. 


^^^ooo.^r,^^ 


EDMUND    L.  MCNAMARA 
POLICE  COmm.SSiO.SER 


li;'> 

\';.""-"^ 


ihxch  30,    196^1- 


Sdv:ard  J.   Lo^ue,   Levelopir.ont  Adniiiiistrator 

Bostoia  Hi;devv5lo-pr:ont  Authcri^y 

City  Ziill  Anj-iei: 

I^ostoii  8a    I-iasiachusotts 


1  ^,-.  c  v« 


i-Oa'Uv 


J.  have  eirai'iinod  the  Eedc-veloi^e:orit  Author i ty  "^  s  Govsrnrisnt 
Center  plan  ivith  rso.-ard  to  ths   cit'o  proposed  for  a  police  ctc.tionj 
(Kei-;  Chardon.  and  Ha:;2:ins  Strsot^:)*  '.i.  oonsidei'  this*  site  quite 
suitable  for  the  cons  true  tio.^  of  a  police  stations  arjd  I  x^culd 
bs  pleased  if  the  Redevelop-uent  Authority  vrill  sell  the  site  to 
the  Police  BepartSiei'it, 

-his  proposed  statioa  will  be  ?•  consolldatior.  of  Districts 

One  aijd  Tyro,  ana  X'Ossibie  ti-;e  'rraffio  liivision,  -  It  is  estiniated 
that  the  service  of  tiiis  police  station  •'.■rill  encorjipaGS  about 

600  Cvorsftj  Qt  -iv-hich  65»5  ©orc^rj  oompoi'-j  Vao  vovern^ont  Contor 
!?roject.   It  is  further  estia?.tsd  th&t  the  total  cost  v:ill  be 
about  v-lj 200pOOO,CO,  and  \ro   vrould  hope  to  co:::pl3te  the  construction 
by  19''S5<. 


The   Police  Departzient  is  prep-ared  to  dispose  of  District 
OnOs  'Itro  and  Ihree  station  houses,  either  by  sale  to  the  Hedevelopnent 
Authority  or  transfer  to  snj   other  city  ageiacyj  as  jcutuall;^  agreed 
upon  L.-'y   the  City  of  Boston  end  the  Authority <. 

It  is  ri;y  understandins;  that  the  police  station  described 

in  Parafsraph  One  above,  '.-ill  be  dcsi:;ned  'rithin  the  Units  of 
standards  prepared  by  the  Kedevelop-ront  Authority  for  public 
redeveloper s • 

It  r.ust  be  understood  that  allocation  for  fLinds,  design 
and  construction  of   new  police  staticos  are  continc:ent  upon 
appropriation  by  the  i-Iayor  and  City  Council  for  such  purpose 
or  upon  availability  of  discussed  funds, 

-he  Hedevelopiient  Authority  r2a.y  use  this  letter  as  their 
"letter  of  intent"  or  cooperation  agrcenent  for  the  purpose  of 
securing  the  necessary  local  and  Federal  approvals  of  the 
Governi:ent  Center  renG:';al  plans. 

Sincerely  yours 3 


Police  Coa^iissicner 


APPLICATION  FOR  LOAN  AND  GRANT  BINDER  NO. 

PART  I:   FINAL  PROJECT  REPORT 
PROJECT  NO.  MASS.  R-35 

Government  Center  Project  SUBMISSION  DATE! 

Boston  Redevelopment  Authority 
Boston,  Massachusetts 


PLANNING  REVIEW  CODE  NO,  R-214 

The  following  relates  to  Planning  Findings  aind  Recommenda- 
tions ,  May  27,  1963. 
I.   Requirements  and  Recommendations 
A.  &  B,   Map  Changes. 

1.  Proposed  Land  Use  Map  B. 

The  attached  Proposed  Land  Use  Map  has  been  re- 
vised as  suggested  in  the  Planning  Review  to 
indicate  property  for  rehabilitation  eind  to  indi- 
cate the  underground  service  roadway  in  the 
Government  Center  Plaza.  For  justification  of 
the  underground  service  roadway,  see  the  Engineer- 
ing Review,  Section  A(4)(B). 

2.  Disposition  Parcel  Map  R-35-216. 

The  Disposition  Parcel  Map  has  been  up-dated  and 
revised  to  indicate  the  underground  service  road- 
way. 

3.  Illustrative  Site  Plan  R-35-217. 
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Up-dated  Illustrative  Site  Plan,  including  a 
detailed  breakdown  of  Parcel  2  is  attached.   Note 
the  inclusion  of  the  proposed  Police  Station  and 
Chapel  in  the  Parcel  2  area. 
C,   Parking  Facilities. 

According  to  already  approved  architectural  auid 

development  proposals  as  well  as  Plan  requirements, 

the  following  number  of  off-street  parking  spaces 

will  be  provided  in  Government  Center: 

Parcel  1-110 

Parcel  2-30 

Parcel  3-20 

Parcel  5  -  130 

Parcel  6  -  26 

Parcel  7  -  300 

Parcel  8  -   0 

Parcel  9  -   O 

Parcel  10  -   O 

Parcel  12  -  500 

Parcel  13  -   O 

Parcel  14  -   O 

Parcel  15  -   4 


Total       1120 
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With  a  planned  parking  capacity  of  2000  cars  for  the 
Parking  Garege  in  Parcel  4,  and  the  1120  off-street 
parking  provisions  in  the  individual  parcels,  this 
gives  a  net  total  of  3120  proposed  parking  spaces 
which  compares  favorably  with  the  original  plans. 

D.  Traffic  Conditions  -  Franklin  Avenue. 

1.  As  suggested  in  the  Planning  Review,  the  present 
proposed  underground  service  roadway  provides 
vehicular  access  to  Parcel  10. 

2.  It  is  tentatively  proposed  to  eliminate  Franklin 
Avenue  if  the  developer  for  Parcel  10  can  make 
such  a  provision  in  his  plans.   If  this  becomes 
infeasible,  pedestrian  warning  signals  will  be 
installed  at  the  Court  Street  intersection. 

E.  Street  Proposal  Report. 

Refer  to  the  Barton  Ashman  Reports  in  Engineering 
Review  (A)(2). 

F.  Hav/kins  Street. 

The  40  foot  width  for  Hawkins  Street  indicated 
on  the  Street  Adjustments  Plan  is  a  measurement 
including  both  sidewalks  while  the  measurement 
of  30  feet  on  the  Proposed  Land  Use  Plan  repre- 
sents the  distance  from  curb  to  curb.   This  seem- 
ing discrepancy  is  brought  about  by  the  inclusion 
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of  sidev/alk  figures  in  the  map. 
G.  Zoning  Ordinctnces 

By  specific  act  of  the  Mass.  legislature,  the 
new  zoning  ordinance  will  be  in  effect  on 
January  1,  1965. 
H.  Questions  concerning  acpporting  facilities  and  pro- 
ject improvements  have  all  been  covered  in  the  pre- 
ceding Engineering  Review  discussions. 
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APPLICATION  FOR  LOAN  AND  GRANT  BINDER  NO. 

PART  I:   FINAL  PROJECT  REPORT 
PROJECT  NO.  MASS.  R-35 

Government  Center  Project  SUBMISSICN  DATE; 

Boston  Redevelopment  Authority 
Boston,  Massachusetts 


LAND  ACQUISITION  REVIEW  CODE  NO.  R-222 


No  action  required  by  l.PA. 
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APPLICATION  FOR  LOAN  AND  GRAI^IT  BINDER  NO. 

PART  I:   FINAL  PROJECT  REPORT 
PROJECT  NO.  MASS.  R-35 

Government  Center  Project  SUBMISSION  DATE: 

Boston  Redevelopment  Authority 
Boston,  Massachusetts 


LAND  DISPOSITION  REVIEW  CODE  NO.  R-225 

The  following  comments  relate  to  Land  Disposition  Findings 
and  Recommendations,  Jvme  19,  1963: 

!•   Special  Action  Which  The  LPA  Should  Be  Required  To  Take 
As  A  Prerequisite  To  Part  II. 

A.  The  proposed  change  in  tabulation  of  land  disposal 
estir.iates  is  developed  in  accordance  with  your 
recommendations  and  is  attached. 

B.  No  action  necessary. 

C.  The  difference  between  the  two  figures  represents 
not- to-be-acquired  properties  and  therefore  no 
change  is  necessary  to  Form  H-6120.  Code  225(4) 
has  been  changed  as  requested  and  the  corrected 
page  is  attached  herewith. 

II.   Special  Actions  Which  The  LPA  Should  Be  Required  To  TaJce 
During  The  Execution  Stage. 
A.   As  a  result  of  discussions  with  Regional  Office,  it 
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has  been  determined  unnecessary  to  designate  botind- 
ary  street  widenings  as  reuse  parcels,  or  to 
eliminate  the  basement  easement  for  Parcel  6,   The 
disposition  map  has  been  revised  to  show  the  under- 
ground service  roadway. 

B.  This  comment  will  be  complied  with  at  the  appro- 
priate time. 

C.  Proposed  floor  use  in  the  garage  building  for 
accessory  use  will  be  less  than  1(^  of  the  total 
floor  area  of  the  building. 

D.  In  accordance  with  discussions  with  Regional  office, 
a  3rd  reuse  appraisal  is  not  necessary. 

III.  Actions  Which  Should  Be  Recommended  To  The  LPA. 

1.  See  answer  to  Comment  A-3  of  the  Engineering  Review, 

2.  This  will  be  done. 

3.  For  design  reasons,  we  prefer  to  have  the  Plaza 
extend  aroiond  Parcels  5  and  10. 

4.  The  recommendation  that  a  right  of  way  under  the 
Plaza  as  a  means  of  vehicular  ingress  and  egress 
to  adjacent  parcels  has  been  incorporated  into  the 
Plan  and  is  discussed  above  under  the  Engineering 
Review  A(4) . 

5.  This  will  be  done. 
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APPLICATION  FOR  LOAN  t'lm   GRANT  BINDER  NO. 

PART  I:   FINAL  PROJECT  REPORT 
PROJECT  NO.  MASS.  R-35 

Government  Center  Project  SUBMISSION  DATE: 

Boston  Redevelopment  Authority 
Boston,  Massachusetts 


LAND  DISPOSAL  REPORT        DIFFERENCE  BETWEEN     CODE  NO.  255(4) 

"APPRAIPDR'S  ESTIMATE" 
AND  "LPA'S  ESTIMATE" 


The  differences  between  the  appraiser's  estimate  of  land  disposition  ,  , 
proceeds  and  the  BRA  estimate  is  due  to  the  following: 

1.  A  parcel  of  land  north  of  Haymarket  Square  (Parcel  15)  totalling 
8,760  sq.  ft.  (see  Disposition  Parcel  May,  R-35-216)  was  not 
reflected  in  the  reuse  estimates  for  the  Government  Center.  A 
reuse  value  of  $5«00  sq.ft.  has  been  assigned  to  the  parcel  in 
question,  based  upon  appraiser's  estimates  for  adjoining  property. 
Accordingly,  the  BRA's  estimate  of  disposition  proceeds  for  pri- 
vate parcels  is  $43>800  more  than  the  appraiser's  estimate. 

2.  Since  the  appraiser's  report  was  initially  prepared,  certain 
changes  were  made  in  various  disposition  parcels.  These  changes 
have  been  taken  into  consideration  in  the  BRA's  estinate  of  dis- 
position proceeds  and  where  appropriate,  adjustments  were  made 
in  the  per  sq.  ft.  reuse  values. 

3.  The  difference  of  $3^9,200  between  the  appraiser's  estimate  for 
public  parcels  and  the  BRA's  estimate  is  due  to  the  fact  that 
understandings  reacheil  with  the  public  bodies  involved  indicate 
proceeds  of  at  least  $4,670,00. 
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APPLICATION  FOR  LOAN  AND  GRANT  BINEBR  NO. 

PART  I:   LOCAL  PROJECT  APPROVAL  DATA 
PROJECT  NO.  MASS.  R-35 

Government  Center  Project  SUBMISSION  DATEj 

Boston  Redevelopment  Authority 
Boston,  Massachusetts 


LEGAL  REVIEW  CODE  NO.  R-231 

A.   LEGAL  REPORT  ON  PAOT  ONE  APPLICATION.  JULY  12.  1963 
12.   Commen  ts 

A.  Legal  Matters. 

1.  Resolutions  are  being  submitted  in  Code 
R-302  and  R-303. 

2.  Resolution  is  being  submitted  in  Code  R-302. 

3.  All  City  owned  properties  have  been  trans- 
ferred to  the  BRA. 

4.  A  questionnaire  was  circulated  to  members 
and  employees  of  the  LPA  and  all  members  of 
the  City  Council  and  it  appears  that  there 
are  no  such  conflicts  of  interest. 

5.  These  assurances  are  incorporated  into  the 
agreement  with  the  MTA  and  will  be  incor- 
porated into  the  agreement  with  the  Common- 
wealth of  Massachusetts. 

6.  In  accordance  with  discussions  held  with 
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HHFA  regional  office  personnel,  this  letter 
has  been  determined  satisfactory. 

7,  In  accordance  with  discussions  held  with 
HHFA  regional  office  personnel,  the  Cooper- 
ation Agreement  has  been  determined  to  be 
satisfactory. 

8.  The  Cooperation  Agreement  between  the  LPA 
and  the  MTA  is  attached  herewith, 

B.   LEGAL  OPINION  ON  PLAN 

This  legal  opinion  is  dated  July  12,  1963.   Subsequent 
to  this  date,  on  July  19,  1963,  the  Housing  and  Home  Finance 
Agency  approved  the  Urban  Renewal  Plan  as  submitted.   There- 
fore, no  changes  have  been  made. 
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THIS  AGRSiiadJSNT  made  and  eutered  Into  as  of  the   Q^U  day  of 
February,  iy62  by  and  between  BOSTOW  REDEVELOPMSNT  AUTHORITY,  a 
public  body  politic  and  corporate  organized  under  the  provisions 
of  Chapter  121  of  the  Massachusetts  General  Laws  (Ter.  Ed.)>  as 
amended,  (hereinafter  called  "BRA"),  and  METROPOLITAN  TRANSIT 
AUTHORITY,  a  body  politic  and  corporate  organized  under  the  pro- 
visions of  Chapter  544  of  the  Massachusetts  Acts  of  1847,  as  amended 
(hereinafter  called  "MTA"). 

WITNESSETH  TUJ^.T: 

WHEREAS,  BRA  has  undertaken  surveys  and  plans,  and  is  pre- 
parLngj  a  land  assembly  and  redevelopment  plan  or  an  ux^ban  renewal 
plan,;,  for  an  area  in  the  City  «f  Boston  known  as  the  ^Project  Area  ^v^ 
of  the  Government  Center  Project  (hereinafter  called, i  respectively, 
"the  Project  Area"  and  "the  Project") ;  and'        *  ,] 

WHEREAS,  BRA  is  presently  engaged  in  certain  activities  in 
connerctlon  with  its  undertaking  and  carr..  ing  out  of  the  Project, 
Including  the  acquisition  of  real  property,  relocation  of  occupants 
of  acquired  property,  demolition  nnd  site  clearance;  and 

WHEREAS,  such  surveys  and  plans  and  activities  and  the  further 
execution  of  the  Project  have  been  and  will  be  carried  out  with 
financial  assistance  from  the  Housing  and  Home  Finance  Agency  of 
the  Federal  Government • under  Title  I  of  the  Housing  Apt  of  1949,-  as 
amended;  and  I 

WHEREAS,  some  of  the  real  property  within  the  prpject  Area 
\iB  pr<?sently  occupied  by  certain  transit  facilities  of  MTA  above, 
^  i\nd», below  ground  level  (hereinafter  sometimes  called  "MTA 


^ 

'^ 
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^  facilities"),  including  in  particular  the  co-called  Scollay  Square, 
Adams  Square  and  Haytnarket  Square  stationB,  oabway  connecting  said 
stations  and  related  inGtaliations;  and  the  Project  and  maximum 
opportunity  for  redevelopment,  rehabilitation  and  conservation  of 
the  Project  /rea  require  and  will  require  that  a  portion  of  said 
real  property  presently  occupied  by  MTA  facilities  be  acquired  and 
cleared  by  BRA  at  the  earliest  possible  date,  to  wit,  the  real 
property  presently  occupied  by  said  Ada.iis  Square  station,  the 
.sections  of  northbound  subway  which  extend:  from  said  Scollay  Square 
station  to  said  Ad^'-rs  Gquare  station  and  thence  to  a  point  (south 
of  oaid  Haymarket  Square  station)  near  th^  intersection  of  said 
subway  and  New  Congress  Street,  and  relateid  installations  (which 
MTA  facilities  are  hereinafter  called  "the;  Adams  Square  facilities"); 
and  p  >  i 

WH3RE/13,  the  Adams  Square  facilities  are  a  link   «Ln  a  vital 
portion  of  the  mass  trancportation  sj'oteui  of  the  City,  of  Boston  and 
BRA  can  be  granted  the  real  property  prucently  occupied  by  the  Adams 
Squaroi  facilities  (which  real  property  is  hereinafter^  called  "the 
Adams  Square  property")  and  proceed  with  demolition  ind  -i  ■ 
site  clearance  of  the  .dams  Square  property  only  after  the  Adams 
Square;  facilities  have  been  relocated  by  the  construction  of 
operable  substitute  transit  facilities  (which  construc^tion  is 
hereinafter  sometimes  called  "relocation  work");  and  ■\ 

WJIEREAS,  BRA  and  MTA  therefore  desire  now  to  provide  for 
necessary  relocation  work  and  simultaneously  to  provide  also  for 
the  coi^current  construction  of  certain  improvements  in^  MTA  facili- 
ties aqd  transit  services  within  the  Project  Area  which  will  be  of 
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direct  benefit  to  the  Project  Area  and  will  contribute  to  the 
carrying  out  of  the  urban  renewal  objectives  of  the  Project  (which 
concurrent  construction  is  hereinafter  sometimes  called  "improvement 
work"),  all  generally  in  accordance  with  the  revised  report  sub- 
mitted on  November  C,  1961  and  dated  October  8,  19S1  by  Colonel 
S.H.  Bingham  (Ret.)  and  entitled  "Report  on  Reconstruction  of 
Existing  Rapid  Transit  Facilities  of  the  Metropolitan  Transit 
Authority  in  the  Area  of  the  Government  Center  Project,  No.  Mass. 
R-35,  Boston,  Massachusetts",  which  report  is  incorporated  herein  by 
this  reference  (and  is  hereinafter  called  "the  Bingham  Report"); 
NOW  TH;iKEFORS  the  parties  hereto  do  mutually  agree  as 

follows:  "         ''■ 

>L.   MTA  shall,  as  soon  as  possible  after  execution  of  this 
Agreement  (unless  BRA  shall  have  previously  made  a  contrary  request 
to  MTA),  employ  an  engineering  firm  to  prepare  full  and  complete 
detaiaed  plans  and  specifications  for  relocation  work  and  improve- 
tnent  work  in  accordance  with  the  Bingham  Report,   The  contract  of 
employment  of  such  engineering  firm  shall  be  in  the  form  annexed 
hereto,  made  a  part  hereof,  and  marked  "A",  and  upon  execution  of 
such  a  contract  MTA  shall  forthwith  deliver  to  BRA  at  least  three 
certified  copies  thereof.   Upon  request  by  BRA,  MTA  shall  forthwith 
give  notice  of  termination  of  such  contract  in  accordance  with  the 
.terras  thereof,  and  in  the  event  of  MTA's  delay  in  giving  or 
failure  or  refusal  to  give  such  notice  of ,, termination,  no  cost 
or  exT)«nse  on  account  of  such  contract  which  would  not  have  been 
incurred  on  account  of  such  contract  if  such  termination  notice 
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had  been  given  shall  be  included  as  an  item  of  cost  or  expense  to 
be  reimbursed  by  BRA  pursuant  to  paragraph  12  hereof. 

2.  From  time  to  time  during  preparation  of  such  detailed 
plans  and  specifications,  MTA  and  said  engineering  firm  will  consult 
with  BRA  as  may  be  necessary  for  efficient  progress  of  the  work. 
The  full  and  complete  set  of  detailed  plans  and  specifications, 
together  with  detailed  estimates  of  costs  of  construction  in  accord- 
ance therewith  and  predicated  on  abandonment  of  the  Adams  Square 
facilities  on  or  before  July  1,  1933  (if  such  a  completion  date 
appears  possible),  shall  be  submitted  to  BRA  at  least  fifteen  (15) 
working  days  prior  to  final  acceptance  thereof  by  MTA.   Any 
structure  to  be  constructed  at  or  above  ground  level  shall  be 
designed  so  as  to  be  architecturally  and  aesthetically. acceptable 
to  BRA.[  In  addition,  any  requests,  recommendations  or  suggestions 
|ith  respect  to  such  plans  and  specifications  made  byBRA  at  any 
time  prior  to  final  acceptance  thereof  by  MTA  shall  be  carefully 
jonsidered  and  weighed  together  with  other  considerations.   It  is 
the  int<?nt  of  this  agreement  that  plans  will  be  developed  to 
:he  mutual  satisfaction  b£  both  parties.  At  least  three  certified 
lull  and  complete  sets  of  the  detailed  plans  and  specifications 
.0  the  J^prm  accepted  by  MTA  shall  be  furnished  to  BRA. 

3.  ,  (a)  As  soon  as  possible  after  tne  acceptance  of  detailed 
ilans  and  specifications  by  MTA,  MTA  shall  confer  with  BRA  with 
espect  to  the  carrying  out  of  the  relocation  work  and  improvement 
ork  in  accordance  with  such  detailed  plans  a.nd  specifications  by 
election  and  employment  of  a  responsible  general  construction 
ontract^r  or  contractors  and  such  other  responsible  contractors 
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)  fis  may  be  desirable  for  necessary  preliminary  and  Incidental  work 

!  and  also  with  respect  to  the  terms  and  conditions  of  each  such 
employment  (inoluding  the  compensation  to  be  paid  for  each  phase  of 

I  relocation  work).   At  least  fifteen  (15)  working  days  before  the 
date  on  which  MTA  proposes  to  employ  any  such  contractor  or  to 
enter  into  any  contract  for  any  such  employment,  MTA  shall  submit 
to  BRA  for  consideration  the  terms  and  conditions  of  such  employ- 
ment (including  the  form  of  any  such  contract). 

^^  (b)  Any  change  in  any  term  or  condition  of  any  employ- 

ment or  contract  referred  to  in  paragraph  .3(a)  hereof  (Including 
any  order  for  extra  work  pursuant  to  any  such  contract)  siiall,  if 
practicable,  be  submitted  to  BRA  not  less  than  ten  (10)  working 
(0ays  before  such  change  is  to  become  effective.   If  :|or  any 

reasop  such  change  is  not  submitted  as  aforesaid,  it  ^hall  be 

I 

(Submitted  to  BRA  for  consideration  as  early  as  practicable  and 
Shall,  be  subject  to  disapproval  by  BRA  at  any  time  prior  to  fin^l 
settlement  pursuant  to  this  Agreement  if  such  change  is  not 
essential  to  the  relocation  work  or  if  such  changelcontravenes 
federal,  state  or  local  law;  provided,  however,  that  any  change 
whichi  when  made  reasonably  appeared  to  the  Chief  Engineer  of  MTA 
pecessary  to  be  nade  immediately  for  safety  or  structural  strength 
phalli  be  deemed  essential.  C 

i  I         (c)  Any  employment  of  a  genjaral  construction  contractor 

shall  be  by  a  written  contract.   Such  contract  (both  before  and 
after  any  change  referred  to  in  subparagraph  3(b)  hereof)  shall 
pontain  an  itemization  of  the  compensation  which  itemization  shall 
be  in; detail  sufficient  to  enable  BRA  to  determine  t^e  price  agreed 
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in  such  contract  for  each  item  claimed  by  MTA  to  be  reimbursible 

pursuant  to  paragraph  12  hereof  and  upon  which  itemization  BRA 

and  MTA  shall  agree  before  any  construction  work  hereunder  commences. 
r — • 
Such  contract  shall  further  require  such  contractor  to  Itemize  in  ^A 

isimilar  detail  any  requisition  for  payment  submitted  in  accordance   \ 

with  such  contract.  ,  , 

(d)  BEIA  shall  have  the  ri{jht  to  make  reasonable  additions  to, 

deletions  from  or  modifications  of  the  terms  and  conditions  of 

.any  employment  or  contract  or  change  thereof  referred  to  in  sub- 

paragiraph  3(a)  ojs  3(b)  hereof  before  such  contract  or  change  is 


executed  by  MTA  (1)  if  required  by  federal,  state  or  local  law  or 
.  by  the  Housing  and  Home  Finance  Agency  and-  (2)  with  respect  to 
any  matter  bearing  on  cost  of  any  item  or  iteiTts  claimed  by  MTA  to 
be  reimbursible  pursuant  to  paragraph  12  hereof.   In; addition,  any 
request,  recommendation  or  suggestion  made  by  BRA  at  any  time  prior 
to  MTA's  entering  into  such  employment  or  executing  such  contract 
or  such  change's  taking  effect  (as  the  case  may  be)  Srhall  be 
carefully  considered  and  weighed  together  with. other  considerations. 
A|t  least  three  certified  copies  of  any  such  contract  in  the  form 
execut^ed  and  of  any  such  change  in  the  form  effective  shall  be 
furnished  to  BRA.  r, 

4.   Upon  request  by  BRA  prior  to  the  execution  of  any  con- 
tract jor  taking  effect  of  any  employment  or  change  referred  to  in 
subparagraph  3(a)  or  3(b)  hereof,  MTA  shall  delay  such  execution 
or  taking  effect  until  further  notice  by  BRA,  and  in  the  event  of 
MTA's  failure  or  refusal  to  delay  such  execution  or  tiding  effect^ 
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no  cost  or  expense  on  account  of  such  contract  or  employment  or 
change  which  would  not  have  been  Incurred  on  account  thereof  if 
such  execution  or  tds  ing  effect  had  been  delayed  shall  be  included 
as  an  item  of  cost  or  expense!  to  be  reimbursed  by  BRA  pursuant  to 
paragraph  12  hereof.   In  the  event  that  BRA,  at  any  time  prior 
to  the  execution  by  MTA  of  a  general  construction  contract  or 
contracts  (notwithstanding  the  execution  of  any  contract  or 
contracts  for  surveys,  engineering,  test  borings  or  other  pre- 
liminary work),  shall  in  its  discretion,  determine  that  it  no 
longer  deems  the  relocation  work  desi^abl^  for  the  I>jPoject,  it 
may  give  written  notice  to  that  effect  to  MTA,   MTA  (Shall  not  be 
obligated  after  receipt  of  such  notice  toproceed  wit^  any  further 
work , hereunder,  and  BRA  shall  in  no  way  be  obligated? to  reimburse 
MTA  for  any  further  cost  or  expense  except  the  costs  and  expenses 
(if  any)  incurred  because  of  the  termination  pursuan^t  to  such 
notioe  of  any  contract  which  contract  was  duly  executed  prior  to 
suchxnotice.  i 

cS.   MTA  shall  cause-  the  relocation  work  and  imporovement 
work  ito  be  commenced  at  the  earliest  possible  date  and  there- 
aftei*;  to  be  prosecuted  diligently  in  a  good  and  workq^nlike 
manner  in  aco«rdance  with  the  purposes  of  this  Agreement,  and 
shall  seasonably  give  all  necessary  notices  and  make  all  necessary 
applications,  all  so  that  operable  substitute  facilities  to  replace 
the  Adams  Square  facilities,  in  temporary  or  permanent  form,  are 

available  Bufficient^^-«arly  to  permit  the  abandonment  |iof  the  Adams  C  . 

/ 
Square  facilities  on  or  before  July  1,  1963,  and  so  that  all 
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relocation  work  aud  improvement  work  within  the  Rroject  Area  is 
completed  on  or  before  February  1,  1US4.   However,  if  MTA  be  de- 
layed at  any  time  or  times  in  the  performance  of  its  obligations 
hereunder  due  to  any  act  or  neglect  of  BRA  (including  any  request 
or  notice  pursuant  to  paragraph  4  hereof  or  any  delay  by  BRA  in 
grafting  property  interests  duly  requested  pursuant  to  paragraph 
6(a)  hereof  or  in  performing  work  for  which  BRA  is  responsible 
pursuant  to  paragraph  6(b)  hereof)  or  due  to  any  other  unforeseeable 
cause  beyond  its  control  aud  without  its  fault  or  negligence 
(including  acts  of  God  or  of  the  public  enemy  ,or  of  the  Governwent, 
fires,  floods,  epidemics,  quarantine  restrictions,  strikes,  freigfat 
embargoes,  force  majeure  or  delay  of  contractors  or  subcontractors 
due  to  such  caxises),  then  the  times  for  performance  hereunder  ^ 
shall  be  extended  accordingly  for  such  periodior  periods  as  sh^ll 
be  reasonable  in  all  the  circumstances;  provided  that  MTA  shall, 
within  ten  (10)  days  after  the  beginning  of  such  delay,  have 
given  BRA  notice  in  writing  of  such  delay  and  of  the  cause  or  > 

causes  thereof.      

6.   (a)  BRA  shall,  upon  written  request  by  MTA  before  any^ 
construction  work^hereundor  commences  and  frop  time  to  time  there- 
after as  may  be/necessary,  grant  to  MTA,  by  appropriate  instruments,!, 
such  temporary  or  permanent  underground  and/or  surface  easements 
or  other  interests  in  property  in  the  Project  Area  (to  the  extent 
such  property  is,  at  the  time  of  such  request,  owned  by  BRA  an^ 
cleared  or  otherwise  amenable  to  MTA's  proposed 
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use  thereof)  as  may  be  reasonably  required  by  BlTA  foT  the 
construction,  maintenance  and  operation  of  any  necessary 
temporary  substitute  for  the  Adaras  Square  facilities  and  the 
new  transit  facilities  described  in  the  Bingham  Report.   MTA 
agrees  for  itself,  its  successors  and  assigns,  that  any  ease- 
ments or  other  interests  in  property  in  the  Project  Area  granted 
to  MTA  shall  be  devoted  to  and  only  to  the  uses  for  which  the 
same  shall  have  been  granted,  and  the  use  thereof  shall  not  be 
restricted  or  affected  in  any  manner  upon  the  basis  of  race, 
religion,  creed,  color  or  national  origin  or,  ancestry;  the 
covenants  contained  in  the  foregoing  clause  pf  this  sentence- shall 
run  with  the  land  and  shall  be  contained  in  substance  in  any 
instrument  granting  such  easement  or  other  interests. 

(b)  BRA  shall  be  responsible  for  th©  demolittan  of 
buildings  and  structures  in  the  frojecjt  Area] to  the  level  of  x 

the  surface  of  the  surrounding  ground,  but  B^  makes  and  will,  make 
no  representation  or  warranty  with  respect  to  the  condition,  of 
any  of  the  land,  subsurface  conditions  or  the  suitability  of  any 
of  the  land  for  any  particular  purpose.   BRA  shall  give  due 
consideration  to  the  needs  of  MTA  (insofar  as  known  to  BRA)  in 
BRA'S  formulation  and  execution  of  its  plans  and  programs  for  the 
Project  Area  so  as  not  to  impede  relocation  work  or  improvement 
work  and  so  as  to  facilitate  the  fulf iilmentrof  the  time 
schedules  contemplated  by  paragraph  5  hereof.,  , 

(c)  BRA  will  furnish  to  MTA  all  necessary  survey  da>R, 
topographical,  property  and  all  other  plans  ^nd  miscellaneous) 

»..'..  fi  I. 
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data  reqaested  by  MTA  v/hich  BRA  has  available,  including  the 

surveys  being  madia  by  Whitman  &  Howard,  Inc. 

7.   (a)  MTA  shall  make  every  reasonable  effort  to  avoid  any 

interference  with  BRA's  plans  and  prosrams  for  the  Project  Area 

(including  BRA's  relocation  of  residents  and  business  concerns  and 

demolition  and  removal  of  structures)  and  to  rainimizd  (so  far  as 

the  Chief  Engineer  of  MTA,  after  consultation  with  BRA,  i^ -hii 

opinion  deems  practicable)  any  interruption  or  reduction  in 

permitted  use  of  Scollay  Square,  Washington  Street  and  Hanover 

Street  by  surface  vehicular  traffic  during  the  progress  of 

relocation  work  and/or  improvement  work.   MTA  shall  also  actively 

cooperate  with  utility  companies  and  the  engineer  of  the  City  ^ 

of  Boston  with  respect  to  any  interruption  or  reduction  in     ^ 

usability  of  any  street  or  any  inter^r.tption  or,  impairment  of 

utilities  or  City  facilities  or  serv4.ces  by  or^in  connection  with 

relocation  work  and/or  improvement  work  and  with  BRA  v/ith  respoct 

to  the  exact  location  of  the  critica^l  point  where  the  relocation 

work  nearest  approaches  the  site  of  nthe  new  Oi"^  hall. 

(b)  BRA  shall,  and  shall  bind  any  relevant  contractor 

or  redeveloper  to,  (1)  proceed  so  as,  not  to  damage  or  threaten  ; 

damage  to  or  cause  leakage  in  or  impair  the  structure  or  support 

of  or  interfere  in  any  way  with  the  use  of  the  |JTA  facilities 

known  as  the  Washington  Street  tunneJ.  and  the  Tremont  Street 

subway  (including  said  Tremont  Street  subway  as.  the  same  is     f. 

altered  hereunder  btit  not  including  any  property  after  such 

property  has  been  transferred  to  BRA, pursuant  to  paragraph  11  -y 

hereof)   and  (2)  for  this  purpose  actively  cooperate  with  MTA 

with  respect  to  any  work  above  or  adjacent  to  said  tunnel  or 

subway.   MTA  shall,  upon  v/ritten  request  by  BRA,,  execute  and 
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deliver  such  Instruments  as  may  be  appropriate  to  grant  such 
property  rights  as  MTA  may  have  and  as  may  be  reasonably  required 
by  BRA  for  construction,  maintenance  and  enjoyment  of  improvements 
in  the  Project  Area  above  or  adjacent  to  said 

|;unnel  or  subv/ay;  provided,  however,  that  such  instruments  shall 
Require  that  the  Chief  Engineer  of  MTA  shall  be  satisfied  that 
the  structural  support  of  such  improvements  is  designed  in 
conformity  with  the  foregoing  sentence  of  this  subparagraph  (b). 

(c)  BRA  shall  do  nothing  to  interfere  with  the  operation 
and  use  of  the  Adams  Square  facilities  until  such  facilities  are 
abandoned  by  MTA  pursuant  to  paragraph  11  hereof.  ri 

|t    6.   (a)  MTA  shall,  from  time  to  time  and  at>  least  as  often  -n; 
SUB  monthly,  malce  written  reports  to  BRA  concerning  the  progress 
apid  status  of  the  work.  i  i 

r        (b)  All  relocation  work  and  /improvement  work,  and  the 
ziecords  and  accounts  of  MTh   with  respect  to  costs  and  expenses  In 
connection  therewith,  shall  be  subject  to  inspecition  at  any  and 
all  reasonable  times  by  repi'esentatives  of  BRA,  the  City  of      m 
Boston  and  the  United  States  of  America.   All  suqh  records  and 
accounts  shall  be  kept  and  preserved  apd  shall  be  at  any  and  all  . 
reasonable  times  available  for  copying  and/or  audit  by  such      ,. 
representatives.  !,.      ;,         li 

{l   9.   All  applicable  laws,  ori3inances,  codes,  and  regulations 
shall  be  complied  with  at  all  times  in  the  ccnrse  of  work  hereunder, 
and  MTA  shall  cause  appropriate  safety , precautions  to  be  observed 
ajQd  safety  measures  to  be  t£,ken  during  the  course;  of  such  work. 

^    10.   MTA  shall  arike,  or  cause  to  be  made,  prompt  payment  of  ^^ 
a^l  money  due  and  owing  to  all  persons,  firms  and,  corporations 
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doing  any  work,  furnishing  any  materials  or  supplies  or  renting 
any  equipment  to  MTA  or  any  of  its  contractors  or  subcontractors 
in  connection  with  any  work  hereunder.   MTA  shall  further  indemnify 
BRA  and  hold  it  harmless  from  any  and  all  loss,  expense,  damages 
or  claim  for  dn.-i'acos  (Si*:cept  any  such  loss,  expense,  damages  or 
claim  caused  by  negligence  or  fault  of  BRA  or  any  of  its  contractors 
or  subcontractors)  which  arises  out  of  any  work  hereunder  or  any 
injury  (including  death)  of  any  person  or  persons  or  any  damage  to 
property  (except  such  injury  or  daruacje  caused  by  negligence  or 
fault  of  BRA  or  any  of  its  contractors  or  subcontractors)  which  (a) 
occurs  on  any  property  used  exclusively  by  MTA  or  any  of  its 
constractorsor  subcontractors  or  (b)  is  caused  tay   negligence  or-, 
fault  of  MTA  or  any  of  its  contractors  or  subcontractors  or  caused 
in  the  performance  of  any  v-^ork  hereunder.      . 

11.  As  soon  as  opa-able  substitute  MTA  facilities,  either  r 
temporary  or  permanent,  are  available  and  may  lawfully  be  used  by 
MTA,  MTA  shall  abandon  transit  service  over  the  /dams  Square 
facilities  or  any  portion  thereof  as  shall  have  been  replaced  by 
such  substitute  MTA  facilities.   Upon  the  abandonment  of  transit 
service  over  the  A.ams  Square  facilities  or  such  portion  thereof, 
MTA  shall  forthwith  transfer  and  release  to  BRA  all  of  its  right, 
title  and  interest  in  the  Adams  Square  property. or  such  poction 
thereof  as  is  involved  in  such  abandonment. 

12.  (a)  It  is  understood  and  agreed  that  certain  of  the  work 
hereunder  constitutes  relocation  v/ork  v/ithin  the  meaning  of  the  ^^ 
second  paragraph  of  Section  2GV  of  Chapter  121  of  the  Massachusetts 
General  Laws  (Ter.  Ed.),  as  amended,  and  BRA  is  therefore  requiredf^ 
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to  reimburse  MTA  for  the  cost  and  expense  of  relocation  work.   BRA 
hereby  agrees  to  pay  to  MTA  that  portion  of  all  costs  incurred  by 
MTA  in  connection  with  this  Agi^eetnent  which  It  is  required  to  re- 
imburse by  reason  of  said  Section  26V,  and  MTA  agrees  to  bear  the 
remaining  portion  of  such  cost, 

(b)  It  is  further  understood  and  agreed  that  costs  and 
expenses  of  work  which  by  reason  of  its  nature  cannot  with  sub- 
stantial accuracy  be  attributed  to  (1)  the  class  of  work  the  cost 
of  which  is  reimbursable  by  BRA  pursuant  to  paragraph  12(a)  hereof 
(hereinafter  called  "reimbursable  work")  or  (2)h,  a  class  of  work;the 
cost  of  which  is  not  thus  reimbursable  (hereinafter  called  "non-* 
reimbursable  work")  or  (3)  in  ascertainable  part  to  reimbursable 
work  and  in  ascertainable  part  to  ncareimbursable  work,  such  as  < 
preparation  of  detailed  plans  and  specifications  pursuant  to  para- 
graph 1  hereof;  surveys  and  test  borings,  and  overhead ^  general n 
conditions  and  general  job  items  (which  work  ia  hereinafter  called 
"apportionable  work")  shall  be  divided  as  follows:   BRA  shall  pay 
to  MTA  an  amount  which  is  the  same  proportion  of  the  total  costs- 

of  apportionable  work  as  the  total  costs  of  reiipbursable  work  (not 
including  any  apportionable  work)  is  a  proportion  of  the  total  a 
costs  of  reimbursable  work  and  nonreimbursable  work  (not  including 
any  apportionable  work)  (which  proportion  is  hereinafter  called 
"the  reimbursement  ratio"),  ,         , 

(c)  As  soon  as  possible  after  submission  to  BRA  of  the 
terms  and  conditions  of  any  proposed  employment  or  contract  or  of 
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a  change  pursuant  to  paragraph  3  hereof,  BRA  shall  advise  MTA  as 
to  what  portions  or  items  of  the  work  pursuant  to  said  employment, 
contract  or  change  BRA  deems  to  be  reimbursable  work,  nonreimbursable 
work  or  apportionable  work.  From  time  to  time  thereafter  BRA  and 
MTA  shall  make  every  reasonable  effort  to  determine  by  mutual  agree- 
ment what  portions  or  items  of  such  work  are  reimbursable  work, 
nonreimbursable  work  or  apportionable  work, 

(d)   If  MTA  desires  that  BRA  reimburse  it  pursuant  to 
paragraphs  12(a),  12(b)  and  12(c)  hereof  for  MTA  employee  time  and 
expenses  and/or  for  amounts  paid  to  independent  contractors  in 
connection  with  professional  or  technical  services  other  than  such 
services  pursuant  to  contracts  referred  to  in  paragraph  1  or    i 
paragraph  3(a)  hereof,  MTA  shall  submit  detailed  budgets  of  such 
employee  time  and  expenses  and  such  services  anticipated  and  th^ 
estimated  cost  thereof.   One  such  budget,  including  all  such  em- 
ployee time  and  expenses  and  such  services  in  connection  with 
planning  and  design  and  other  preparatory  work  prior  to  the 
commencBBient of  any  construction  work  hereunder,  shall  be  submitted 
to  BRA  not  later  than  thirty  (^0)  days  after  the  date  of  execution 
of  this  Agreement.  A  second  such  budget,  including  all  other   , 
such  employee  time  and  expenses  and  such  services  for  which  MTA  , 
desires  that  BRA  reimburse  it  shall  be  submitted  to  BRA  prior  to, 
the  execution  of  any  contract  for  construction  work  hereunder.  Re- 
imbursement for  any  employee  time  or  expenses  or  amounts  paid 
for  such  services  not  anticipated  by  the  budgets  submitted  as 
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aforesaid  shall  be  conclusively  deemed  to  have  been  waived  unless 
(1)  incurred  in  connection  with  an  unforeseeable  and  essential 
change  in  the  work  which  is  not  disapproved  by  BRA  pursuant  to 
paragraph  3(b)  hereof,  or  (2)  mutually  agreed  upon  by  BRA  and 
MTA.   Cost  of  MTA  employee  time  shall  be  determined  by  pro- 
ration of  the  salary  of  employees  concerned  and  of  the  expense 
to  MTA  of  pension,  Blue  Cross-Blue  Shield  and  ac^dent,  health 
and  life  insurance  contributions,  workmen's  compensation  in- 
surance and  social  security  taxes  on  account  of  such  employees. 
Except  as  provided  in  the  foregoing  sentence,  none  of  MTA's    p 
overhead  shall  in  any  event  be  reimbursed,   [^ 

13,   (a)   MTA  shall  submit  monthly  requisitions  to  BRA, 
specifying  in  detail  (according  to  the  itemization  agreed  upon 
pursuant  to  paragraph  3(c)  hereof)  the  work  performed  hereunder 
during  the  preceding  month  which  MTA  contends  to   be  reimbursable 
work  or  apportionable  work  and  the  actual  itemized  costs  and 
expenses  incurred  by  MTA  therefor;  each  such  requisition  shall  be 
accompanied  by  a  certificate  of  the  Chief  Engineer  of  MTA  that 
such  requisition  is  accurate  and  that  the  costs  alleged  in  such 
requisition  to  be  costs  of  reimbursable  work  or  apportionable  work 
are;  in  his  opinion,  attributable  to  reimbursable  work  or  ap- 
portionable work  (as  the  case  may  be) .   Each  such  requisition 
shall  also  indicate  the  nonreimbursable  work  performed  hereunder 
during  such  preceding  month.  ,';  ^r 

(b)  BRA  shall  on  or  before  the  fifteenth  day  after 
receipt  of  each  requisition  pay  to  MTA  eighty-five  percent  (85%> 

'  i\ 
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of  the  sum  of  (1)  the  costs  (accoi-ding  to  such  requisition)  of 
reimbursable  work  and  (2)  the  costs  (according  to  such  requisi- 
tion)  of  apportionable  work  multiplied  by  the  reimbursement 
ratio,  plus  four  per  cent  (4%)  of  any  portion  of  said  sura  which 


Is  comprised  of  costs  incurred  pursuant  to  the  contract 
referred  to  in  paragraph  1  hereof;  provided,  however,  that  for  pur- 
poses of  this  subparagraph  13(b)  (including  computation  of  the 
reimbursement  ratio  for  such  purposes)  BRA  will  determine  whether 
work  Is  reimbursable  work,  nonreimbursable  work  or  apportionable 
work  on  the  basis  of  a  mutual  agreement  pursuant  to  subparagraph 
12(c)  hereof  or  (in  default  of  such  agreement)  on  the  basis  of 
the  Bingham  Report.  i  ^ 

(c)   Within  thirty  (30)  days  after  the  final  completion 
of  all  work  hereunder,  any  underpayment  or  overpayment  by  reason 
of  the  proviso  to  subparagraph  13(b)  hereof  shall  be  adjusted 
and  BRA  shall  pay  to  MTA  the  balance  of  all  sums  required  to  be 
paid  by  BRA  to  MTA  by  reason  of  subparagraphs  12(a)  and  12(b)  hereof. 


^,/o    ^.7fo  ^A^'''^ 
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14.   (a)  It  is  understood  and  agreed  that  the  fair  Value  of 
the  Adams  Square  property  (not  including  the  building  owned  by 
MTA  and  numbered  11  Scollay  Square)  and  the  other  property 
interests  being  transferred  by  MTA  to  BRA  pursuant  to  paragraphs 
7(b)  and  11  hereof  is  equal  to  the  fair  value  of  the  real 
property  interests  being  transferred  by  BRA  to  MTA  pursuant  to 
paragraph  6(a)  hereof.  Accordingly  no  payment  to  either  party 
shall  be  made  on  account  of  any  such  transfer. 

(b)  MTA  may  remove  any  track,  equipment,  materials  or 
other  severable  property  which  it  desires  (which  track,  equipment, 
materials  and  property  desired  by  MTA  are  hereinafter  called 
"salvage")  from  the  Adams  Square  property,  unless  such  removal 
damages  or  threatens  damage  to  or  impairs  the  support  of  adjacent 
property  or  the  surface  above  the  Adams  Square  property,  upon  and 
only  upon  the  following  terms  and  conditions:   All  salvage  withio 
or  affixed  to  that  part  of  the  Adams  Square  property  proposed  to 
be  occupied  by  the  new  city  hall  shall  be  listed  on  a  written 
schedule  delivered  toy  MTA  to  BRA  on  or  before  March  31,  1963;  and 
BRA  shall,  forthwith  after  abandonment  of  said  station  pursuant 
to  paragraph  11  hereof,  remove  or  cause  to  be  removed  all  salvage 
listed  on  said  schedule  and  make  the  same  available  at  a  mutually 
convenient  place  for  asportation  by  MTA.   Any  salvage  within  or 
affixed  to  any  other  part  of  the  Adams  Square  property  may  be 
removed  by  MTA  at  any  time  within  ninety  days  after  such  abandon- 
ment of  such  part  of  the  Adams  Square  property.   The  fair  net 
salvage  value  of  salvage  asported  or  removed  by  MTA  as  aforesaid 
shall  be  credited  against  amounts  payable  by  BRA  to  MTA  pursuant 
to  subparagraphs  13(b)  and  13(c)  hereof. 
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15.  If,  in  the  performance  of  this  Agreement,  there  is  any 
underpayment  of  salaries  by  any  contractor  or  subcontractor,  there 
shall  be  withheld  from  the  contractor  or  subcontractor  out  of  pay- 
ments due  to  him  an  amount  sufficient  to  pay  to  employees  under- 
paid the  difference  between  the  salaries  required  hereby  to  be 
paid  and  the  salaries  actually  paid  such  employees  for  the  total 
number  of  b<i>\irs  worked.   The  amounts  withheld  shall  be  disbursed 
for  and  on  account  of  the  contractor  or  subcontractor  to  the 
respective  employees  to  whom  they  are  due, 

16.  There  shall  be  no  discrimination  against  any  employee 
who  is  employed  on  any  work  hereunder,  or  against  any  applicant 
for  employment  on  such  work,  because  of  race,  religion,  color  or 
national  origin.   This  provision  shall  include,  but  not  be  limited 
to,  the  following:   employment,  upgrading,  demotion,  or  transfer; 
recruitment  or  recruitment  advertising;  layoff  or  termination; 
rates  of  pay  or  other  forms  of  compensation;  and  selection  for 
training,  including  apprenticeship. 

17.  No  member  of  the  governing  body  and  no  other  officer, 
employee,  or  agent  of  BR/x  or  MTA  who  exercises  any  functions  or 
responsibilities  in  connection  with  the  carrying  out  of  the 
Project  to  which  this  Agreement  pertains,  shall  have  any  personal 
Interest,  direct  or  indirect,  in  tais  Agreement, 

18.  No  member  of  the  governing  body  of  ;the  City  of  Boston, 
and  no  other  public  official  of  such  locality,  who  exercises  any 
functions  or  responsibilities  in  the  review  or  approval  of  the 
carrying  out  of  the  Project  to  which  this  Agreement  pertains,  shall 
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have  any  personal  interest,  direct  or  Indirect,  in  this  Agreement. 

IS.   No  member  of  or  Delegate  to  the  Congress  of  the  United 
States,  and  no  Resident  Commissioner,  shall  be  admitted  to  any 
share  or  part  of  this  Agreement  or  to  any  benefit  to  arise  here- 
from. 

20.   (a)  EfTTA  ishall  include  or  cause  to  be  included  in  any 
contract  or  subcontract  covering  any  work  hereunder  (including 
professional  or  technical  services  in  connection  herewith)  a 
clear  definition  of  the  character,  e::tent  and  scope  of  work  or 
services  to  be  performed,  a  statement  of  the  maximum  compensation 
or  reimbursement  to  be  paid  (or,  in  the  case  of  legal  services 
Involving  lititgation,  an  estimate  thereof),  and  terms  and 
conditions  which  are  in;  substance  the  same  ("MTA"  being  substi- 
tuted for  "Local  Public  Agency")  as  the  terms  and  conditions  set 
forth  in  Urban  Renewal  Administration  from  H-621B  (for  contracts 
for  professional  or  technical  services)  or  in  "General  Conditions 
Part  II"  of  the  form  of  General  Specifications  in  Urban  Renewal 
Administration  form  H-673  (in  the  case  of  any  other  contract). 
Any  such  contract  or  subcontract  shall  be  in  writing  and  shall 
conform  to  federal,  state  and  local  Iqw,   In  addition,  to  the 
extent  that  MTA  intends  to  cy.aim  or  claims  reimbursement  for 
employee  time  and  expenses  pursuant  to  subparagraph  12(d)  hereof, 
MTA  itself  shall  be  bound  as  "the  Contractor"  by  said  terms  and 
conditions  in  said  form  H-621B  or  said  form  H-673  (as  may  be 
appropriate)  <> 

(b)  MTA  shall  furnish  to  BRA  such  affidavits  and  other 
documents  or  forms  executed  by  contractors  or   subcontractors  as 
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may  be  requested  by  BRA. 

(c)  BRA  shall  be  named  as  one  of  the  obligees  of  any 
payment  or  performance  bond  furnished  to  MTA  in  connection  with 
any  work  hereunder. 

21.  Except  as  otherwise  provided  in  specific  paragraphs 
hereof,  (a)  any  notice,  statement  or  other  communication  required 
or  permitted  to  be  given  hereunder  by  either  party  to  the  other 
shall  be  sufficient  if  in  writing  and  mailed  by  certified  mail 
addressed  to,  or  delivered  in  hand  to,  the  General  Manager  or  the 
Chief  Engineer  of  MTA  or  the  Development  Administrator  of  BRA  (as 
the  case  may  be) ,  and  (b)  whenever  approval  or  other  action  by 
either  party  is  required  or  permitted  to  be  given  or  taken  here- 
under, a  representation  by  the  General  Manager  of  MTA  in  a  writing 
addressed  to  BRA  that  such  approval  has  beeiT  or  is  given  or  such 
Other  action  has  been  taken  by  MTA  or  a  representation  by  the 
Development  Administrator  of  BRA  in  a  writing  addressed  to  MTA 
that  such  approval  has  been  or  is  given  or  such  other  action  has 
been  taken  by  BRA  shall  be  for  the  purposes  hereof  conclusive 
evidence  to  such  addressee  of  the  facts  so  represented. 

22.  Anything  to  the  contrary  hereinbefore  notwithstanding, 
MTA  shall  not  be  obliged  to  enter  into  any  construction  contract, 
or  to  commence  or  cause  to  be  commenced  any  construction  work 
hereunder  unless  and  until  BRA  shall  have  advised  MTA  that  pro- 
visions for  payment  substantially  as  contained  in  paragraph  13(b) 
hereof  have  received  any  necessary  approval  by  the  Housing  and 
Bfome  Finance  Agency.   Any  delay  by  MTA  caused  by  BRA's  not  having 

-  20  - 


so  advised  MTA  shall  be  deemed  fcr  the  purposes  of  paragraph  5 
hereof  to  be  due  to  act  or  neglect  of  BRA. 

WITNESS  the  execution  hereof  as  bf   the  day  and  year  first 
above  wrlttea. 

(SEAL),  BOSTO»  REDEVELOPMENT  AUTHORITY 

ATTEST :  fJ^  '^  ■  X^^C^ 


(SEAL) 

tvtd  M  to  Form 

V  '/ii^T--^ ATTEST ;        I^AuJio  ^  ^  l^lt.  .  k 
Qaneral  Co/nael  '^ 


METROPOLITAN  TRANSIT  AUTHORITY 

Cftv^  — 


I' 
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Thit  AOBSEMEarr  aade  ac  of  th«     day  of 
la  the  7e*r  19^2,  by  aad  betif«oa  tb«  HETBOPOLITAir  TBANSIT 
▲UTHOBITY,  •  body  polltio  and  corporate  °az)d  a  politloal  8ub> 
dlTlBloo  of  the  CooBcnwealth  of  Raeoaohutetts,  hereinafter 
referred  to  at  the  "Authority",  and  COZXWEL  S.  H.  BIKOHAN,  (BET.), 
hereinafter  raferrod  to  ae  the  "Coosultiac  Engineer" • 

VEQIAS,  the  Authority  proposee  to  sake  alterations  to 
the  existiac  eubway  ttruoturc  and  faollitiea  in  the  Soollay 
Square  araa  aade  neceetany  by  the  redoTelopaent  of  the  area 
for  the  Oorenuient  Center  Project  Sid.  Nais*  R-35* 

HOW  THESEPOBE,  in  consideration  of  theiautual  agree- 
■eats  hereinafter  oontained,  the  parties  hereii^  do  hereby 
agree  as  follomii  n 

ijnicu  i.-acop^  o?  ths  xmx. 

The  Consulting  Sssjcineer,  for  ooasiderations  herein- 
after enuaerated,  shall  render  all  engineering  serTioes 
necessary  for  the  preparaticaa  of  coastruotioa  plans  and  npecifi- 
cations  and  aake  hiaself  arailable  for  ccnsultatioc  on  8i>eoifio 
probleas  arising  during  coostructioa,  la  oonnecticn  with  the. 
reconstruotloa  ef  the  aboTe-aentioned  faollities,  and  in  accord, 
anoe  generally  with  preliainary  plans  prepared  by  the  Consulting 
Sagineer  for  the  Bostoa  Bed'avolopsent  Authority  which  have  been 
approTed  by  the  Chief  Engineer  of  the  Authority  with  aodifications, 
The  engineering  serrices  to  be  rendered  will  b*  perforaed  to  such 
extent  as  nay  ba  directed  by  and  to  the  satisfaction  of  the 
Chief  Engineer  of  the  Authority,  or  his  successor  in  that  office, 

1'  ri        ' 
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hereinafter  referred  to  ae  the  "Knglneer."  The  serTices  to  be 
furnished  bj  the  Consulting  Engineer  include  but  will  not  be 
restricted  to  those  defined  in  the  following  articles! 
ABTICLE  II.-SEBVICE3  TO  BE  BENDEBED  BY  THE 
COHSULTINQ  ENOIKEEE. 

▲  .   InTestJgatioyiB  and  Surveys,  The  Consulting  Engi- 
neer shall  conduct  all  iureetigations  and  sake  additional 
surreys  and  obtain  all  necessary  field  aeasureaents  and  dimen- 
sions which  aay  be  required  as  a  basis  for  the  preparation  of 
all  plans,  designs,  oonBtruction  drawings  and  specifications  to 
be  prepared  by  the  Consulting  Engineer  under  this  Agreement, 
excepting  surreys  for  land  talclngs  which  hare  been  made  by  the 
Boston  Bederelopaent  Authority.   It  is  understood  that  the 
Boston  Bederelopsent  Authority  has  caused  to  be  Bade  surreys  at 
certain  locations  along  the  line  of  york   and  that  such  infor- 
•atlos  nay  be  used  bj  the  Consulting  Engineer  at  hii  ov«  dis- 
cretion and  responsibility.   All  surrey  work  to  be  done  by  the 
Consulting  Engineer  will  be  connected  to  surreys  which  hare  been 
Btade  by  the  Boston  Bederelopnent  Authority,  as  aay  be  necessary. 
All  surrey  base  lines  and  bench  marks  will  be  well  established 
so  that  they  nay  be  preserved  for  uffe  during  construction. 

B.   Sub-Surface  Investigations.   The  Consulting  Engineer 
shall  conduct  studies  and  inreatigatlons  of  sub-surface  con- 
ditions which  will  be  encountered  In  the  construction  of  the 
project.   This  work  will  require  the  compiXatlon  of  all  exist- 
ing geological  data  and  borings,  the  layout  and  superrlslon  of 
the  making  of  additional  borings  and  test  pits*  and  the  analyses 


of  soil  samples  and  Interpretaticn  of  them.  The  CoBeultlng 
Engineer  shall  prepare  placs  arA   specif icatioss  for  "boriogs  and 
test  pits,  but  the  cost  of  EP^isg  tGrings  and  test  pits  and 
analyses  of  soil  samples  by  a  boring  contractor  will  be  contracted 
for  and  paid  for  by  the  Motrcpolit^.^::  Transit  Authority.   The 
Consulting  Engineer  sl-^11  obti;i2  all  available  necessary  data 
re^rding  the  foundations  and  type:,  of  construction  of  buildinfrs  ■ 
in  close  proxinity  to  the  work  ai^d  all  underground  utilities 
which  cay  be  affected  by  tho  cc^nstin-.&ttcn  worli,  and  frcia  all  such 
available  data  cake  such  studies  and  InvestigaticuE  as  cay  be 
necessary  to  lay  out  worl:  to  be  des:-3  in  relation  to  existing 
buildings  and  utilities  and  pij;n  x,ho   cciiDtz'uction  thereof  in 
th©  Bost  econoaloal  Banner  practicable o 

The  Consulting  Enginetr' wl;.i  co-operate  with  repre- 
sentatives of  the  Bostaa  BedevelopL.\3nt  Author fty,  the  City  of 
Boston  and  engineers  uhich  they  both  have  engaged  or  will  engage 
for  determining  locations  avjd  alterations  in  utilities  and  nake 
full  use  of  all  data  in  their  posisesslon  as  a  tesis  for  nuking 
designs  of  the  reconstruction  v?ork  including  changes,  alterations 
and  protection  of  all  buildii;-;,i3,  etructures,  and  underground 
utilities  which  iLay  be  af fo  . .  1  by  the  reconstruction  uiork. 

C.  Advaaced  Deai.trns  r-.vid  ?\aa,-;»  The  Consulting  Engineer 
shall  prepare  advanced  plans  r-nd  in  cc^mecticn  therewith  he  ii-:y 
review  and  sake  full  use  of  all  existing  preliminary  plans  and 
data  belonging  to  the  Auth'rity* 

As  the  work  proi>*CD.i03,  before  ccnplction  of  the  advanced 
plans,  prints  will  be  subaltted  to  the  Engineer  for  his  approval. 
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Such  approval,  however*,  will  not  proliibit  the  Ersglaeer  froa 
dlrectlH^  ch3T5ges  to  be  c:.:^.".c  ir.  thos  as  cay  "be  foiuid  recescory 
duria^'  the  prepainstica  of  tha  filial  daaig^s  aad  ooustruction 
drawings  la  order  to  develcp  the  baBlc  acheneB  aad  layouts  shown 
on  tbs  prelinlriary  plar.s  c~.-d  aisch  ch2.2£;es  t:ill  be  a:ade  by  the 
Consulting  Engineer  at  :::o   •."  .'.■;  :  ■.  ..%!  coet  to  the  Authority. 

D«   Flr^l  BagigpiSj  Co-.?r>t:it:;tloa  Dravj'iHgs  a^id  Specifi- 
cations»  After  the  advciscc-d  pla:--d,  as  described  In  /'irticle  II, 
Paragi^aph  C,  have  be-cn  appi-oved  lij  5.A'iting  by  the  Engineer,  the 
Consulting  Engineer  ah::!!  -Ti^rCTG   final  designs  9  construct  ion 
drawings  and  apecif icatic.i>:  cf  thQ   work  to  be  dcr-ic  iiicludins  all 
work  in  connection  with  utilitieD  end  cppurterant  facilities  in 
.conformity  with  good  enginefcrlni-  practice,  giving  du.o  regard  to 
economy  of  doelga  and  occacti'uctlc^,  utility,  strength,  appear- 
acce  and  ccest  of  calntenaKce,  The  "baoeis  of  all  decigns  to  be 
followed  during  this  phase  cf  the  Kori:  vdll  be  subject  to  the 
approval  of  the  Engineer.  The  ccastructicn  dra'^"ing3  and  specifi- 
cations to  be  prepared  by  -^he  Ccrisulting  •Engineer  shall  be  isade 
in  sufficient  detail  for  cOi^iniiig  Itcsized  or  lu:::p  cu2  bids 
frcQ  contractors  i'CT   the  construeticn  of  all  ^^ork  under  separate 
contracts  or  one  general  ccotracto  The  Consulting  Engineer  shall 
prepare,  in  addition  to  euc:^  oc^jiruotion  drauingc  required  for 
obtaining  bids,  all  other  C.....!:  ^--i  v.hich  isay  be  required  for, 
the  coiaple'ce  proeGcuticia  and  cccnstruction  of  the  v;orko   In  the 
preparation  of  deoig-.-3  and  construction  drawings,  thorough  con- 
sideration shall  be  given  to  all  suitable  nethods  of  construction 
and  the  designs  and  drai^rlngD  sh?!!  be  based  on  the  cost  economical 
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and  practicable  methods  for  all  parts  of  the  work.  All  designB 
and  construction  drawings  ehail  be  thoroughly  checked  and  approved 
by  the  Consultlns  Engineer. 

The  Consulting  Engineer  shall  prepare  an  Iteaized  estlnate 
of  the  cost  of  construction  batsed  on  final  designs  and  construction 
drawings  prepared  es  a  par';  of  this  iigreenent  as  directed  by 
the  Chief  Engineer. 

The  final  designs  and  construction  drawings  shall  be 
made  in  conformity  v;lth  a  construction  program  which  will  perait 
continued  operation  of  M.T.A.  service  and  the  least  possible 
amount  of  Interference  v;lth  vehicular  traffic  on  streets  at 
site  or  adjoining  the  project.   The  construction  program  will  . 
be  based  on  the  construction  vvork  being  completed  not  later 
than  July  1,  1963. 

The  Consulting  Eng.V.Tser  s^all  prepare  all  contract  docu- 
aents  and  specifications  necet,-.     :  ci'  obtaining  bids  and  for 
awarding  contracts  for  th.:  :;  .^struction  work.   It  is  understood 
that  the  construction  ivorlr  ;:.ay  be  av^arded  to  contractors  under 
separate  contracts  for  each  kind  or  part  of  the  work  or  under 
a  general  contract  and  that  co^jtract  docuisents,  specifications 
and  construction  drawings  vill  have  to  be  prepared  accordingly. 
The  Consulting  Engineer  shrill  furnish  as  Eany  sets  of  contract 
specifications  and  construction  drawings  as  may  be  required  for 
obtaining  bids. 

If  required  by  the  Engineers  the  Consulting  Engineer 
sh^ll  assist  the  Authority  in  obtaining  bids  from  contractors 
for  construction  work  by  consulting  with  all  such  contractors 
as  Esy  be  necessary,  preparing  such  addenda  to  the  specifications 


asad  contract  docuLsersts  as 
period,  arfalysing  all  bid: 
rsgardias  the  qualif icaticr:. 
the  ccntracts. 

The  Eiiglneer  will  cv 
drawings,  contract  docuserit-^ 
'article,  if  they  are  eatiar^i 
approval  the  Coasulting  E- 
visions  i'^  the  "drawiiags,  .'- 
directed  by  the  Engiricer  :, 
The  Consultiing  Ec^ 
drawings,  contract  docurae. 
can  be  received  for  the  o< 
at  the  sane  tice. 

The  C  Oil  suiting  En^ 
drawings  prepared  by  CGi:i-:.: 
compliance  of  euch  drav/ir-. 
ings  and  specif icat ions o 

2.  General  Ccri:.::' 
The  Consulting  Engineer  z' 
during  construction  for  c 
shall  include  but  will  cot 
regarding  ciethcda  of  cc23t 
-worh  i;eceE£ary  so  that  •:.. 
inforsGd  regarding  the  t:-. 
c true t ion  vorh  io  being  C 
designs  and  construction  a 


.000 


:■  n--e-^:->nry  during  the  bidding 

..^.„  :.,..-.±ng  rec^ _„.;idatic'ns 

■cLctorc  and  the  Guarding  of 

_n   wvitlng  all   construction 
nd  specifications  described  In  T;his 
to  hiDj   but  prior  to  such 
z^;^  c^aiie  any  ciianges  and  re- 
spscificaticns  as  Eay  be 

cnal  CGcpen  sa t  i  on » 

,1  prepare  the  ccns'iructlon 
cvificaticns  so  that  bids      - 
.:  ^.-'^  t:arts  of  the  project 

"L  check  all  shop  and  working 

...u/acturers    ^^  _-----^  full 

lis   designs,   construction  draw- 


.:   Durir:^  Conotrje:Ctlono 
general  consulting  services 
_._.   ;.-.-::».      This   cervice 
to  consultations   and  advice 
.    -Pir-ogress   of  the  ^orl:  and  all 
;  Znfcineer  will 'be  Irept  fully 
..-  to  detcmine  tliat  the  C022- 
;  :.:--2l  conformity  v;ith  his 
.     The  Consulting  Engineer   shall 
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Bake  pcriodlo  visits  to  the  sito  to  keep  Informed  as  to  all 
ccadltlons  encountered  during  the   prosroas  of  coaatructloa. 
Ke  shall  oake  a  flsal  Inap&ctlcn  vhcn   the  vork  Is  coopleted  and 
Bubalt  a  report  of  such  l»i?pootlc:3  to  the  Engineer,  Upon  re- 
quest by  the  Engineer  the  Coasulting  Engineer  shall  furnlah 
adTloe  regarding  his  InterpretatioTi  and  meaning  of  the  drawings 
and  specifications. 

ABTICLE  III-MISCSLL».HE0U3  PROVISICNS 

A.  BejiclnninK  siad  Co?:^pletlon  of  Work,  The  Consulting 
Engineer  shall  begin  the  perforaaijce  of  tfee  services  described 
under  Article  II  lEaedlately  after  receiving  instructions  In 
writing  froa  the  Engineer  to  proceed  with  the  work,  and  in  any. 
case  within  ten  (10)  days  following  such  authorization.  The 
Consulting  Engineer  shall  co::plete  the  preparation  of  all 
investigatloQB»  surveys,  plai:s,  drawings  and  specif icatloas 
described  under  Article  II  within  six  (6)  Eontho  froa  the  date 
of  this  Agreesent,   It  is  the  Intent  of  this  Agreeaont,  however, 
that  such  preparation  stoll  be  ccspleted  as  soco  as  possible, 

B.  Ovmershlp  of  Plajio  and  Docui^ents,  Upon  ce:::pletlon 

of  the  services  to  be  furnished  uodcr  this  Agreement  all  designs, 
plans,  tracings,  drawings,  estisates,  specif loatic-ns  and  other 
docuaenV  and  cccputations,  toj;ether  with  all  other  saterlal 
and  data  furnished  to  the  Consulting  Engineer  by  the  Er:glneer, 
shall  be  delivered  to  the  Engineer  and  becoae  the  property  of 
the  Authority  and  none  of  the  papers  will  be  copyrighted. 
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C.   iMsurance.  The  Corijjultiiig  Engineer  agrees  during 
the  period  of  this  Agreeaect  to  issure  and  keep  Insured  under 
the  KaseachuQCtts  Uorlmen's  Coiripencatlon  Aot»  in  a  caapaay 
acceptable  to  the  Authority »  all  er:ployses  of  the  Consulting  Engi- 
neer engaged  by  the  Consvilting  Engineer  to  carry  out  this  Agree- 
nent  or  any  part  thereof  but  Ir.  the  event  that  any  clala  for 
cojspensatlon  arises  In  favor  of  any  such  employee  of  the  Consult- 
ing Eaglneer  or  is  cade  by  sxrj   such  e:::ployee  ag-ainst  the  Authority 
or  Itc  Insurer  under  any  Wor]r:xien's  Coapensati<Ki  Act  which  nay  be 
in  effect  at  the  tiiae  of  the  .'.vjury  for  which  clala  is  made,  the 
Consulting  Engineer  agrees  to  relEburse  the  i^iUthorlty  or  Its 
Insurer  for  all  aaounts  paid  •a^der  the  Uoriccen's  Compensation 
Act  and  the  Costs  incidental  '^-o  the   settleaent  of  such  clalza  or 
olalBs,  Before  coii-iienclng  perfor2je..'.ce  of  this  Agrecaent,  the 
Consulting  Engineer  shall  fui'iilsh  the  Authority  with  a  certificate 
that  such  Workmen's  CcEpcEeatic^  iZiiiurance  is  in  effect.  Failure 
to  provide  and  continue  in  force  such  insurance  as  aforesaid  will 
be  deeaed  a  B^aterial  breach  of  thie  Agreement  and  shall  op<3rate 
as  an  lEccdiate  terialnatioa  tiicrcofs 

D*  Govergaental  Bequj.rern-^.riwjs.  The  Consulting  Engineer 
aust  CO  arrange  his  work  under  this  Agreoaent  so  as  to  ccaply 
with  and  fulfill  the  require^?; ants  cf  all  laws,  ordi-iances,  rules, 
regulations  and  poralts  of  isrnici-pal,  state  and  federal  govern- 
caentD  and  authorities,  wilch  ;rs  no-.-;  In  force  or  which  shall  be 
enacted  or  adopted. 
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E.  Liability.   The  CouuuloiDg  Engineer   agrees  to  pay- 
all  bllli3  for  all  services  rendered  by  all  of  his  cub-contractors, 
asBoclatec  or  others,  ord  f        c::*vioes  aad  caterlals  employed 
In  his  work  and  to  IndeEnify  and  save  harmlesc  the  Authority  and 
all  of  its  officers,  agents,  and  employees,  against  any  and  all 
suits,  claims  or  liabilities  of  every  name  and  nature  arising 

out  of  or  In  consequence  of  the  acts  of  the  Consulting  Engineer 
in  the  perforisance  of  the  work  governed  by  this  Agreement  or 
failure  to  cosply  with  the  terras  asid  conditions  of  said  ^igreeaient 
whether  by  the  Consulting  Engineer,  his  associates,  employees 
or  sub-contractors, 

F.  Patents*  There  shall  be  no  charge  to  the  Authority 
for  any  patent  rights  which  are   ccucrolled  by  the  Consulting 
Engineer  or  his  sub-con  tract  o:-g  5  and  which  cay  be  involved  in 
the  construction,  of  the  work  tir.der  -oihis  Agreement  or  in  the 
operation  of  the  preaices  ccastruoted  pursuant  to  the  plans  pre- 
pared by  the  Consulting  Engitiser. 

G.  Arbitration.  A32y  ccsswir-cversy  or  clala  shall  be  sub- 
mitted for  decisica  of  a  siajcrity  of  three  arbitrators.  When 

in  the  opinion  of  either  party  to  this  Agreosent  such  controversy 
arises  in  which  arbitration  becoaes  necessary  such  party  shall 
notify  the  other  in  »frltlng  n&rclng  an  arbitrator  chosen  by  it, 
the  other  party  sloall,  within  ten  days  thereafter,  naae  an  arbi- 
trator of  its  choice.  The  two  arbitrators  s^  r-.araed  shall  choose 
a  disinterested  party  as  the  fr.ird  arbitrator.  Each  party  shall 
pay  the  cocipensation  of  the  arbitrator  naaed  by  it  and  the 
compensation  of  the  third  arbitrator  and  all  of  the  costs  and 
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eipeases  of  the  Arbitration  £>.ill  be  borne  by  tho  parties 
equally.  The  subaieisica  and  c'lforccseat  of  the  a«ard  efcfill  be 
governed  by  Chapter  25I  of  tlic;  Gcscral  I^ws  of  Massachueette 
ead  i^ctB  is  aaoadiseat  thcrcci'  as-i  in   additiccs  thereto. 

AETICIS  IVo   DATA  fr)  :-J:3WlCm   TO  BS  FUSNISH5D  BY 

THE  AUTHORITY. 

A.  Surveye  aad  ET.i::ti^g  Data.  The  Authority  will 
furnish  the  Consulting  Enginoer  all  surveys  and  all  data  per- 
taining thereto  as  prepared  by  the  Bcetoa  Sedevelopaent  i^uthorlty; 
copies  of  prellBiaary  studies,  preliminary  plane.  estiEates  and 
sketches,  which  cay  have  been  prepared,  bases  of  dosign  and 
physical  requireaeats  esd  standard  details  necessary  for  the 
preparation  of  coastructioa  drawings.  The  Authority  will  also 
arrange  to  rsake  any  addlticsal  borings  required  at  the  site  of 
the  work  and  furnish  the  Co^ieultirg  Engineer  the  results  of  such 
borings  for  his  o^  use,  a:salysia  aiid  interpretation. 

B.  Miccellanecus  Le-al  and  Administrative  Uork. 
Land  Takinji^s  and  Easeaeats.-.. «_^ 

The  Authority  uill  prepare  all  plaaa  and  do  all  wrk 
in  connection  with  land  tailnss  a'^d  eaaeaents.  provide  for  all 
hearings  which  cay  be  required  bofore  and  during  the  cciistruction 
of  the  project,  and  will  acasduct  all  negotiations  regarding 
sottlci^euts  with  owners  of  property  affected.  The  Authority 
will  obtain  bids  froa  contr^ctore  and  award  all  contracts. 
The  Authority  will  furnish  all  le^^l  services  required  in 
connection  with  preparation  of  all  contracts  between  the  Authority 
and  contractors. 
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ABTICL5  V,   CAHCKTJATIQN  OF  AGREEKEHT 
The  Authority  rescTTCB  the  right  to  caacel  this  Agree- 
■ent  by  written  notice  at  any   tlae  and  for  any  reason  It  deeas 
necessary. 

In  the  event  of  such  ocu:oellatlon  (unless  such  terml- 
natica  Is  due  to  breach  of  ccatract  or  other  fault  of  the 
Consulting  Engineer)  the  Ccnsultinc  Engineer  shall  be  paid  an 
aaount  which  shall  be  the  sr.£.:e  prOi^i^rtloa  of  the  total  coopen- 
EGtlos  agreed  upon  as  tho  scrv^ies  actually  psrforaed  prior  to 
cancellation  are  a  proportica  of  the  total  services  to  be  per- 
formed purcus^t  to  such  corstraot,  less  payments  of  ocapensatlon 
previously  Badej  provided,  ho::;ever,  that  If  loss  than  60^  of  the 
services  covered  by  the  contract  shall  have  beca  perforned  prior 
to  such  notices  the  Comsulting  E2gla@sr  shall  also  bo  reliabursed 
for  that  portlcsa  of  his  aotuiil  out-of-pooket  exi>enses  not  other- 
wise relDbursed  which  were  Incurred  by  the  Consulting  Engineer 
during  the  contract  period  av:d  directly  attributable  to  the  in- 
completed portion  of  the  services  cc-ered  by  the  contract. 
ABTICLS  VI.  CQiUPK^^^friGU  i,xlT>   ?MKI2aT 

In  coaslderatica  of  tlic  terra  aud  obligations  of  this 
Agreeaent,  the  Authority  hereby  agrcst;  to  pay  and  the  Consulting 
Engineer  agrees  to  receive,  aa   full  cotipeacatica  for  services 
rendered  and  for  air  exponsec;  i:.-5cider:tal  thereto,  a  fee  of 
seven  and  one-quarter  (7i)  per  cent  of  the  actual  cost  of  con- 
struction of  the  project,  with  the  icidcrstanding  that  the  total 
cost  of  the  engineering  work  t/III  not  exceed  §220,995. 
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Partial  payaonts  will  be  made  monthly  to  the  Consult- 
ing Engineer  as  the  work  m^der  this  Agreecaent  progresses,  and 
It  Is  agreed  for  the  basis  of  partial  payments  that  engineering 
services  rendered  under  Article  II,  paragraph  ▲,  will  be  com- 
puted as  5%   of  the  total  fee,  that  engineering  serrices  rendered 
under  Article  II,  paragraph  B,  will  be  computed  as  5%   of  the 
total  fee,  that  eagineerlns  services  rendered  under  Article  II, 
paragraph  C,  will  be  coapuiod  as  2Q%   of  the  total  fee,  that 
engineering  services  render-ud  under  Article  II,  paragraph  D, 
will  be  ooaputed  as  60%   of  the  total  fee,  and  that  engineering 
services  rendered  under  Article  II,  paragraph  E,  will  be  10,'< 
of  the  total  fee. 

It  is  agreed  that  an  esticated  cost  of  construction  to 
be  agreed  upon  between  the  Consulting  Engineer  and  the  Engineer 
will  be  used  as  a  basis  for  Eaking  partial  payments  and  that 
the  actual  cost  of  construction  will  be  used  for  making  final 
payment  under  this  Agreeaeiits  the  partial  payments  being  adjusted 
at  the  time  the  final  payseat  la  :-,ade  so  that  the  total  fee  to 
be  paid  hereunder  will  be  rjot  aoro  than  that  atipulated  above. 
If  construction  is  not  authorized  the  fee  will  be  determined 
as  otherwise  provided  in  thiB  Agreesent. 

ARTICLE  VII.   BEqUlREKSNTS  OF  HOUSING  AND  HOME 
FINAls^CE  AGENCY.  URBAM   RENB;A.L  DSr^ONSTHATICV . 

The  applicable  terrs  and  conditions  of  Urban  Renewal 
Adainlstration  form  H-621-B  (7-57),  attached  hereto,  are  made 
a  part  of  this  contract,  and  the  Consulting  Engineer  agrees  to 
all  of  the  requirements  contained  therein.  For  purposes  of 
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said  terns  and  coadltiosss  ** Local  Public  Agency"  shall  mean 
Ketropolltan  Transit  Authority  and  "Contractor"  shall  mean 
the  Consulting  Engineer. 

If  any  requlreaeat  of  prcTlous  articles  in  this 
Agreeaent  conflict  with  tho  requlreaeata  of  the  H.&H.F.A. 
the  latter  will  be  binding  on  the  Consulting  Engineer. 

IN  WITNESS  WHEEEO?,  the  said  Consulting  Engineer  has 
executed  these  presents,  aiid  the  Authority  has  executed  these 
presents  by  its  General  Kar,K.ger  thereunto  duly  authorized, 
on  the  year  and  day  first  aboTe  vrritten. 


Approved  as  to  Fora 


METROPOLITAN  TRANSIT  AUTHORITY 
By 


General  Counsel 
Metropolitan  Transit 
Authority 


William  E.  Ryan 
Acting  General  Manager 


COLCilEL  S.H. BINGHAM  (Ret.)  Consulting 

Engineer 


S.H.Binghaa 
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Housing  and  Home  Finance  Agency  H-621B 

URBAN  RaiDvAL  AE^IINI  STRAJT ION  (7-57) 


CONTRACT  FOR  FR0FP.S?I0fL1L  OR  TECHNICAL  SffiVICES 


PART  II— Tl'RMS  AND  CONDITIONS 

1.  Teralnation  of  Contract  for  Caugie.  If,  through  any   caueo,  the  Ccaitractor 
shall  fail  to  fulfill  in  timely  and  proper  riroiner  his  obligations  under  this 
Contract^  or  if  the  Contractor  shall  \'iolats  any  of  tho  covenants,  agrecrasnts, 

or  stipulations  of  this  Contract,  tha  Local  Public  Agency  shall  thereupon  have 
the  right  to  terminate  this  Contract  by  giving  ivritton  notice  to  the  Contractor 
of  such  temination  and  specifying  the' effectivo  date  thereof,  at  least  five 
days  before  the  effective  date  of  such  terriination.  In  such  ©vent,  all  finished 
or  unfinished  documents,  data,  studios,  and  reports  prepared  by  tho  Contractor 
under  this  Contract  shall,  at  the  cp-cion  of  the  Local  Public  Agency,  beccne  ite 
property  and  the  Contractor  shall  ba  entitled  to  receive  jtict  and  equitable 
compensation  for  any  satisfactory  vork  completed  on  such  documents. 

Notwithstanding  the  above,  tn©  Contractor  shall  not  be  relieved  of  liabi]J.ty 
to  the  Local  Public  Agency  for  dai^^iigvis  sustained  by  the  Local  Public  Agency  by 
virtue  of  any  breach  of  the  Contract  by  the  Contractor,  and  the  Local  Public 
Agency  may  withhold  any  payments  to  tho  Contractor  for  tha  purpose  of  setoff 
until  such  time  as  the  exact  ajnount  of  damages  due  the  Local  Public  Agency  fl'oa 
the  Contractor  is  determined, 

2.  Tennination  for  Convenience  of  Local  Public  Agency.  The  Local  Public 
Agency  may  tenninate  this  Contract  any  time  by   a  notice  in  writing  from  the 
Local  Public  Agency  to  the  Contractor.  If  the  Contract  is  terminated  by  the 
Local  P*ublic  Agency  as  provided  herein j  the  Contractor  vill  bo  paid  an  amount 
vhich  bears  the  same  ratio  to  the  total  compeneation  as  the  sei-vices  actually 
performed  bear  to  the  total  services  of  the  Contractor  covered  by  this  Contract, 
less  payments  of  compensation  previously  made:  Provided,  however,  that  if  loss 
than  sixty  per  cent  of  the  services  covered  by  this  Contract  have  been  performed 
upon  the  effective  date  of  such  ter: '.n-tlon,  the  Contractor  shall  be  reimburced 
(in  addition  to  the  above  pa>-ment)  for  that  portion  of  the  actual  out-of-pocket 
e;qpenses  (not  otherwise  reimbursed  i_nder  this  Contract)  incurred  by  the 
Contractor  during  the  Contract  period  ;,-hich  are  directly  attributable  to  the 
uncompleted  portion  of  the  services  covered  by  this  Contract,  If  thia  Contract 
is  terminated  due  to  the  fault  of  the  Contractor,  Section  1  hereof  relative  to 
termination  sh^ll  apply, 

3.  .Chancres.  The  Local  Public  Agency  may,  from  time  to  time,  request 
changes  in  the  scope  of  the  services  of  the  Contractor  to  ba  performed  hereunder. 
Such  changes,  including  any  increase  or  decrease  in  the  amount  of  the  Contractor's 
compensation,  which  are  mutually  agreed  upon  by  and  between  the  Local  Public 
Agency  and  the  Contractor,  shall  be  incorporated  in  written  amencitents  to  this 
Contract, 


U.     Personnel,     a.     The  Contn-'Ctor  rerrescnts  th;3t  he  has,  or  vrill  secure 
at  his  own  expense,   al]   personnel   rcqiiired  in  performing  the  services  under 
this  Contract.     Such  personnel  shpll  not  he  employees  of  or  have  any  contractual 
relationship  vd.th  the  Local  Public  At^ency, 

b.  All  the  sei-^-ices   required  hereunder  will   be  performed  by  the  Contractor 
or  under  his  supervision  and  all  peri'onnel  ongared  in  the  work  shall  be  fully 
qualified  and  shall  be  authorized  or  nepiitted  under  State  and  local  law  to 
perform  such  servicef., 

c.  No  person  vho  is  serving  sentence  in  a  penal  or  correctional  institution 
shall  be  employed  on  work  under  this  Contract. 

?.     /.nti-Kickj  ai-.k   iiules.     S.-^l-;  i-ies  .of  architects,   draftsmen,  technical 
engineers,   and  technicians  perfomin,v  work  under  this  Contract  shall  be  paid 
unconditionally  and  not  less  often   t-h^n  once  a  month  without  deduction  or  rebate 
on  any  account  excejit  only  such  payroll  deductions  as  ai-e  mandatory  by  law  or 
pennitted  by  the  applicable  regulations  is:5ued  by  the  Secretary  of  Labor  pursuant      ,' 
to  the    "Anti-Kickback  Act"  of  June  13,   193c  (US  Stat.   9li8;    62  Stat.   7i;0j    63  Stat* 
108:    title  18  U.S.C.,   section  67l4j   and  title  UO  U.S.C.,   section  276c).     Tho  •., 

Contractor  sholl   comply  vrLth  all   applicable    "Anti-Kickback"  repulations  and  shall  l 

insert  appropriate  provisions  in  all   :;ubcontracts  covering  work  under  this  Contract  | 

to  insure  compliance  by  subcontracto3*s  with  such  regulations,   and  shall  be  '" 

responsible;  for  the  submission  of  affidavits  required  of  subcontractors  there- 
under except  as  the  Secretary  of  Lalor  xniy  specifically  provide  for  variations 
of  or  exemptions   from  the   n^quiremcnts   thereof,  p 

6.  Withho}din^-  of  Snlnries.     If,   in  the  performance  of  this  Contract,  there 
is  any  underpayment  of  salaries  by  ths  Contractor  or  by  any  subcontractor  there- 
under,  the  Local  lublic  Arrency  shall  vrithhold  from  the   Contractor  out  of  payments 
due  to  him  ;'n  amount   sufficient  to  pny  to  employees* underpaid  the  difference 
between  the  snlai-ies    required  hereby  to  be  paid  ^nd  the  salaries  actually  paid 
such  employees  for  the  total  number  of  houns  wo:-l<ed.     The  amounts  withheld  shall 
hr  disbursed  by  the  Loc?l  lublic  A.'^ency  for  and  on  account  of  the  Contractor  or 
subcontractor  to  the   rtispective  employees  to  whom  they  are:  due, 

7.  Claims  and   nisriutes  Pertninin?  to  o-'lary  llgtes.     Claims   and  disputes 
pertaininp  to  s'lar/-  ratec  or  to  classif ica.tions  of  architects,   draftsnien, 
tigchnicnl  enrdneers,    -^nd  teciinicianc  perfomin,"  \iork  under  this  Contract   shall 
i.e  promptly  report '■•(i    'n  v/ritJni^  by  the  Contractor  to  the  Local  Public  Af^ency 
for  the  latter' s  decision  ^-rhich  shall  be   final  with  respect  thei^to. 

8.  Non'-Jiiicrinnn-tion.     There  sliall  be  no  discrimination  against  any 
employee  who  is  enirloyed  in  the  work  covered  by  this  Contract,   or  acainst  any 
applicant   for  5uch  cr.pl cymtnt,    because  of  race,    religion,    color,    or  national 
origin.      This  provision  shall  include,    but  not  be  limit;,.!  to,   the  following: 
employment,   upi.rridjn  •,   demotion,   or  tr.-'nsfcr;    recruitment  or  recruitment 
advertisi.nr;   la/of'  or  temdnatioii;    irites  of  pay  or  other  forms   of  compensation; 
and  selection  for  training,    includin  ,  apprenticeship.     In  case  of  any  subcon- 
or-ictinp  of  tho  wn-.-k  covered   by  thii  Contract,   the  Contractor  shall  insert  the 
preceding  two  .■?rntc)-.cot:  in  its  arirocacnts  v.-i  th  such  -su'^contirctor^.     The  Local. 
Pur.lic  A-ency,   ii    '^ -u'.'irtjd  by  the  toiws  of  its   Contract  i-dth  the  Federal 
rovem-Tient  hprc^T'.<r  {■--:■':  p-.rntlonp ',    5.h-^':l    rvnr'sh  the    ''•ontractor  with  non- 
discrimination r>. -.  „'.;r;.,   v.'Jiicl;  th{;  ^■onl■r?ctor  ra-l]   display  in  consricuous 
places   readily  .'■•■•-n^by  «i;nrloye20  .inl  applicmts  for  employnent. 
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9*     DiscriJiinntlon  Eocauae  of  Cr-x^br-ln  T^^bor  MattGr3«  No  porson  eaployad  on 
tho  i.-ork  covered  by  this  Contract  sliaDJ.  be  disjcliargod  or  in  sny  vay  dlBcrlEdnated 
against  bscause  h©  has  filed  any  coriiplai.nt  or  instituted  or  caused  to  ba 
inctitutod  any  proceeding  or  has  testified  or  is  about  to  testify  in  any  proceeding 
und3r  or  relating  to  the  labor  stcn/iards  applicablo  horeundor  to  his  ea-^loyer. 

10.  Cojf^plignce  vlth  Local  Lgv'3»  The  Contractor  shall  cosiply  vith  all 
applicable  laws,  ordinances,  and  coucs  of  the  State  and  local  goveirxcnents,  and 
Dhall  ccsruit  no  trespass  on  any  pub!)_ic  or  privato  property  in  porfonaing  any  of 
the  work  ejiraced  by  thia  Contract. 

11.  Subcontracting;.  None  of  tho  serxd.ce3  covered  by  this  Contract  shall 
bo  subcontracted  without  the  prior  ^.-ritten  conocat  of  the  Local  Public  Agency, 
The  Contractor  shall  be  as  fully  rccponaible  to  tho  Local  Public  Agency  for  the 
acts  and  craissions  of  his  subcontroctors,  and  of  persons  either  directly  or 
indirectly  employed  by  them,  as  he  is  for  tho  acts  end  oraissiono  of  pereors 
directly  employed  by  hin.  The  Contractor  chall  insert  in  each  subcontract 
appropriate  provisions  requiring  cor.vpliancc  with  the  labor  standards  provieiona 
of  this  Contract. 

12,'  Assignability.  The  Contractor  shal.l  not  assign  any  interest  in  this 
Contract,  and  shall  not  transfer  any  interest- in  the  same  (viaather  by  assignment 
or  novation)  vrithout  the  prior  vrittt^n  appror^l  of  the  Local  Public  Agency* 
Provided,  however,  that  claims  for  iiionay  duo  or  to  become  due  tho  Contractor 
frc3i  the  Local  Public  Agency  under  this  Contract  may  be  assigned  to  a  bank, 
tmst  company,  or  other  financial  institution,  or  to  a  Trustee  in  Banki^ptcy, 
without  such  approval.  Notice  of  m»y  such  assignraant  or  transfer  shall  be 
furnished  promptly  to  the  Local  Public  Agency, 

^*  Interest  of  Meirhers  of  Locr.l   Public  Ap:ency.  Ko  weiaber  of  the  governing 
body  of  the  Local  Public  Agency,  and~no  other  officer,  enplcyoe,  or  agent  of  tho 
Local  Public  Agency  i-jho  exercises  er.y  functionj;  or  responnibilitias  in  connection 
id-th  the  carrying  out  of  the  Project  to  which  this  Contract  pertains,  shall  have 
any  personal  interest,  direct  or  indirect,  in  this  Contract. 

Ill*     Interest  of  Other  Local  Pi;blic  Offici-sls.  No  member  of  the  governing 
body  of  the  locality  in  which  the  ?rojact  Ai-ea  is  situated,  and  no  other  public 
official  of  such  locality,  who  exercis-z-s  any  functions  or  responsibilities  in 
the  review  or  approval  of  the  caxrylxig   out  of  the  Project  to  which  this  Contract 
pertains,  shall  have  any  personal  interest,  direct  or  indirect,  in  this  Contract, 

15.  Interest  of  Certain  Feder>'^:l  Officlils.  Ko  mesber  of  or  Delegate  to 
the  Congress  of  the  United  States,  and  no  Re;:id'snt  Co-Tmiissionc-r,  shall  be 
admitted  to  any  share  or  part  of  this  Contract  or  to  any  benefit  to  arise  hersfrcsa, 

16.  Interest  cf  Contractor.  Tho  Contractor  covftijuiv'^c  ■'^hat  hs  presently 
hi.:  no  interest  and  shall  not  acquir-:  any  interest,  direct  or  indirect,  in  the 
ebove-doscribed  Project  Area  or  any  parcels  thcrtin  oz*  any  other  interest  v^tiich 
would  conflict  in  any  manner  or  degr:  3  vitli  tho  porfomance  of  his  services 
h:;r6undcr.  The  Contractor  further  cr-vcnants  ohst  in  the  perforKiance  of  this 
Cchtract  no  person  having  any  such  ir>terest  r;holl  be  employed. 

17.  Findings  Confidential.  All  of  the  reports,  iTiformation,  data,  etc., 
prepared  or  assembled  by  the  Contractor  under  -'Jhis   Contract  are  confidential  and 
the*  CccTitractor  agrees  that  thoy  sha]  1  not  be  iv^da  available  to  any  individual  or 
organization  id-thout  Uie  prior  writt-  r  --pproval  of  the  Local  Public  Agency. 
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Ij   Helen  J».   Brocki,   Itocc    ':':-: g  S^'orevary   of   th©   Board  of 

fruatt-as   of   the.  K-atropolitac   Ti-analt  iluthority,   horoby    cortlfy 

that    at   a  riiaeting  of   tho   Board  of  Tv-vistoea   of   the  Hatropollten 

Transit  iliitaGrlty j,   acting   u::'      :     r.iio    u-orisions   of  Chapter  5M»- 

of  the  Acts    of  19Ii-7j    aii    arnv'^n.;-  tiy    duly  called   and  held   on   the 

Sl2:th  day  of  February   1962s      ■::  ■^•rh^cVv   all   tho  Bsesibcrs   vera 

presaati-   ths   followiiag   Vote  :,,.: 

VOTS^t     fhat   ths  .:ral  Hcaaagerj  Willi sra  E*  Ryan, 

b©9   anc  Via   bcr-oby   Isjj   c.-:.:  .■ .  i-i^;.-.. dy    in  th©   nzj&o   and  behalf  of 
the  Hcstropolitan  If^angjlv    /i.ir.norltyi;    to   exsente   an  Igreoinent 
uitii  tha  Boston  Radevelr  -ji.vnt    Authority,   providing   for 
©itginesring  and   construe'  l.-n    u?.  .-I?:   to   be   pcrfonaod  by  end  for 
•£"ao  Hatropolitsii  'fransic.   .iiitlior-lty  in  relocating  that  portion 
of   tho   fr62iont  Str©3t  Sur'-'-i^^'  riort.hboizad»   which  ©xtends   frca 
S'Col'L&^  Squ&2»6   Stsitior: 


t  point   south  of  Eaynii-.. 
section  of  saie  Siibway  r 
sllxlnating  said  £.d£^. 
tha   aXoreaaid  existln,- 
ncscting  Scollay  Siqu^^i-   .^ 
point   souTih  ot  Hayaso^ksr: 
i:iprove2i3ni£3    in   th©   BXlf 
tho    afor-sssaid  r^slooatior 
by   oonatructioa   in  tks  1- 
?rojaet  bj  th©   Boston  Re 
iLgrssaeat  to  bs   eiiiacutac 
Masting  and  in  fora  appr 
Tjshick  iLgreeisasit    is  hei-'E't; 
this   Hootlnjjc^ 


lire   Station  and  thenee   to 

,  ..cation  nea.f  the  intar- 

•   3ongr©3Sii  ."^treot^   Boefon^ 

-ifcion   Eina   substituting   for 
.     .lilities    a  na'uf  Sxibway   (^n- 
irsotly  vfith   the   aforoaaid 
-«•  c^tEtion^   togsthsr  with 
'•-Hay  Squ-aj^Q   Station  areas 
-'O vouaonta  boing  necessitated 
/•a a.  of  the  GoveraKont   Goatsr 
i-  !:~iii.t  Authority  J    the  aforesaid 
A-T'   fora  proffl«5nted  at  this 

General  Counsel^    a   copy  of 
■'Had  with   tho   records    of 


:?.    -opy^ 
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Pu3:su2^t  to  a  scoiiss*  o^  your  P104i:^no  Dcp3,rtr;cnt  ^or     ' 

Covcrr^c;iit  Ccr^tc-'  ?a2rii  II  /;ppii,cCitic:i,  2  &a  enclosing  i>G:?cwit2s 
a  3-^tii;icciti.cr.  £or  tbs  r.urufcor  of  parldrio  sp^ccz  avaiLable  la  • 
Go-Jcrr;;rci^t  Cc^itar  <as;  -.■x^-il  os  -a  ko^s  to  s-Vv:>po^b  tl^s  iCO;v  local 

Gai'i^'^c,    and  a  revised  Land  Use  Map.  ..      '  • 
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;cr.t  CcTit^r  Pso^Jccti  Ai'ca  clica  «iCi^c2o2>cd  will  isalaziQ 
nc:::::i:tD-:r;^ciI£->^s  iJor  cp^srccdj^itcly  3120  autcaobilcs.     OiT  this  totcl^  - 
cr:~^ci::z:z:x-^z:l:;  20C0  c;ir3  xjill  bo  provi<Ja;3  £or  io  a  piiblic  pariaxifj 
v::-rcc;o  iUa  ?a;;:ccl  -4$  SOD  paslciaa  ci^accG  will  iX3  provi^-od  ia  a  parl:iag 
G-~c{p  'n:::2Cu:j2  Pascal  22  iintS  tliis  rcsaiadc:;  sca^ttcxcd  tlisoxxaliout;  tia   ' 
7zo:^c^t  /vTC^g     'c:^3  bclzevo  tl:^-i  tiiis  nua^jcz  ciT  j?azkiss  spaces  is 
c^ti-rcl^  c.c!e:^cate  to  SQ^va  tba  Proj^oct  -^©a  JTor  tiJO  ^ollovjia-s  reasons  r 

cis-ri.-::nia  aro  S-3  ci^iid  B-IC  zczioa*    Xi«j  closest  oa^ogy^  ^ 


i^o«5  c;  l5ii3i^occ -wcc;^  Kitii  a  ^loox  area  ratio  cajuiavsa  of  S* 
Applyino  vi^  ^-2  st^sJairdii  to  tlsii  Coves^ssent  Ccatex  Pio^jcct  Area, 
•(Tc  ^isxl  tl^t  tii3  iirca  nill  coistoia  ^i:^ro:ariat©ly  S,626>CC0  ^us^o 
:ecct  of  flo<^  £^Q^  C-*  cliid^  £^-5:;ciiic£.tc2y  733^000  equasro  ^cc-a 
c;ill  t^  -^  <;^Qv:a^  floor  wscc»     "Shis  733,000  stjcarc  iCcct  of  ^pccissd 
ICv'cX  sp^cc  :r-ciili2  ^ociiii^cs  615  tjaxSdng  spaces^     The  recainius 
<liSSe-CCC  sc-u:i::c  i'cQt  o£  iflcor  asc:k  vc-i^zi  rcquiro  2040  poxkisvcj 
s^ccc;^  '^o:;:  a  g^rcisd  total  oi'  :i65S  parldsj  -spaces*'  ^'II^us,  it  cos: 
■^3  coci;  tl::;t  tio  3120  parl^in^ '  spaces  X2»t  tij©  c^dxit  of  tha  aca 
----- ^^n  cr--^:^"~:c^";>  altircu-^I^  ia  fact  as.  stated  abova^  t2:o  scnias  ' 
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2^    c_:c  c^  -jlic-  ;i::::?'i;:Caiiii  2^5izpc>so3  o;^  t^ie  Cos^xascat  Ceatos  Project 
io  Co  c:::c-c-^cro  ii  2:c;:j::;ir:ax;  uoa  of  public  txaasporU.tica  by 
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tl:c:  oc:i2ya:i2  ^liy'iCrbSj  and  tlrissa  co:;Li«>;:ticas  aro  2«c^>osc;2  to  ba 
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of  Crcclit: 

!r.ii.c  .c.c:p  ciioxv-js  Ijuiiciings  within  and  without  tho  Project  Area  v;hich 
era  within  SOO  foot  v/alkir.g  distanco  of  tho  proposed  garago,  togothor  ' 
with  their  square  footages  cind  sorr.o  indication  as  to  character  of  uso. 
It  sho-v73  -that  xjitl-.in  tho  Project  Area  soniQ  3*974,000  gross  squaro 
feat  arc  :-arved  by  the  Garage  and  that  v/ithout  tho  Project  Area  sorao 
643,704  gross  sq-uare  feet  aro  served  by  the  Garage  indicating  that 
SoaS-;i  of  the  gross  squaro  footage  accessiblo  to  tho  Garage  is  within 
the  Goverrjaer.t  Center  Project  Area.  . 

;-:ov;ever,  wo  note  that  the  215,000  square  feet  of  office  space  in  ' 
Parcel  12  v;ill  be,  to  scna  e>:tQnt,  served  by  a  private  garage  to  bo 
built  under  this  building  with  500  spaces  for  an  office  building  of 
appror-d^iately  645,000  square  feet.  We  also  note  that  475,000  squaro  . 
feet  to  be  devoted  to  office  and/or  transient  housing  facilities  on 
Parcel  7  v;ill  liave  appro>:iraately  300  parking  spaces  to  service  users 
of  this  building^  Although  these  structures  will  not  be  self-sufficient 
from  tho   point  of  viev;  of  parking,  wo  arer  willing/  in  the  interest  of 
conscrvatisia,  to  exclude  thojti  f roru  our  carlculatiorts  in  \jhLch  case 
we  v;ould  have  a  total  of  3,284,000  gross  Bquaro  foot  witliin  -the 

r^ifojoet  and  iS43j704  g^o^s  G^a^o  toot  outside  thQ  ^sq^qq^  icos  a  per- 
centage benefit  of  82.5%»  I  "  '  „' 

Beyond  -this  "calculationif   it  should  bo  noti^d  that.   If  we  deldt©  from 
the  calculation  that  square  footage  v;ithin  the  area  served  by  its  • 
ci-m  parking^,  v;o  should  logically  follov;  the  same  procedure  for  squaro 
footage  outside  of  tho  area  served  by  its;ovm  parking.     AlsC>,    the  fact 
•chat  the  square  footage  outside  the  projeOt  boundiSry  is  prirnarily  v/holo- 
saling   i7Q7'4  v^hila  tlaat  within  the  project  boundary  is  alir.ost  oiclusively 
institutional,  nieans  that  the  genvSration  Of  trips  "per  squar<3  foot  with- 
in tho  project  axea  is  rauch  gxeater  tlian  tliat  outside*.      Tliose  tn^vO  fac- 
tors are  conservative  factors  in  the  ostiraate.     Any  corrections  for 
these  considerations  would  result  in  a  percentage  of  service; within ■ 
the  project  area  irtuch  greater  than  the  83.5?o  wo  derive  above.     For  these 

reasons  wo  feel  it  is  clearly  deiaonstrated  that  tha  garage  qualifies  for 

:  ■:  ^  - 

'-  .\ccording  to  studies  of  trip  generation  in  the  Boston  area, 

for  institutional  or  office  spaco  is  roughly  • 
.t  as  for  an  equivalent  of  wholesalo  space.  . 
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23  280— Colored  fobs 
23-281      Clear  Tobs 


APPLICATION  FOR  LCAI-  AND  GRANT 

PART  II:   LOCAL  PROJECT  AFfROVAL  DATA 

PROJECT  NO.  MASS.  R-35 

Government  Center  Project 
Boston  Redevelopment  Authority 
Boston,  Massachusetts 


BINDER  NO. 


SUBMISSION   DATE! 


DISPOSAL  OR   COCrBRATION  AGREEMENT 

WHEN  REQUIRED  PRIOR   TO   PART    II   APPROVAL 


COCE  NO,  R-310 


Such  proposal  cind/or  cooperation  agreement  were  submitted 
with  the  Part  I. 


Boston  R-35  /  R-310 
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APPLICATION  FOR  LOAF  AND  GRANT 

PART  II:   LOCAL  PROJECT  APPROVAL  mTA 

PROJECT  NO.  MASSS,  R-35 

Government  Center  Project 
Boston  Redevelopment  Authority 
Boston,  Massachusetts 


BINDER  NO. 


SUBMISSION  DATES 


STATEMENT  RE  DISPLACEMENT  OF  HOUSING 
RESOURCE  DATA 


CODE  NO.  311 


All  families  have  been  previously  relocated.  Therefore,  this 
s-ictlon  is  not  applicable. 


Boston  R-35  /  R-311 
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